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SOLICITATION 


ll TE: In advertised solicitations "offer" and "offeror" mean "bid" and "bidder". 

0. THE GOVERNMENT REQUIRES PERFORMANCE OF THE WORK DESCRIBED IN THESE DOCUMENTS (Title, identifying no., date): 

’lace compacted earth fill on top of an existing levee and channel excavation along an 
existing sanitary landfill in the Lower Llagas Creek Watershed, Reach 2A-1, located 
near Gilroy, Santa Clara County, CA. 

-Jhis solicitation is set aside for small business concerns and award of any resultant contract 
will be made to small business concerns only. 

lie estimated price range for this work is $250,000 to $500,000. 


' The Contractor shall begin performance within 20 calendar days and complete it within 92 calendar days after receiving, 
award, _X notice to proceed. This performance period is _X mandatory, [^negotiable. (See _ .) 


THE CONTRACTOR MUST FURNISH ANY REQUIRED PERFORMANCE AND PAYMENT BONDS? 
(If “YES,” indicate within how many calendar days after award in Item 12B.) 


12B. CALENDAR DAYS 


□ N0 


? VDDITIONAL SOLICITATION REQUIREMENTS: 

sealed offers in original and 0 copies to perform the work required are due at the place specified in Item 8 by 11:00 a .m//?ow/ 

local time_ 7/26/84 _ (date). If this is an advertised solicitation, offers will be publicly opened at that time. Sealed envelopes 

i ontaining offers shall be marked to show the offeror's name and address, the solicitation number, and the date and time offers are due. 


. An offer guarantee 


is not required. 


. \lI offers are subject to the (1) work requirements, and (2) other provisions and clauses incorporated in the solicitation in full text or by 
reference. 

)ffers providing less than 60 calendar days for Government acceptance after the date offers are due will be considered nonrespon- 
^ive and will be rejected. 


S 7540-01-155-3212 


1442-101 


STANDARD FORM 1442 (10-83) 

Prescribed by GSA 

FAR (48 CFR) 53.236-l(e) 






















OFFER (Must be fully completed by offeror} 


14. NAME AND ADDRESS OF OFFEROR (Include ZIP Code) 


15. TELEPHONE NO. (Include area code) 


16. REMITTANCE ADDRESS fj'nciude only if different than Item 14) 


CODE 


FACILITY CODE 


17. The offeror agrees to perform the work required at the prices specified below in strict accordance with the terms of this solicitation, if this offer is accepted 

by the Government within__calendar days after the date offers are due. (Insert any number equal to or greater than the minimum requireme 

stated in Item 13D. Failure to insert any number means the offeror accepts the minimum in Item 13D.) 

AMOUNTS ^ 


18. The offeror agrees (a) to carry out this offer if the Government accepts it by signing Item 31B within the time specified in Item 13D, ; ,,'ji 
(b) to furnish any required performance and payment bonds. 


19, ACKNOWLEDGMENT OF AMENDMENTS 

(The offeror acknowledges receipt of amendments to the solicitation — give number and date of each) 


AMENDMENT NO. 











DATE 








_ J 



20A. NAME AND TITLE OF PERSON AUTHORIZED TO SIGN OFFER 
(Type or print) 

20B. SIGNATURE 

20C. OFFER DATE 


AWARD (To be completed by Government) 


21. ITEMS ACCEPTED: 


22. AMOUNT 

23. ACCOUNTING AND APPROPRIATION DATA 

24. SUBMIT INVOICES TO ADDRESS SHOWN IN 
if 4 copies unless otherwise specified) 

ITEM 

25. NEGOTIATED PURSUANT TO 

HU 10 use 2304(a)( ) | | 41 USC 252(c)( ] 

26. ADMINISTERED BY CODE 

27. PAYMENT WILL ESEI MAOE BY j 



CONTRACTING OFFICER WILL COMPLETE ITEM 28 OR 29 AS APPLICABLE 


HU 28. NEGOTIATED AGREEMENT (Contractor is required to sign this 

document and return . . copies to issuing office,) Contractor agrees 

to furnish and deliver all items or perform all work, requisitions identified 
on this form and any continuation sheets for the consideration slated in this 
contract. The rights and obligations of the parties to this contract shall be 
governed by (a) this contract award, (b) the solicitation, and Ic) the clauses, 
representations, certifications, and specifications or incorporated by refer¬ 
ence in or attached to this contract. 

HU 29. AWARD (Comracionts not required to sign this document.) Your offei 
on this solicitation, is hereby accepted as to the items listed. This award con 
summates the contract, which consists of (a) the Government solicitation i'.; 
your offer, and (b) this contract award. No further contractual documen ! j 
necessary. 

• 'I 

3-0A. NAME AND TITLE OF CONTRACTOR OR PERSON AUTHORIZED ; 
TO SIGN (Type or print) 

.. . _ 

3 1 A. NAME OF CONTRACTING OFFICER (Type or print) 

30B. SIGNATURE 

30C. DATE 

| 

31B. UNITED STATES OF AMERICA 

i BY __ 

31C. AWARD : U 
DATE 

STANDARD FORM 1-142 BACK no 




























SECTION B 


BIO SCHEDULE 




LLAGAS 

CREEK REACH 

2A-1 



ITEM 

NO. 

WORK OR MATERIAL 

SPEC. 

NO. 

ESTIMATED 

QUANTITY 

UNIT 

UNIT 

PRICE 

AMOUNT 

1. 

Mobi1ization 

8 

1 

L.S. 

XXXXX 

$ 

2. 

Clearing & Grubbing 

2 

1 

L.S. 

XXXXX 

$ 

3. 

Removal of Water 

11 

1 

L.S. 

XXXXX 

$ 

4. 

Pollution Control 

5 

1 

L.S. 

XXXXX 

$ 

5. 

Vegetative Cover 

6 

8.0 

A. C. 

$ 

$ 

6. 

Excavation, Sanitary 
Landfi11 

21 

24,225 

C.Y. 

$ 

$ 

7. 

Earth Fill 

23 

20,420 

C.Y. 

$ 

$ 

8. 

Loose Rock Riprap 

61 

1,253 

TON . 

$ 

$ 


TOTAL BID PRICE $ 


(BS-1) 
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SECTION C 


CONSTRUCTION SPECIFICATION 

2. CLEARING AND GRUBBING 


1. SCOPE 

The work shall consist of the clearing and grubbing of designated areas 
by removal and disposal of trees, snags, logs, stumps, shrubs and rub- 
bi sh. 

2. MARKING 

The limits of the areas to be cleared and grubbed will be marked by means 
of stakes, flags, tree markings or other suitable methods. Trees to be 
left standing and uninjured will be designated by special markings placed 
on the trunks at a height of about six feet above the ground surface. 

3. REMOVAL 

All trees not marked for preservation and all snags, logs, brush, stumps, 
shrubs and rubbish shall be removed from within the limits of the marked 
areas. Unless otherwise specified, all stumps, roots and root clusters 
having a diameter of one inch or larger shall be grubbed out to a depth 
of at least two feet below subgrade elevation for concrete structures and 
one foot below the ground surface at embankment sites and other designa¬ 
ted areas. 

4. DISPOSAL 

Unless otherwise specified, all materials removed from the cleared and 
grubbed areas shall be burned or buried at locations approved by the 
Engineer or otherwise disposed of as approved by the Engineer. 

5. MEASUREMENT AND PAYMENT 


For items of work for which specific lump sum prices are established in 
the contract, payment for clearing and grubbing will be made at the con¬ 
tract lump sum price. Such payment shall constitute full compensation 
for all labor, equipment, tools and all other items necessary and inci¬ 
dental to completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 6 of this speci¬ 
fication. 
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6. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 2, Clearing and Grubbing 

(1) This item shall consist of clearing and grubbing the areas as 
shown on the drawings except for those areas and trees desig¬ 
nated on the drawings or by the Engineer not to be cleared or 
removed. This item shall also include removal of stumps and 
trash. 

(2) Soil removal shall be held to the minimum necessary to accompl¬ 
ish clearing of brush and shrubs and shall generally not exceed 
0.3 foot in depth. 

(3) The Contractor shall not damage or scar other trees except for 
necessary limbing to provide room for construction. If it is 
necessary to limb a tree, the cut shall be made with a saw and 
the wound shall be dressed with a tree seal. Any tree that is 
removed without the Engineer's permission or is irreparably 
damaged shall be replaced with two (2) 15 gallon size trees as 
directed by the Engineer. Any tree from which bark has been 
removed from one-third or more of the circumference shall be 
considered irreparably damaged to an extent requiring removal. 
Removal and replacement of damaged trees shall be at the Con¬ 
tractor's expense. 

(4) In Section 4, Disposal , all cleared and grubbed material re¬ 
sulting from this work shall be removed from the construction 
site and disposed of by the Contractor at sites of his own 
choosing. 
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CONSTRUCTION SPECIFICATION 


5. POLLUTION CONTROL 


1. SCOPE 


The work shall consist of installing measures of performing work to con¬ 
trol erosion and minimize the production of sediment and other pollutants 
to the water and air during construction operations in accordance with 
these specifications. 

2. MATERIALS 


All materials furnished shall meet the requirements of other material 
specifications listed in Section 8. 

3. EROSION AND SEDIMENT CONTROL MEASURES AND WORKS 


The work and measures will include but not be limited to the following, 

as shown on the drawings or as specified in Section 8. 

a. Staging of Earthwork Activities —The excavation and moving of soil 
materials will be scheduled so that the smallest possible areas will 
be unprotected from erosion for the shortest time feasible. 

b. Seeding —Seeding to protect disturbed areas will be used as specified 
on drawings or in Section 8. 

c. Mulching —Mulching will be used to provide temporary protection to 
soil surfaces from erosion. 

d. Diversions —Diversions will be used to divert water away from work 
areas and/or to collect runoff from work areas for treatment and safe 
disposition. 

e. Stream Crossings —Stream crossings will be used where fording of 
streams by equipment is necessary. 

f. Sediment Basins —Sediment basins will be used to settle and filter 
out sediment from eroding areas to protect properties and streams 
below the construction site. 

g. Straw Bale Filters —Straw bale filters may be used to trap sediment 
from areas of limited runoff. Bales are temporary and will be re¬ 
moved when permanent measures are installed. 

h. Waterways —Waterways are used for the safe disposal of runoff from 
fields, diversions and other structures or measures. 

4. The Contractor shall provide tanks or barrels or construct a sump sealed 

with plastic sheets to be used to dispose of chemical pollutants produced 

as a by-product of the project's work such as drained lubricating or 
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transmission oils, greases, soaps, asphalt, etc. At the completion of 
the construction work, the sump shall be covered or filled as directed by 
the Contracting Officer. Storage tanks or barrels shall be removed from 
the site. 

Sanitary facilities such as pit toilets chemical toilets, or septic tanks 
shall not be placed adjacent to live streams, wells, or springs. They 
shall be located at a distance sufficient to prevent contamination of any 
water source. 

5. AIR POLLUTION 


Local and state regulations concerning the burning of brush or slash or 
disposal of other materials shall be adhered to. 

Fire prevention measures shall be taken to prevent the start of fires or 
the spread of fires which result from project work. Fire breaks or 
guards shall be constructed at locations as shown on the drawings. 

All public access or haul roads used during construction of the project 
shall be sprinkled as required to fully suppress dust. 

6. MAINTENANCE 

All measures and works will be adequately maintained in a functional! 
condition as long as needed during the construction operation. 

7 • measurement and payment 

For items of work for which specific unit prices are established in the 
contract the item will be measured to the nearest unit applicable. Pay¬ 
ment for the item will be made at the contract unit price for that item 
and shall constitute full compensation for all labor, equipment, tools, 

and all other items necessary and incidental to the completion of the 

work. 

For items of work for which specific lump sum prices are established in 
the contract, the quantities will not be measured for payment. Payment 

for pollution control will be made at the contract lump sum price for the 

item and shall constitute full compensation for all labor, equipment, 
tools, and all other items necessary and incidental to the completion of 
the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items, and the items to 
which they are made subsidiary, are identified in Section 8 of this 
specification. 
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8. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 4, Pollution Control 

(1) This item shall consist of the control of water and air pollu¬ 
tion as required under this contract. 

(2) In Section 3, Erosion and Sediment Control Measures and Works , 
the Contractor shall furnish the Engineer a written plan for the 
control of sediment at least 14 days prior to starting any exca ¬ 
vation . The plan shall be approved by the Engineer before 
starting any excavation. Acceptance of this plan will not 
relieve the Contractor of responsibility for completing the work 
as specified. 

(3) In Section 5, Air Pol lution , firebreaks or guards will not be 
required. 
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CONSTRUCTION SPECIFICATION 


6. SEEDING AND MULCHING FOR PROTECTIVE COVER 


1. SCOPE 


The work shall consist of preparing the area for treatment, furnishing 
and placing seed, mulch, fertilizer, inoculant, soil amendments and 
asphalt emulsion as specified in the designated areas. 

2. MATERIALS 


Seed —All seed shall conform to the current rules and regulations of the 
state where it is being used and from the latest crop available. It 
shall meet or exceed the standards for purity and germination listed in 
Section 7. 

Seed shall be labeled in accordance with the state laws and the United 
States Department of Agriculture Rules and Regulations under the Federal 
Seed Act in effect on the date of invitations for bids. Bag tag figures 
will be evidence of purity and germination. No seed will be accepted 
with a date of test of more than 9 months prior to the date of delivery 
to the site. 

Seed that has become wet, moldy, or otherwise damaged in transit or 
storage will not be accepted. The percent of noxious weed seed allowable 
shall be as defined in the current state laws relating to agricultural 
seeds. Each type of seed shall be delivered in separate sealed con¬ 
tainers and fully tagged unless exception is granted in writing by the 
Contracting Officer. 

Ferti1izer —Unless otherwise specified the fertilizer shall be a commer¬ 
cial grade fertilizer or as specified in Section 7. The fertilizer shall 
meet the standard for grade and quality specified by state law. Where 
fertilizer is furnished from bulk storage, the Contractor shall furnish a 
supplier's certification of analysis and weight. When required by the 
contract, a representative sample of the fertilizer shall be furnished 
the Government Representative for chemical analysis. 

Inoculants —The inoculant for treating legume seeds shall be a pure 
culture of nitrogen-fixing bacteria prepared specifically for the species 
and shall not be used later than the date indicated on the container or 
as otherwise specified. A mixing medium, as recommended by the manu¬ 
facturer, shall be used to bond the inoculant to the seed. Two times the 
amount of the inoculant recommended by the manufacturer shall be used, 
except when seed is applied by use of hydraulic seeder, four times the 
amount of inoculant recommended by the manufacturer shall be used. Seed 
shall be sown within 24 hours of treatment and shall not remain in the 
hydraulic seeder longer than 4 hours. 

Soil amendments —Lime shall consist of Standard Ground Agricultural Lime¬ 
stone, or approved equivalent. Standard Ground Agricultural Limestone is 
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defined as ground limestone meeting current requirements of the State 
Department, of Agriculture. Agricultural lime or other needed soil amend¬ 
ments will be uniformly applied at the rate specified in Section 7 of 
this specification. 

Asphalt, emulsion shall conform to the requirements of ASTM D-977, "Emul¬ 
sified Asphalt." The emulsified,asphalt may be rapid setting, medium 
setting, or slow setting. 

S traw mulch materials shall consist of wheat, oat, or rye straw, hay, 
grass clippings cut from any native grasses or other plants approved by 
the Government Representative. The mulch material shall be air dry, 
reasonably light ini color, and shall not be musty, moldy, caked, or 
otherwise of low quality. The use of mulch that contains noxious weeds 
will not be permitted. The Contractor shall provide a method satisfac¬ 
tory to the Government Representative for determining weight of mulch 
furnished. 

Other mulch materials —Mulching materials, such as wood cellulose fiber 
mulch, emulsion type, synthetic fiber mulch, netting, and mesh are other 
mulching materials that may be required for specialized locations and 
conditions. These materials, when specified, must be accompanied by the 
manufacturers' recommendations for methods of application.. 

3. SEEDING MIXTURES AND DATES OF PLANTING 


Seed mixtures per acre rates and date of seeding shall be as specified in 
Section 7, shown on the vegetating plan, or as otherwise approved by the 
Government Representative. 

4. SEEDBED PREPARATION AND TREATMENT 


Disturbed areas will be treated with seed, sod, sprigs, mulch, fertil¬ 
izer, and soil amendments as specified in this construction specifica¬ 
tion. Areas to be treated shall be dressed to a reasonably smooth, firm 
surface. Fertilizer shall be uniformly applied at the rate specified in 
Section 7 of this specification. The seed mixture or sprigs shall be 
applied at the rate specified in Section 7 of this specification. Where 
mulch is needed it shall be uniformly applied at the rate specified in 
Section 7 of this specification. 

On sites where equipment can operate, (generally slopes flatter than 1% 
to 1), the seedbed shall be adequately loosened (4 to 6 inches deep) and 
smoothed. Disking or cultipacking or both may be necessary as determined 
by the Engineer. 

On sites where equipment cannot operate, the seedbed shall be prepared by 
hand by scarifying to provide a roughened surface so that broadcast seed 
will stay in place. 

If seeding is to be done immediately following construction, seedbed 
preparation may not be required except on compacted, polished, or freshly 
cut areas. 
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Rocks larger than 6 inches in diameter, trash, weeds, and other debris 
that will interfere with seeding or maintenance shall be removed. 

Seedbed preparation shall be suspended when soil moisture conditions are 
not suitable for the preparation of a satisfactory seedbed as determined 
by the Engineer. 

5. SEEDING, FERTILIZING, MULCHING, AND STABILIZING 

All seeding operations shall be performed in such a manner that the seed 
is applied in the specified quantities uniformly on the designated areas. 
The method of seed applications shall be as specified in Section 7 and 
may consist of any combination of: drilling, hydroseeding, pneumatic 
seeding, and broadcasting seeding. Unless otherwise specified, seeding 
shall be done within 2 days after final grading is complete. 

Fertilizer and soil amendments shall be applied as specified in Sec¬ 
tion 7. When specified the fertilizer and soil amendments shall be 
thoroughly incorporated into the soil as soon as possible after being 
applied. 

The rate, amount, and kind of mulching or mesh shall be as specified in 
Section 7. Mulches shall be applied uniformly to the designated areas, 
and shall be applied to the seeded areas not later than 2 work days after 
seeding has been performed. Straw mulch materials shall be stabilized by 
the use of a disk or by the use of asphalt emulsion. An adequately 
weighted disk harrow shall have the disks set straight and the harrow 
shall be used to adequately anchor the straw mulch into the soil. 

The asphalt emulsion shall be applied uniformly over the mulch material 
at the specified rate, or by injecting it into the mulch material as it 
is being applied. The mesh or netting stabilizing materials shall be 
applied smoothly but loosely on the designated areas, and the edges shall 
be buried or securely anchored by means of spikes or staples. 

The Contractor shall maintain the mesh or netting areas until all work on 
the entire contract has been completed and accepted. Maintenance shall 
consist of the repair of areas damaged by erosion, wind, fire, or other 
causes. Such areas shall be repaired to reestablish the condition and 
grade of the soil and shall be refertilized, reseeded, and remulched as 
directed prior to application of the mesh or netting. 

6. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, each area treated as specified will be measured to the nearest 
0.1 acre. Payment for treatment will be made at the contract unit price 
for the designated treatment which shall constitute full compensation for 
all materials, labor, equipment, tools, and other items necessary and 
incidental to the completion of the work. 

Mesh or netting will be measured to the nearest square yard of surface 
area covered. Payment will be made at the contract unit price and shall 
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constitute full compensation for all labor, equipment, materials and 
other items necessary and incidental to the completion of work, including 
the mesh or netting and necessary anchors. 

For items of work for which specific lump sum prices are established in 
the contract, the quantity of seeding and mulching for protective cover 
will not be measured for payment. Payment for this item will be made at 
the contract lump sum price for the item and shall constitute full com¬ 
pensation for all labor, equipment, tools, and all other items necessary 
and incidental to the completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this speci¬ 
fication. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 5, Vegetative Cover 

(1) This item shall consist of seedbed preparation, fertilizing, 
seeding, and mulching the sloping areas and all other disturbed 
areas identified on the drawings and/or staked in the field by 
the Engineer. 

(2) In Section 2, Materials : 

(a) Seed —All seed shall be delivered to the site, tagged and 
labeled in accordance with the California Agricultural 
Code, and shall be acceptable to the County Agricultural 
Commissioner. 

Seed shall be of a quality which has a minimum pure live 
seed content of 80 percent (% purity X % germination) and 
weed seed shall not exceed 0.5 percent of aggregate of pure 
live seed and other material. 

(b) Ferti1izer —A commercial fertilizer shall be Ammonium 
Phosphate Sulfate and contain a minimum of 16 percent 
nitrogen, 20 percent available phosphoric acid and 0 per¬ 
cent water soluble potash, uniform in composition, dry and 
free flowing, pelleted or granular. 

All bagged fertilizer shall be delivered in unbroken or 
unopened containers, labeled in accordance with applicable 
state regulations and bearing the warranty of the producer 
for the grade furnished. 

(c) Soil amendments —No lime nor other soil amendments are 
specified. 
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(d) Mulch --Straw mulch shall be new straw derived from rice, 
wheat, oats, or barley. The Contractor shall furnish 
evidence that clearance has been obtained from the County 
Agricultural Commissioner, as required by law, before straw 
obtained from outside the county is delivered to the site 
of the work. 

(3) In Section 3, Seeding Mixtures and Dates of Planting : 

(a) Seeding mixture ---The following seed and seeding rate shall 
be used: 


Kind of Seed 

and Amount 

Pounds/Acre 

Blando Brome 

(Biromis mollis) 

18 


The seeding rate(s) shall be the weight of seed exclusive 
of any coating material. 

Date of Planting —Planting shall be performed after final 
grading is completed. All seeding, fertilizing, and mulch¬ 
ing operations shall not begin until approval is given by 
the Engineer. 

(4) In Section 4, Seedbed Preparation and Treatment , the area to be 
seeded shall be roughened by scarifying, disking, harrowing, or 
otherwise worked to a depth of 2 to 4 inches then dressed to a 
reasonably smooth, firm surface. 

No implement shall be used that will create an excessive amount 
of downward movement of soil or clods on sloping areas. Seedbed 
may be prepared at time of completion of earthmoving work. 

(5) In Section 5, Seeding, Fertilizing, Mulching, and Stabilizing : 

(a) Fertilizing —Fertilizer shall be distributed uniformly over 
the seedbed at the rate of 500 pounds per acre. 

Fertilizer shall be applied in any way that will result in 
uniform distribution. The fertilizer shall be incorporated 
into the soil. Incorporation may be as part of the seedbed 
preparation, or as part of the seeding operation. If 
fertilizing is a part of the seedbed preparation, it shall 
not be accomplished more than fifteen (15) days prior to 
seeding. 

(b) Seeding --Seed shall be drilled, broadcast by hand, mechani¬ 
cal hand seeder, power operated seeder, or other approved 
equipment. Seed shall be incorporated into the soil, but 
not more than one-half inch deep. 

(c) Mu 1 ching —A straw mulch shall be distributed uniformly over 

the sloping areas at a rate of two tons per acre. The 

mulch shall be applied by hand, blower, or other suitable 
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equipment. If straw is applied with a blower, it shall not 
be chopped in lengths less than (6) inches. 

Application shall be made within 48 hours following seed¬ 
ing. 

The mulch shall be anchored in place. Anchoring process as 
approved by the Engineer may include using hand tools, 
mulching rollers, disks, or similar types of suitable 
equipment. 
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CONSTRUCTION SPECIFICATION 
8. MOBILIZATION 


1. SCOPE 


The work shall consist of the mobilization of the Contractor's forces and 
equipment necessary for performing the work required under the contract. 

It shall include the purchase of contract bonds; initial transportation 
of personnel, equipment, and operating supplies to the site; establish¬ 
ment of offices, buildings, and other necessary facilities at the site; 
and other preparatory work at the site. 

It shall not include mobilization for any specific item of work for which 
payment for mobilization is provided elsewhere in the contract. 

The specification covers mobilization for work required by the contract 
at the time of award. If additional mobilization costs are incurred 
during performance of the contract as a result of change or added items 
of work for which the Contractor is entitled to an adjustment in contract 
price, compensation for such costs will be included in the price adjust¬ 
ment for the items of work changed or added. 

2. PAYMENT 


Payment will be made as the work proceeds, after presentation of invoices 
by the Contractor showing his own mobilization costs and evidence of the 
charges of suppliers, subcontractors, and others for mobilization work 
performed by them. If the total of such payments is less than the con¬ 
tract lump sum for mobilization, the unpaid balance will be included in 
the final contract payment. Total payment will be the lump sum contract 
price for mobilization, regardless of actual cost to the Contractor. 

Payment will not be made under this item for the purchase costs of mate¬ 
rials having a residual value, the purchase costs of materials to be 
incorporated in the project, or the purchase costs of operating supplies. 

Payment of the lump sum contract price for mobilization will constitute 
full compensation for all labor, materials, equipment, and all other 
items necessary and incidental to completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 3 of this speci¬ 
fication. 
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3. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 1, Mobilization 

(1) This item shall consist of the mobilization of the Contractor's 
forces and equipment, as described in Section 1, for the perfor¬ 
mance of all work required under the contract. 
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CONSTRUCTION SPECIFICATION 
10. WATER FOR CONSTRUCTION 


1. SCOPE 

The work shall consist of furnishing, transporting, and using water for 
construction purposes in accord with the applicable specifications. 

2. FACILITIES AND EQUIPMENT 

The Contractor shall build and maintain such access and haul roads as are 
needed, and shall furnish, operate, and maintain all pumps, piping, 
tanks, and other facilities needed to load, transport, and use the water 
as specified. 

These facilities shall be equipped with meters, tanks, or other devices 
by which the volume of water supplied can be measured. 

3. DUST ABATEMENT AND HAUL ROAD MAINTENANCE 

Water for dust abatement and haul road maintenance shall be applied to 
haul roads and other dust-producing areas as needed to prevent excessive 
dust and to maintain the roads in good condition for efficient operation 
while they are in use. 

4. EARTH FILL, DRAIN FILL, ROCK FILL 

Water for earth fill, drain fill, or rock fill shall be used in the fill 
materials as specified in the applicable construction specifications. 

5. CONCRETE, MORTAR, GROUT 

Water used in mixing or curing concrete, pneumatically applied mortar, or 
other portland cement mortar or grout shall meet the requirements of the 
applicable construction specifications and shall be used in conformance 
with those specifications. 

6. MEASUREMENT AND PAYMENT 


For water items for which specific unit prices are established in the 
contract, the volume of water furnished and used in accordance with the 
specifications will be measured to the nearest 1000 gallons. 
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Except as otherwise specified, the measurement for payment will include 
all water needed at the construction site to perform the work required 
under the contract in accordance with the specifications but will not 
include water wasted or used in excess of the amount needed. It will not 
include water used in concrete which is mixed elsewhere and transported 
to the site. 

Payment for water will be made at the contract unit price which shall be 
the price per 1000 gallons shown in the Bid Schedule. Such payment will 
constitute full compensation for all labor, materials, equipment, and all 
other items necessary and incidental to furnishing, transporting, and 
using the water. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this 
specification. 
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7. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details are: 

a. Subsidiary Item, Water For Construction 

(1) This item shall consist of all water required for the 

construciton of this project. 

(2) In Section 2, Facilities And Equipment , meters, tanks, or other 

devices are not required. The volume of water will not be 

measured. 

(3) Section 6, Measurement And Payment , shall not apply. Full 

Compensation for Water For Construction shall be provided by the 
unit price amount for Bid Item 7, Earth Fill. 
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CONSTRUCTION SPECIFICATION 
11. REMOVAL OF WATER 


1. SCOPE 


The work shall consist of the removal of surface water and ground water 
as needed to perform the required construction in accordance with the 
specifications. It shall include (1) building and maintaining all 
necessary temporary impounding works, channels, and diversions, (2) fur¬ 
nishing, installing and operating all necessary pumps, piping and other 
facilities and equipment, and (3) removing all such temporary works and 
equipment after they have served their purposes. 

2. DIVERTING SURFACE WATER 


The Contractor shall build, maintain, and operate all cofferdams, 
channels, flumes, sumps, and other temporary diversion and protective 
works needed to divert streamflow and other surface water through or 
around the construction site and away from the construction work while 
construction is in progress. Unless otherwise specified, a diversion 
must discharge into the same natural drainageway in which its headworks 
are located. 

Unless otherwise specified, the Contractor shall furnish to the Engineer, 
in writing, his plan for diverting surface water before beginning the 
construction work for which the diversion is required. Acceptance of 
this plan will not relieve the Contractor of responsibility for com¬ 
pleting the work as specified. 

3. DEWATERING THE CONSTRUCTION SITE 


Foundations, cutoff trenches and other parts of the construction site 
shall be dewatered and kept free of standing water or excessively muddy 
conditions as needed for proper execution of the construction work. The 
Contractor shall furnish, install, operate and maintain all drains, 
sumps, pumps, casings, wellpoints, and other equipment needed to perform 
the dewatering as specified. Dewatering methods that cause a loss of 
fines from foundation areas will not be permitted. 

Unless otherwise specified, the Contractor shall furnish to the Engineer, 
in writing, his plan before beginning the construction work for which the 
dewatering is required. Acceptance of this plan will not relieve the 
Contractor of responsibility for completing the work as specified. 

4. DEWATERING BORROW AREAS 


Unless otherwise specified in Section 7, the Contractor shall maintain 
the borrow areas in a drainable condition or otherwise provide for timely 
and effective removal of surface waters that accumulate, for any reason, 
within the borrow areas. 
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5. REMOVAL OF TEMPORARY WORKS 


After the temporary works have served their purposes, the Contractor 
shall remove them or level and grade them to the extent required to 
present a sightly appearance and to prevent any obstruction of the flow 
of water or any other interference with the operation of or access to the 
permanent works. 

Except as specified, pipes and casings shall be removed from temporary 
wells and the wells shall be filled to ground level with gravel or other 
material approved by the Engineer. 

6. MEASUREMENT AND PAYMENT 


For items of work for which specific lump sum prices are established in 
the contract, payment for diverting surface water, dewatering construc¬ 
tion sites, and dewatering borrow areas will be made at the contract lump 
sum prices. Such payment will constitute full compensation for all 
labor, equipment, tools, and all other items necessary and incidental to 
the completion of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this speci¬ 
fication. 
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7. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
construction details is: 

a. Bid Item 3, Removal of Water 

(1) This item shall consist of the removal and diversion of surface 
water and ground water as required to construct the works of 
improvement in the dry in accordance with these specifications. 

(2) Work shall not be allowed when dewatering is insufficient for 
the work to be accomplished in the dry. The work site shall 
remain drained and useable for construction purposes for the 
duration of the construction season. Water shall not be allowed 
to stand or pond within the work site. 

(3) It is anticipated that a water table and/or seepage from exist¬ 
ing banks will be encountered during construction operations. 

(4) The Contractor shall remove all water which may accumulate in 
the excavation during the progress of work so that all work can 
be done in the dry. Trenches and foundation areas shall be kept 
free from water while the improvements are installed and until 
backfilling has progressed to a height above the water source. 
The Contractor shall have sufficient pumping equipment available 
for immediate use. Water shall be disposed of in such a manner 
as to cause no injury to public or private property. 

(5) In Section 2, Diverting Surface Water , and in Section 3, 
Dewatering the Construction Site , the Contractor shall submit 
his written plan five days in advance of starting the removal 
and diversion of surface water and ground water. 

(6) Section 6, Measurement and Payment , shall apply. Partial pay¬ 
ment of 40 percent of the lump sum price will be made with the 
first progress payment after installation of the dewatering 
system. The remaining 60 percent of the lump sum price will be 
made proportionate to the total value of all bid items, except 
Removal of Water and Pollution Control , completed on the date of 
the partial payment estimate. 
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CONSTRUCTION SPECIFICATION 
21. EXCAVATION 


1. SCOPE 


The work shall consist of the excavation required by the drawings and 
specifications and disposal of the excavated materials. 

2. CLASSIFICATION 


Excavation will be classified as common excavation or rock excavation in 
accordance with the following definitions or will be designated as 
unclassified . 

Common excavation shall be defined as the excavation of all materials 
that can be excavated, transported, and unloaded by the use of heavy 
ripping equipment and wheel tractor-scrapers with pusher tractors or 
that can be excavated and dumped into place or loaded onto hauling 
equipment by means of excavators having a rated capacity of one cubic 
yard and equipped with attachments (such as shovel, bucket, backhoe, 
dragline or clamshell) appropriate to the character of the materials 
and the site conditions. 

Rock excavation shall be defined as the excavation of all hard, 
compacted or cemented materials the accomplishment of which requires 
blasting or the use of excavators larger than defined for common 
excavation. The excavation and removal of isolated boulders or rock 
fragments larger than one cubic yard in volume encountered in mate¬ 
rials otherwise conforming to the definition of common excavation 
shall be classified as rock excavation. 

Excavation will be classified according to the above definitions by the 
Engineer, based on his judgment of the character of the materials and the 
site conditions. 

The presence of isolated boulders or rock fragments larger than one cubic 
yard in size will not in itself be sufficient cause to change the classi¬ 
fication of the surrounding material. 

For the purpose of this classification, the following definitions shall 
apply: 

H eavy ripping equipment shall be defined as a rear-mounted heavy 
duty, single-tooth, ripping attachment mounted on a tractor having 
a power rating of 200 to 300 net horsepower (at the flywheel). 

Wheel tractor-scraper shall be defined as a self-loading (not ele¬ 
vating) and unloading scraper having a struck bowl capacity of 12 to 
20 yards. 
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Pusher tractor shall be defined as a track type tractor having a 
power rating of 200 to 300 net horsepower (at the flywheel) equipped 
with appropriate attachments. 

3. U NCLASSIFIED excavation 

Items designated as "Unclassified Excavation" shall include all materials 
encountered regardless of their nature or the manner in which they are 
removed. When excavation is unclassified, none of the definitions or 
classifications stated in Section 2 of this specification shall apply. 

4. B LASTING 

The transportation, handling, storage, and use of dynamite and other 
explosives shall be directed and supervised by a person of proven ex¬ 
perience and ability in blasting operations. 

Blasting shall be done in such a way as to prevent damage to the work or 
unnecessary fracturing of the foundation and shall conform to any special 
requirements in Section 12 of this specification. 

5. USE OF EXCAVATED MATERIALS 

To the extent they are needed, all suitable materials from the specified 
excavations shall be used in the construction of required permanent earth 
fill or rock fill. The suitability of materials for specific purposes 
will be determined by the Engineer. The Contractor shall not waste or 
otherwise dispose of suitable excavated materials. 

6. DISPOSAL OF WASTE MATERIALS 

ATI surplus or unsuitable excavated materials will be designated as waste 
and shall be diposed of by the Contractor at sites of his own choosing 
away from the site of the work. 

7. BRACING AND SHORING 

Excavated surfaces too steep to be safe and stable if unsupported shall 
be supported as necessary to safeguard the work and workmen, to prevent 
sliding or settling of the adjacent ground, and to avoid damaging exist¬ 
ing improvements. The width of the excavation shall be increased if 
necessary to provide space for sheeting, bracing, shoring, and other- 
supporting installations. The Contractor shall furnish, place and sub¬ 
sequently remove such supporting installations. 

8. STRUCTURE AND TRENCH EXCAVATION 


Structure or trench excavation shall be completed to the specified eleva¬ 
tions and to sufficient length and width to include allowance for forms, 
bracing and supports, as necessary, before any concrete or earth fill is 
placed or any piles are driven within the limits of the excavation. 
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9. BORROW EXCAVATION 


When the quantities of suitable materials obtained from specified exca¬ 
vations are insufficient to construct the specified fills, additional 
materials shall be obtained from the designated borrow areas. The extent 
and depth of borrow pits within the limits of the designated borrow areas 
shall be as directed by the Engineer. 

Borrow pits shall be excavated and finally dressed in a manner to eli¬ 
minate steep or unstable side slopes or other hazardous or unsightly 
conditions. 

10. OVEREXCAVATION 

Excavation in rock beyond the specified lines and grades shall be 
corrected by filling the resulting voids with Portland cement concrete 
made of materials and mix proportions approved by the Engineer. Concrete 
that will be exposed to the atmosphere when construction is completed 
shall contain not less than 6 sacks of cement per cubic yard of concrete. 
Concrete that will be permanently covered shall contain not less than 
4 h. sacks of cement per cubic yard. The concrete shall be placed and 
cured as specified by the Engineer. 

Excavation in earth beyond the specified lines and grades shall be 
corrected by filling the resulting voids with approved compacted earth 
fill, except that, if the earth is to become the subgrade for riprap, 
rock fill, sand or gravel bedding, or drain fill, the voids may be filled 
with material conforming to the specifications for the riprap, rock fill, 
bedding or drain fill. 

11. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of each type and class of excavation within the 
specified pay limits will be measured and computed to the nearest cubic 
yard by the method of average cross-sectional end areas. Regardless of 
quantities excavated, the measurement for payment will be made to the 
specified pay limits, except that excavation outside the specified lines 
and grades directed by the Engineer to remove unsuitable material will be 
included, but only to the extent that the unsuitable condition is not a 
result of the Contractor's operations. 

a. The upper limit shall be the original ground surface as it existed 
prior to the start of construction operations except that where exca¬ 
vation is performed within areas designated for previous excavation 
or fill the upper limit shall be modified ground surface resulting 
from the specified previous excavation or fill. 

b. The lower and lateral limits shall be the true surface of the com¬ 
pleted excavation as authorized by the Engineer. 
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Payment for each type and class of excavation will be made at the con¬ 
tract unit price for that type and class of excavation. Such payment 
will constitute full compensation for all labor, materials, equipment, 
and all other items necessary and incidental to the performance of the 
work, except that extra payment for backfilling required overexcavation 
will be made in accordance with the following provision: 

a. Payment for backfilling overexcavation, as specified in Section 10 of 
this specification, will be made only if the excavation outside 
specified lines and grades is directed by the Engineer to remove 
unsuitable material and if the unsuitable condition is not a result 
of the Contractor's operations. 

Compensation for any item or work described in the contract but not 
listed in the bid schedule will be included in the payment for the 
item of work to which it is made subsidiary. Such items and the 
items to which they are made subsidiary are identified in Section 12 
of this specification. 
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12. ITEM OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 6, Excavation, Common, Sanitary Land Fill 

(1) This item shall consist of all excavation necessary to construct 
the earth channel to the lines and grades as shown on the draw¬ 
ings. 

(2) In Section 6, Disposal of Waste Materials , Immediately after 
excavation, all rubble, broken pavement, unsuitable soil, waste 
concrete, rock or boulders, other undesirable materials, and all 
other excavated material which cannot be utilized, shall be 
hauled off the site and disposed of by the Contractor at a solid 
waste facility operated as authorized pursuant to a solid waste 
facilities permit in accordance with the provisions of Health 
and Safety Code SS 66796.30. 

(3) In Section 11, Measurement and Payment , the Contractor shall 
notify the Engineer four (4) working days prior to the expected 
completion of excavation of sanitary land fill so the measure¬ 
ment survey of the completed land fill excavation can be made. 
The Contractor shall also schedule his work to allow the Engi¬ 
neer one (1) working day to complete the measurement survey upon 
completion of the landfill excavation and the start of Excava¬ 
tion, Common. 

b. Subsidiary Item, Excavation, Common 

(1) This item shall consist of all excavation required to construct 
the channel, excavation of the suitable material covering the 
sanitary land fill and excavation of material from the designa¬ 
ted borrow to be used for earth fill. 

(2) Section 11, Measurement and Payment , will not apply. Compensa¬ 
tion for Excavation, Common will be included in Bid Item 7, 
Earth Fill. No separate measurement or payment will be made for 
Excavation, Common. 
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CONSTRUCTION SPECIFICATION 
23. EARTH FILL 


1. SCOPE 


The work shall consist of the construction of earth embankments and other 
earth fills required by the drawings and specifications. 

2. MATERIALS 

All fill materials shall be obtained from required excavations and desig¬ 
nated borrow areas. The selection, blending, routing and disposition of 
materials in the various fills shall be subject to approval by the Engi¬ 
neer. 

Fill materials shall contain no sod, brush, roots or other perishable 
materials. Rock particles larger than the maximum size specified for 
each type of fill shall be removed prior to compaction of the fill. 

The types of materials used in the various fills shall be as listed and 
described in the specifications and drawings. 

3. FOUNDATION PREPARATION 


Foundations for earth fill shall be stripped to remove vegetation and 
other unsuitable materials or shall be excavated as specified. 

Except as otherwise specified, earth foundation surfaces shall be graded 
to remove surface irregularities and shall be scarified parallel to the 
axis of the fill or otherwise acceptably scored and loosened to a minimum 
depth of 2 inches. The moisture content of the loosened material shall 
be controlled as specified for the earth fill, and the surface materials 
of the foundation shall be compacted and bonded with the first layer of 
earth fill as specified for subsequent layers of earth fill. 

Earth abutment surfaces shall be free of loose, uncompacted earth in 
excess of 2 inches in depth normal to the slope and shall be at such a 
moisture content that the earth fill can be compacted against them to 
effect a good bond between the fill and the abutments. 

Rock foundation and abutment surfaces shall be cleared of all loose 
materials by hand or other effective means and shall be free of standing 
water when fill is placed upon them. Occasional rock outcrops in earth 
foundations for earth fill, except in dams and other structures designed 
to restrain the movement of water, shall not require special treatment if 
they do not interfere with compaction of the foundation and initial 
layers of the fill or the bond between the foundation and the fill. 

Foundation and abutment surfaces shall be not steeper than 1 horizontal 
to 1 vertical unless otherwise specified. Test pits or other cavities 
shall be filled with compacted earth fill conforming to the specifica¬ 
tions for the earth fill to be placed upon the foundation. 
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4. PLACEMENT 


Fill shall not be placed until the required excavation and foundation 
preparation have been completed and the foundation has been inspected and 
approved by the Engineer. Fill shall not be placed upon a frozen sur¬ 
face, nor shall snow, ice, or frozen material be incorporated in the 

fill. 

Fill shall be placed in approximately horizontal layers. The thickness 
of each layer before compaction shall not exceed the maximum thickness 
specified. Materials placed by dumping in piles or windrows shall be 
spread uniformly to not more than the specified thickness before being 
compacted. Hand compacted fill, including fill compacted by manually 
directed power tampers, shall be placed in layers whose thickness before 
compaction does not exceed the maximum thickness specified for layers of 
fill compacted by manually directed power tampers. 

Adjacent to structures, fill shall be placed in a manner which will pre¬ 
vent damage to the structures and will allow the structures to assume the 
loads from the fill gradually and uniformly. The height of the fill 
adjacent to a structure shall be increased at approximately the same rate 
on all sides of the structure. 

Earth fill in dams, levees and other structures designed to restrain the 
movement of water shall be placed so as to meet the following additional 
requirements: 

a. The distribution of materials throughout each zone shall be essen¬ 
tially uniform, and the fill shall be free from lenses, pockets, 
streaks or layers of material differing substantially in texture or 
gradation from the surrounding material. 

b. If the surface of any layer becomes too hard and smooth for proper 
bond with the succeeding layer, it shall be scarified parallel to the 
axis of the fill to a depth of not less than 2 inches before the next 
layer is placed. 

c. The top surfaces of embankments shall be maintained approximately 
level during construction, except that a crown or cross-slope of 
not less than 2 percent shall be maintained to insure effective 
drainage, and except as otherwise specified for drain fill zones. If 
the drawings or specifications require or the Engineer directs that 
fill be placed at a higher level in one part of an embankment than 
another, the top surface of each part shall be maintained as speci¬ 
fied above. 

d. Dam embankments shall be constructed in continuous layers from abut¬ 
ment to abutment except where openings to facilitate construction or 
to allow the passage of stream flow during construction are specifi¬ 
cally authorized in the contract. 

e. Embankments built at different levels as described; under c or d 
above shall be constructed so that the slope of the bonding surfaces 
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between embankment in place and embankment to be placed is not 
steeper than 3 feet horizontal to 1 foot vertical. The bonding 
surface of the embankment in place shall be stripped of all loose 
material, and shall be scarified, moistened and recompacted when the 
new fill is placed against it as needed to insure a good bond with 
the new fill and to obtain the specified moisture content and density 
in the junction of the in place and new fill. 

5. CONTROL OF MOISTURE CONTENT 


During placement and compaction of fill, the moisture content of the 
materials being placed shall be maintained within the specified range. 

The application of water to the fill materials shall be accomplished at 
the borrow areas insofar as practicable. Water may be applied by sprink¬ 
ling the materials after placement on the fill, if necessary. Uniform 
moisture distribution shall be obtained by discing, blading or other 
approved methods prior to compaction of the layer. 

Material that is too wet when deposited on the fill shall either be re¬ 
moved or be dried to the specified moisture content prior to compaction. 

If the top surface of the preceding layer of compacted fill or a founda¬ 
tion or abutment surface in the zone of contact with the fill becomes too 
dry to permit suitable bond, it shall be scarified and moistened by 
sprinkling to an acceptable moisture content prior to placement of the 
next layer of fill. 

6. COMPACTION 


Earth fill shall be compacted according to the following requirements for 
the class of compaction specified: 

Class A compaction . Each layer of fill shall be compacted as necessary 
to make the density of the fill matrix not less than the minimum density 
specified. The fill matrix is defined as the portion of the fill mate¬ 
rial finer than the maximum particle size used in the compaction test 
method specified. 

Class B compaction . Each layer of fill shall be compacted to a mass den¬ 
sity not less than the minimum density specified. 

Class C compaction . Each layer of fill shall be compacted by the speci¬ 
fied number of passes of the type and weight of roller or other equipment 
specified, or by an approved equivalent method. Each pass shall consist 
of at least one passage of the roller wheel or drum over the entire sur¬ 
face of the layer. 

Fill adjacent to structures shall be compacted to a density equivalent to 
that of the surrounding fill by means of hand tamping if permitted by 
the Contracting Officer, or manually directed power tampers or plate 
vibrators. Heavy equipment shall not be operated within 2 feet of any 


Llagas Creek Reach 2A-1 
SCS-WEST (2/21/73) 


(23-3) 


6/84 



structure. Vibrating rollers shall not be operated within 5 feet of any 
structure. Compaction by means of drop weights operating from a crane or 
hoist will not be permitted. 


The passage of heavy equipment will not be allowed: (1) over cast-in- 
place conduits prior to 14 days after placement of the concrete; (2) over 
cradled precast conduits prior to 7 days after placement of the concrete 
cradle; or (3) over any type of conduit until the backfill has been 


placed above the top surface of the structure 
half the clear span width of the structure or 
is greater. 

to a height equal to one- 
pipe or 2 feet, whichever 

Compacting of fill adjacent to structures shall not be started until the 
concrete has attained the strength specified in Section 10 for this pur¬ 
pose. The strength will be determined by compression testing of test 
cylinders cast by the Engineer for this purpose and cured at the work 
site in the manner specified in ASTM Method C 31 for determining when a 
structure may be put into service. 

When the required strength of the concrete is not specified as described 
above, compaction of fill adjacent to structures shall not be started 
until the following time intervals have elapsed after placement of the 
concrete. 

Structure 

Time Interval 

Retaining walls and counterforts 

14 clays 

Walls backfilled on both sides 
simultaneously 

7 days 

Conduits and spillway risers, cast-in¬ 
place (with inside forms in place) 

7 days 

Conduits and spillway risers, cast-in¬ 
place (inside forms removed) 

14 days 

Conduits, precast, cradled 

2 days 

Conduits, precast, bedded 

1 day 

Anti seep collars and cantilever outlet 
bents 

3 days 


7. REMOVAL AMD PLACEMENT OF DEFECTIVE FILL 

Fill placed at densities lower than the specified minimum density or at 
moisture contents outside the specified acceptable range of moisture con¬ 
tent or otherwise not conforming to the requirements of the specifica¬ 
tions shall be reworked to meet the requirements or removed and replaced 
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by acceptable fill. The replacement fill and the foundation, abutment 
and fill surfaces upon which it is placed shall conform to all require¬ 
ments of this specification for foundation preparation, approval, place¬ 
ment, moisture control and compaction. 

8. TESTING 


During the course of the work, the Engineer will perform such tests as 
are required to identify materials, to determine compaction character¬ 
istics, to determine moisture content, and to determine density of fill 
in place. These tests performed by the Engineer will be used to verify 
that the fills conform to the requirements of the specifications. Such 
tests are not intended to provide the Contractor with the information 
required by him for the proper execution of the work and their perform¬ 
ance shall not relieve the Contractor of the necessity to perform tests 
for that purpose. 

Densities of fill requiring Class A compaction will be determined by 
the Engineer in accordance with ASTM Method D 1556 (or by equivalent 
methods), except that the volume and moist weight of included rock par¬ 
ticles larger than those used in the compaction test method specified for 
the type of fill will be determined and deducted from the volume and 
moist weight of the total sample prior to computation of density. The 
density so computed will be used to determine the percent compaction of 
the fill matrix. 

9. MEASUREMENT AND PAYMENT 


For items of work for which specific unit prices are established in the 
contract, the volume of each type and compaction class of earth fill 
within the specified zone boundaries and pay limits will be measured 
and computed to the nearest cubic yard by the method of average cross- 
sectional end areas. Unless otherwise specified, no deduction in volume 
will be made for embedded conduits and appurtenances. 

The pay limits shall be as defined below, with the further provision that 
earth fill required to fill voids resulting from overexcavation of the 
foundation, outside the specified lines and grades, will be included in 
the measurement for payment only where such overexcavation is directed by 
the Engineer to remove unsuitable material and where the unsuitable 
condition is not a result of the Contractor's operations. 

The pay limits shall be the specified pay limits for excavation and the 
specified neat lines of the fill surface. 

Payment for each type and compaction class of earth fill will be made at 
the contract unit price for that type and compaction class of fill. Such 
payment will constitute full compensation for all labor, materials, 
equipment and all other items necessary and incidental to the performance 
of the work. 

Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
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of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 10 of this 
specification. 
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10. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Bid Item 7, Earth Fill 

(1) This item shall consist of all compacted earth fill necessary to 
construct the channel, the levees, and all other earth fill to 
the lines and grades as shown on the drawings. 

(2) In Section 2, Materials , the maximum size of rock fragment 
incorporated into the fill shall not exceed 6 inches and within 
two feet of a pipe or structure, rocks shall not exceed 3 inches 
in diameter. 

(3) In Section 4, Placement , the thickness of each layer of fill 
before compaction, unless otherwise specifically permitted by 
the Engineer, shall not be greater than 9 inches. 

(4) In Section 5, Control of Moisture Content , the moisture content 
shall be ± 2 percent of optimum. 

(5) In Section 6, Compaction , Class B compaction shall be used. 
Earth fill shall be compacted to 90 percent of the maximum 
density obtained in compaction tests of the fill materials per¬ 
formed by Method "A" of ASTM D 698. 

(6) In Section 8, Testings , field density of soil in place will be 
determined by the sand-cone method, however, the Engineer may 
elect to use other equivalent test methods for construction 
control purposes. In the event of any dispute, acceptability of 
the work will be based on test results determined by the sand- 
cone method. 

(7) In Section 9, Measurement and Payment will include payment for 
Subsidiary Item, Excavation, Common necessary to construct the 
earth fill as shown on the drawings and Subsidiary Item, Water 
for Construction . No separate payment will be made for Excava¬ 
tion Common, or Water for Construction. 
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CONSTRUCTION SPECIFICATION 


61. LOOSE ROCK RIPRAP 


1. SCOPE 


The work shall consist of the construction of loose rock riprap revet¬ 
ments and blankets, including filter layers or bedding where specified. 

2. MATERIALS 


Rock for loose rock riprap shall conform to the requirements of Material 
Specification 523 or, if so specified, shall be obtained from designated 
sources. 

Rock from designated sources shall be excavated, selected and handled as 
necessary to meet the quality and grading requirements in Section 9 of 
this specification. The rock shall conform to the specified grading 
limits when installed in the riprap. 

Filter material shall conform to the requirements of Material Specifica¬ 
tion 521 unless otherwise specified. 

Bedding shall be obtained from the designated sources and shall be 
selected to meet the quality and grading requirements in Section 9 of 
this specification. 

At least 30 days prior to delivery of material from other than designated 
sources, the Contractor shall notify the Contracting Officer in writing 
of the sources from which he intends to obtain the material. The Con¬ 
tractor shall provide the Engineer free access to the sources for the 
purpose of obtaining samples for testing. 

3. SUBGRADE PREPARATION 


The subgrade surfaces on which the riprap or bedding course is to be 
placed shall be cut or filled and graded to the lines and grades shown on 
the drawings. When fill to subgrade lines is required, it shall consist 
of approved materials and shall conform to the requirements of the speci¬ 
fied class of fill. 

Riprap shall not be placed until the foundation preparation is completed 
and the subgrade surfaces have been inspected and approved by the Engi¬ 
neer. 

4. EQUIPMENT-PLACED ROCK RIPRAP 

The rock shall be placed by equipment on the surfaces and to the depths 
specified. The riprap shall be constructed to the full course thickness 
in one operation and in such a manner as to avoid serious displacement of 
the underlying materials. The rock shall be delivered and placed in a 
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manner* that will insure that the riprap in place shall be reasonably 
homogeneous with the larger rocks uniformly distributed and firmly in 
contact one to another with smaller rocks and spalls filling the voids 
between the larger rocks. 

Rijprap shall be placed in a manner to prevent damage to structures. Hand 
placing will be required to the extent necessary to prevent damage to the 
permanent works. 

5. HAND-PLACED RIPRAP 


The rock shall be placed by hand on the surfaces and to the depths speci¬ 
fied. It shall be securely bedded with the larger rocks firmly in with 
smaller rocks and spalls. Smaller rocks shall not be grouped as a sub¬ 
stitute for larger rock. Flat slab rock shall be laid on edge. 

6. FILTER LAYERS OR BEDDING 


When the drawings specify filter layers or bedding beneath riprap, the 
filter or bedding material shall be spread uniformly on the prepared 
subgrade surfaces to the depth specified. Compaction of filter layers or 
bedding will not be required, but the surface of such layers shall be 
finished reasonably free of mounds, dips or windrows. 

7. TESTING 


The Engineer will perform such tests as are required to verify that the 
riprap, filter, and bedding materials and the completed work meet the 
requirements of the specifications. These tests are not intended to 
provide, the Contractor with the information he needs to assure that the 
materials and workmanship meet the requirements of the specifications, 
and their performance will riot relieve the Contractor of the responsi¬ 
bility of performing his own tests for that purpose. 

8. MEASUREMENT AND PAYMENT 

For items of work for which specific unit prices are established in the 
contract, the quantity of each type of riprap placed within the specified 
limits will be measured to the nearest ton by actual weight, and the 
volume of each type of filter layer or bedding will be measured within 
the specified limits and computed to the nearest cubic yard by the method 
of average cross-sectional end areas. For each load of rock placed as 
specified, the Contractor shall furnish to the Engineer a statement-of- 
delivery ticket showing the weight, to the nearest 0.1 ton, of rock in 
the load. 

Payment for each type of riprap will be made at the contract unit price 
for that type of riprap. Payment for each type of filter or bedding will 
be made at the contract unit price for that type of filter or bedding. 
Such payment will be considered full compensation for all labor, mate¬ 
rials, equipment arid all other items necessary and incidental to the 
completion of the riprap, filter layers and bedding. 
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Compensation for any item of work described 
listed in the bid schedule will be included in 
of work to which it is made subsidiary. Such 
which they are made subsidiary are identified in 
fication. 


in the contract but not 
the payment for the item 
items and the items to 
Section 9 of this speci- 
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9. ITEM OF WORK AND CONSTRUCTION DETAILS 


Item of work to be performed in conformance with this specification and 
the construction details is: 

a. Bid Item 8, Loose Rock Riprap 

(1) This item shall consist of furnishing and placing loose rock 
riprap, including boulders, at the locations as shown on the 
drawings. 

(2) In Section 2, Materials , rock for loose rock riprap shall meet 
the following gradation requirements: 


LOOSE ROCK RIPRAP 


Average Diameter 

Percent Larger Than 

36 

0 - 5 

24 

20 - 50 

12 

50 - 80 

6 

94 - 100 


Geotextile Fabric shall conform to Construction Specification 
400, Geotextile Fabric . 

(3) In Section 4, Equipment - Placed Rock Riprap , the rock shall be 
placed to result in a reasonably uniform riprap layer not less 
than the thickness shown on the drawings, with the larger rocks 
well distributed and the voids between the larger rocks filled 
with smaller rocks. 

(4) The tolerance for placing rock riprap will be a minus 3 inches 
to a plus 8 inches from the exterior neat lines indicated on the 
drawings, except that 20 to 40 percent of the rocks shall extend 
12 inches above the neat lines. The extreme minus tolerance 
shall not be continuous over an area exceeding 25 square feet. 

(5) In Section 8, Measure and Payment , payment will include full 
compensation for the geotextile fabric. No separate payment for 
the geotextile fabric will be made. 
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CONSTRUCTION SPECIFICATION 
400. GEOTEXTILE FABRIC 


1. SCOPE 


This work shall consist of furnishing all materials, necessary and/or 
incidental for the installation of geotextile fabric under all loose rock 
riprap. 

2. MATERIALS 


The geotextile fabric shall be a pervious sheet of plastic monofilament 
yarn woven into a uniform pattern with distinct and measureable openings. 

The plastic yarn shall consist of a long-chain synthetic polymer composed 
of at least 85 percent by weight of propylene, ethylene or vinylidene- 
chloride, and shall contain stabilizers and/or inhibitors added to the 
base plastic to make the filaments resistant to deterioration due to 
ultraviolet and heat exposure. The fabric shall be calendered or other¬ 
wise finished so that the yarns will retain their relative position with 
respect to each other. The edges of the fabric shall be selvaged or 
otherwise finished to prevent the outer yard from pulling away from the 
fabric. 

The seams of the fabric shall be sewn with thread of a material meeting 
the chemical requirements given for plastic yarn. The sheets of geo¬ 
textile fabric shall be sewn together at the factory or another approved 
location to form sections to the specified size. 

The Contractor shall furnish the Engineer, in duplicate, a mill certifi¬ 
cate or affidavit signed by a legally authorized official from the 
company manufacturing the fabric. The mill certificate or affidavit 
shall attest that the fabric meets the chemical, physical and manu¬ 
facturing requirements stated in this specfication. 

Thee geotextile fabric shall conform to the physical properties listed in 
Table 1. 

Securing Pins used to secure the geotextile fabric in place shall be 
steel or fiberglass. Each pin shall be formed as an "U", "L" or "T" 
shape or contain "ears" to prevent total penetration. Grommets or steel 
washers with an outside diameter of lh inches shall be provided for all 
but "U" shaped securing pins. 
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TABLE 1 


REQUIREMENTS FOR WOVEN GEOTEXTILE FABRIC 


Test 

Methods 

Requirements 

Tensile Strength 
(unaged cloth)* 

ASTM D-1682 Grab Test Method 
using 1 square inch jaws and 
a travel rate of 12 inches 
per minute. 

200 lbs. Min in 
any principal 
direction 

Bursting Strength 
(unaged cloth)* 

ASTM D-751 Diaphragm Bursting 
Tester 

500 psi Min. 

Abrasion Resistance 

ASTM D-1682 as above, after 
abraded as in ASTM D-1175 

Rotay Platform, Double Head 
Method; rubber-base abrasive 
wheels equal to CS-.L7 "Calibrase" 
by Taber Instruments Co. , 

1 kilogram load per wheel; 

1,000 revolutions. 

55 lbs. principal 

Seam Breaking 

Strength 

ASTM D-1683, 1 inch square 
jaws, constant rate of 
traverse 12 inch per minute 

180 lbs. Min. 

Equivalent Opening 
Size (EOS) 

The U.S. Sieve number having 
openings per square inch 
equal to the fabric openings 
per square inch. 

60-80 

Percent Open Area 

Summation of open area divided 
by the total area of fabric 
expressed as a percent. 

5-7 percent 


* Unaged cloth is defined as cloth in the condition received from the 
manufacturer or distributor. 
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3. SHIPMENT AND STORAGE 


The geotextile fabric shall be supplied in rolls wrapped with a protec¬ 
tive covering to keep out mud, dirt, dust debris, and direct sunlight. 
The fabric shall be free of defects which measureably alter its physical 
properties and planned function. Each roll of fabric shall be clearly 
marked to identify the individual production run. 

4. PREPARATION OF SUBGRADE 


The subgrade surface on which the geotextile fabric is to be placed shall 
be graded to the lines and grades as shown on the drawings. The surface 
shall be reasonably smooth, free of obstructions, depressions and debris, 
and inspected and approved by the Engineer prior to placing the fabric. 

5. PLACEMENT 


The geotextile fabric shall be placed on the approved subgrade surface at 
the locations and in accordance with the details shown on the drawings. 
The fabric shall be unrolled along the placement area and loosely laid 
(not stretched) in such a' manner that it will conform to the surface 
irregularities when the stone or other material is placed. No cuts will 
be permitted in the fabric panel unless otherwise specified. The panel 
may be folded and overlapped to permit proper placement in the designated 
areas. The cloth shall be rejected at the time of placement if it has 
defects, rips, holes, flaws, deterioration or damage which occurred 
during manufacture, transportation, storage or installation. 

The panels shall be overlapped a minimum of 12 inches for vertical laps 
and 24 inches for horizontal laps. The fabric shall be placed parallel 
to the direction of the flow. It shall be placed so that the upstream 
panels overlap the downstream panel, and the lower panels overlap the 
higher panels. 

At vertical laps, securing pins shall be inserted through both layers 
along a line through the approximate midpoint of the overlap. At hori¬ 
zontal laps, securing pins shall be inserted through the both layers 
approximately 6 inches from the exposed edge. The pins shall be placed 
at not greater than 12-foot intervals. Additional pins shall be in¬ 
stalled as neccesary to prevent any slippage of the fabric regardless of 
location. 

The geotextile fabric shall not be placed until sufficient riprap or 
other material is available to cover it within the same working day. 
Temporary cover may be used as approved by the Engineer. No placement 
technique for riprap will be allowed that damages the fabric. In no case 
will riprap be dropped on the fabric from a height greater than 3 feet. 

6. MEASUREMENT AND PAYMENT 


Compensation for any item of work described in the contract but not 
listed in the bid schedule will be included in the payment for the item 
of work to which it is made subsidiary. Such items and the items to 
which they are made subsidiary are identified in Section 7 of this speci¬ 
fication. 
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7. ITEMS OF WORK AND CONSTRUCTION DETAILS 


Items of work to be performed in conformance with this specification and 
the construction details are: 

a. Subsidiary Item, Geotextile Fabric 

This item consists of all geotextile fabric and securing pins re¬ 
quired under the loose rock riprap as shown on the plans. 

Compensation for geotextile fabric will be included in Bid Item 8, 
Loose Rock Riprap . 
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MATERIAL SPECIFICATION 


59 


523. ROCK FOR RIPRAP 


1. SCOPE 


This specification covers the quality of rock to be used in the construc¬ 
tion of rock riprap. 

2. QUALITY 

Individual rock fragments shall be dense, sound and free from cracks, 
seams and other defects conducive to accelerated weathering. The rock 
fragments shall be angular to subrounded in shape. The least dimension 
of an individual rock fragment shall be not less than one-third the 
greatest dimension of the fragment. 

Except as provided below, the rock shall have the following properties: 

a. Bulk specific gravity (saturated surface-dry basis) not less 
than 2.5. 

b. Absorption not more than 2 percent. 

c. Soundness: Weight loss in 5 cycles not more than 10 percent when 
sodium sulfate is used or 15 percent when magnesium sulfate is used. 

The bulk specific gravity and absorption shall be determined by ASTM 
Method C 127. The test for soundness shall be performed by ASTM 
Method C 88 for coarse aggregate modified as follows: 

The test sample shall not be separated into fractions. It shall 
consist of 5000 ± 300 grams of rock fragments, reasonably uni¬ 
form in size and shape and weighing approximately 100 grams 
each, obtained by breaking the rock and selecting fragments of 
the required size. 

After the sample has been dried, following completion of the 
final test cycle and washing to remove the sodium sulfate or 
magnesium sulfate, the loss of weight shall be determined by 
subtracting from the original weight of the sample the final 
weight of all fragments which have not broken into three or more 
pieces. 

The report shall show the percentage loss of weight and the 
results of the qualitative examination. 

Rock that fails to meet the requirements stated in a, b, and c above, may 
be accepted only if similar rock from the same source has been demon¬ 
strated to be sound after 5 years or more of service under conditions of 
weather, wetting and drying, and erosive forces similar to those antici¬ 
pated for the rock to be installed under this specification. 
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3. GRADING 


The rock shall conform to the specified grading limits after it has been 
placed in the riprap. 
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CONTRACT CLAUSES—-CONSTRUCTION 


SECTION E - INSPECTION AND ACCEPTANCE 

E-l. Inspection of Construction (APR 1984) 

a. Definition. "Work” includes, but is not limited to, materials, 
workmanship, and manufacture and fabrication of components. 

b. The Contractor shall maintain an adequate inspection system and 
perform such inspections as will ensure that the work called for by 
this contract conforms to contract requirements. The Contractor 
shall maintain complete inspection records and make them available 
to the Government. All work shall be conducted under the general 
direction of the Contracting Officer and is subject to Government 
inspection and test at all places and at all reasonable times 
before acceptance to ensure strict compliance with the terms of the 
contract. 

c. Government inspections and tests are for the sole benefit of the 
Government and do not— 

1. Relieve the Contractor of responsibility for providing adequate 
quality control measures; 

2. Relieve the Contractor of responsibility for damage to or loss 
of the material before acceptance; 

3. Constitute or imply acceptance; or 

4. Affect the continuing rights of the Government after acceptance 
of the completed work under paragraph i. below. 

d. The presence or absence of a Government inspector does not relieve 
the Contractor from any contract requirement, nor is the inspector 
authorized to change any term or condition of the specification 
without the Contracting Officer's written authorization. 

e. The Contractor shall promptly furnish, without additional charge, 
all facilities, labor and material reasonably needed for performing 
such safe and convenient inspections and tests as may be required 
by the Contracting Officer. The Government may charge to the Con¬ 
tractor any additional cost of inspection or test when work is not 
ready at the time specified by the Contractor for inspection or 
test, or when prior rejection makes reinspection or retest neces¬ 
sary. The Government shall perform all inspections and tests in a 
manner that will not unnecessarily delay the work. Special, full 
size, and performance tests shall be performed as described in the 
contract. 

f. The Contractor shall, without charge, replace or correct work found 
by the Government not to conform to contract requirements, unless 
in the public interest the Government consents to accept the work 




with an appropriate adjustment in. contract price. The Contractor 
shall promptly segregate and remove rejected material from the 
premises. 

g. If the contractor does not promptly replace or correct rejected 
work, the Government may (1) by contract or otherwise, replace or 
correct the work and charge the cost to the Contractor or (2) ter¬ 
minate for default the Contractor's right to proceed. 

h. If, before acceptance of the entire work, the Government decides to 
examine already completed work by removing it or tearing it out,, 
the Contractor, on request, shall promptly furnish all necessary 
facilities, labor, and material. If the work is found to be defec¬ 
tive or nonconforming in any material respect due to the fault of 
the Contractor or its subcontractors, the Contractor shall defray 
the expenses of the examination and of satisfactory 
reconstruction. However, if the work is found to meet contract 
requirements, the Contracting Officer shall make an equitable 
adjustment for the additional services involved in the examination 
and reconstruction, including, if completion of the work was 
thereby delayed, an extension of time. 

i. Unless otherwise specified in the contract, the Government shall 
accept, as promptly as practicable after completion and inspection, 
all work required by the contract or that portion of the work the 
Contracting Officer determines can be accepted separately. Accep¬ 
tance shall be final and conclusive except for latent defects, 
fraud, gross mistakes amounting to fraud, or the Government's 
rights under any warranty or guarantee. 


REF: 
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SECTION F - DELIVERIES OR PERFORMANCE 


F-l. Commencement, Prosecution, and Completion of Work (APR 1984) 

The Contractor shall be required to (a) commence work under this con¬ 
tract within 20 calendar days after the date the Contractor receives 
the notice to proceed, (b) prosecute the work diligently, and (c) com¬ 
plete the entire work ready for use not later than 92 calendar days 
after the date the Contractor receives the notice to proceed. The time 
stated for completion shall include final cleanup of the premises. 

REF: FAR 52.212-3, 12.104b 

F-2. Suspension of Work (APR 1984) 

a. The Contracting Officer may order the Contractor, in writing, to 
suspend, delay, or interrupt all or any part of the work of this 
contract for the period of time that the Contracting Officer deter¬ 
mines appropriate for the convenience of the Government. 

b. If the performance of all or any part of the work is, for an unrea¬ 
sonable period of time, suspended, delayed, or interrupted (1) by 
an act of the Contracting Officer in the administration of this 
contract, or (2) by the Contracting Officer's failure to act within 
the time specified in this contract (or within a reasonable time if 
not specified), an adjustment shall be made for any increase in the 
cost of performance of this contract (excluding profit) necessarily 
caused by the unreasonable suspension, delay, or interruption, and 
the contract modified in writing accordingly. However, no 
adjustment shall be made under this clause for any suspension, 
delay, or interruption to the extent that performance would have 
been so suspended, delayed, or interrupted by any other cause, 
including the fault or negligence of the Contractor, or for which 
an equitable adjustment is provided for or excluded under any other 
term or condition of this contract. 

c. A claim under this clause shall not be allowed (1) for any costs 
incurred more than 20 days before the Contractor shall have noti¬ 
fied the Contracting Officer in writing of the act or failure to 
act involved (but this requirement shall not apply as to a claim 
resulting from a suspension order), and (2) unless the claim, in an 
amount stated, is asserted in writing as soon as practicable after 
the termination of the suspension, delay, or interruption, but not 
later than the date of final payment under the contract. 

REF: FAR 52.212-12, 12.505(a) 

F-3. Variation in Estimated Quantity (APR 1984) 

If the quantity of a unit-priced item in this contract is an estimated 
quantity and the actual quantity of the unit-priced item varies more 
than 15 percent above or below the estimated quantity, an equitable 
adjustment in the contract price shall be made upon demand of either 



party. The equitable adjustment shall be based upon any increase or 
decrease in costs due solely to the variation above 115 percent or 
below 85 percent of the estimated quantity. If the quantity variation 
is such as to cause an increase in the time necessary for completion, 
the Contractor may request, in writing, an extension of time, to be 
received by the Contracting Officer within 10 days from the beginning 
of the delay, or within such further period as may be granted by the 
Contracting Officer before the date of final settlement of the con¬ 
tract. Upon the receipt of a written request for an extension, the 
Contracting Officer shall ascertain the facts and make an adjustment: 
for extending the completion date as, in the judgement of the Con¬ 
tracting Officer, is justified. 

REF: FAR 52.212-11, 12.403(c) 

F-4. Liquidated Damages-—Construction (APR 1984) 

a. If the Contractor fails to complete the work within the time speci¬ 
fied in the contract, or any extension, the Contractor shall pay to 
the Government as liquidated damages, the sum of $171.00 for each 
day of delay. 

b. If the Government terminates the Contractor's right to proceed, the 
resulting damage will consist of liquidated damages until such rea¬ 
sonable time as may be required for final completion of the work 
together with any increased costs occasioned the Government in 
completing the work. 

c. If the Government does not terminate the Contractor's right to pro¬ 
ceed, the resulting damage will consist of liquidated damages until 
the work is completed or accepted. 


REF: 


FAR 52.212-5, 12.204(b) 



SECTION G - CONTRACT ADMINISTRATION DA TA 

G-l. Designation of Contracting Officer's Represent a tive 

The Contracting Officer hereby designates the below named individual as 
the Contracting Officer's Representative (COR): 

Name: Ralph Blair 

Address: 401 Tenth Street, Suite 2 
Gilroy, CA 

Phone: (408) 847-3762 

The COR is responsible for administering the performance of work under 
this contract. In no event, however, will any understanding, agree¬ 
ment, modification, change order, or other matter deviating from the 
terms of this contract be effective or binding upon the government 
unless formalized by proper contractual documents executed by the Con¬ 
tracting Officer prior to completion of the contract. 

The Contracting Officer should be informed as soon as possible of any 
actions or inactions by the Contractor or the Government which will 
change the required delivery or completion times stated in the con¬ 
tract, and the contract will be modified accordingly. (This does not 
apply to individual task assignments which were issued by the COR pro¬ 
vided they do not affect the delivery schedule or performance period 
stated in the contract.) 

On all matters that pertain to the contract terms the Contractor must 
communicate with the Contracting Officer. Whenever, in the opinion of 
the Contractor, the COR requests effort outside the scope of the con¬ 
tract, the Contractor should so advise the COR. If the COR persists 
and there still exists a disagreement as to proper contractual cover¬ 
age, the Contracting Officer should be notified immediately, preferably 
in writing if time permits. Proceeding with work without proper con¬ 
tractual coverage could result in nonpayment or necessitate submittal 
of a contract claim. 

G-2. Invoices (APR 1984) 

a. Invoices shall be submitted in an original and two copies to the 
Government office designated in this contract or on the delivery 
order to receive invoices. To constitute a proper invoice, the 
invoice must include the following information and/or attached 
documentation: 

1. Name of the business concern and invoice date. 

2. Contract number, or other authorization for delivery of pro¬ 
perty or performance of services. 

3. Description, price, and quantity of property and services act¬ 
ually delivered or rendered. 



4. Shipping and payment terms. 

5 . Name (where practicable), title, phone number, and complete 
mailing address of responsible official to whom payment is to 
be sent. 

b. To assist the Government in making timely payments, the Contractor 
is requested to furnish the following additional information either 
on the invoice or on an attachment to the invoice: none. 

REF: AGAR 452.232-72 

G-3. P ayment Due Date—Alternate I (APR 1984) 

a. Payments under this contract will be due on the 30th calendar day 
after the date of actual receipt of a proper invoice in the office 
designated to receive the invoice. 

b. The date of the check issued in payment shall be considered to be 
the date payment is made. 

REF: AGAR 452.232-71 

G-4. Interest on Overdue Payments (APR 1984) 

a. The Prompt Payment Act, Public Law 97-177 (96 Stat. 85, 31 USC 
1801) is applicable to payments under this contract and requires 
the payment to Contractors of interest on overdue payments and 
improperly taken discounts. 

b. Determinations of interest due will be made in accordance with the 
provisions of the Prompt Payment Act and Office of Management and 
Budget Circular A-125. 

REF: AGAR 452.232-70 

G-5. Method of Payment 

a. Payments under this contract will be made either by check or by 
wire transfer through the Treasury Financial Communications System 
at the option of the Government. 

b. The Contractor shall forward the following information in writing 
to Contracting Officer (see SF 1442, Block 8) not later than 7 days 
after receipt of notice of award. 

1. Full name (where practicable), title, phone number, and com¬ 
plete mailing address of responsible official(s), (a) to whom 
check payments are to be sent, and (b) who may be contacted 
concerning the bank account information requested below. 

2 . The following bank account information required to accomplish 
wire transfers: 



(a) Name, address, and telegraphic abbreviation of the re¬ 
ceiving financial institution. 

(b) Receiving financial institution's 9-digit American Bankers 
Association (ABA) identifying number for routing transfer 
of funds. (Provide this number only if the receiving 
financial institution has access to the Federal Reserve 
Communications System.) 

(c) Recipient's name and account number at the receiving 
financial institution to be credited with the funds. 

(d) If the receiving financial institution does not have 
access to the Federal Reserve Communications System, pro¬ 
vide the name of the correspondent financial institution 
through which the receiving financial institution receives 
electronic funds transfer messages. If a correspondent 
financial institution is specified, also provide: 

(1) Address and telegraphic abbreviation of the corres¬ 
pondent financial institution. 

(2) The correspondent financial institution's 9-digit ABA 
identifying number for routing transfer of funds. 

(3) Any changes to the information furnished under para¬ 
graph b. of this clause shall be furnished in writing 
to Contracting Officer (see SF 1442, Block 8) at 
least 30-days before the effective date of the 
change. It is the Contractor's responsibility to 
furnish these changes promptly to avoid payments to 
erroneous addresses or bank accounts. 

(4) The document furnishing the information required in 
paragraphs (2) and (3) must be dated and contain the 
signature, title, and telephone number of the Con¬ 
tractor official authorized to provide it, as well as 
the Contractor's name and contract number. 





SECTION H - SPECIAL CONTRACT REQUIREMENTS 

H-l. Performance o f Work by the Contractor (APR 1984) 

The Contractor shall perform on the site, and with its own organiza¬ 
tion, work equivalent to at least twenty (20) percent of the total 
amount of work to be performed under the contract. This percentage may 
be reduced by a supplemental agreement to this contract if, during 
performing the work, the Contractor requests a reduction and the 
Contracting Officer determines that the reduction would be to the 
advantage of the Government. 

REF: FAR 52.236-1, 36.501(b) 

H-2 Differing Site Conditions (APR 1984) 

a. The Contractor shall promptly, and before the conditions are 
disturbed, give a written notice to the Contracting Officer of (1) 
subsurface or latent physical conditions at the site which differ 
materially from those indicated in this contract, or (2) unknown 
physical conditions at the site, of an unusual nature, which differ 
materially from those ordinarily encountered and generally recog¬ 
nized as inhering in work of the character provided for in the 
contract. 

b. The Contracting Officer shall investigate the site conditions 
promptly after receiving the notice. If the conditions do mate¬ 
rially so differ and cause an increase or decrease in the Con¬ 
tractor's cost of, or the time required for, performing any part of 
the work under this contract, whether or not changed as a result of 
the conditions, an equitable adjustment shall be made under this 
clause and the contract modified in writing accordingly. 

c. No request by the Contractor for an equitable adjustment to the 
contract inder this clause shall be allowed, unless the Contractor 
has given the written notice required; provided, that the time 
prescribed in a. above for giving written notice may be extended by 
the Contracting Officer. 

d. No request by the Contractor for an equitable adjustment to the 
contract for differing site conditions shall be allowed if made 
after final payment under this contract. 

REF: FAR 52.236-2, 36.502 

H-3. Site Investigation and Condi ti ons Affecting the Work (APR 1984) 

a. The Contractor acknowledges that it has taken steps reasonably 
necessary to ascertain the nature and location of the work, and 
that it has investigated and satisfied itself as to the general and 
local conditions which can affect the work or its cost, including 
but not limited to (1) conditions bearing upon transportation, dis¬ 
posal, handling, and storage of materials; (2) the availability of 
labor, water, electric power, and roads; (3) uncertainties of 
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weather, river stages, tides, or similar physical conditions at the 
site; (4) the conformation and conditions of the ground; and (5) 
the character of equipment and facilities needed preliminary to and 
during work performance. The Contractor also acknowledges that it 
has satisfied itself as to the character, quality, and quantity of 
surface and subsurface materials or obstacles to be encountered 
insofar as this information is reasonably ascertainable from an 
inspection of the site, including all exploratory work done by the 
Government, as well as from the drawings and specifications made a 
part of this contract:. Any failure of the Contractor to take the 
actions described and acknowledged in this paragraph will not 
relieve the Contractor from responsibility for estimating properly 
the difficulty and cost of successfully performing the work, or for 
proceeding to successfully perform the work without additional 
expense to the Government. 

b. The Government assumes no responsibility for any conclusions or 
interpretations made by the Contractor based on the information 
made available by the Government. Nor does the Government assume 
responsibility for any understanding reached or representation made 
concerning conditions which can affect the work by any of its 
officers or agents before the execution of this contract, unless 
that understanding or representation is expressly stated in this 
contract. 

REF: FAR 52.236-3, 36.503 
1-4. Physical Data (APR 1984) 

Data and information furnished or referred to below is for the Con¬ 
tractor's information. The Government shall not be responsible for any 
interpretation of or conclusion drawn from the data or information by 
the Contractor. 

The indications of physical conditions on the drawings and in the spe¬ 
cifications are the result of site investigations by surface surveys 
and auger borings. 

REF: FAR 52.236-4, 36.504 

H-5. Material and Workmanship (APR 1984) 

a. All equipment, material, and articles incorporated into the work 
covered by this contract shall be new and of the most suitable 
grade for the purpose intended, unless otherwise specifically pro¬ 
vided in this contract. References in the specifications to equip¬ 
ment, material, articles, or patented processes by trade name, 
make, or catalog number, shall be regarded as establishing a stand¬ 
ard of quality and shall not be construed as limiting competition. 
The Contractor may, at its option, use any equipment, material, 
article, or process that, in the judgement of the Contracting 
Officer, is equal to that named in the specifications, unless 
otherwise specifically provided in this contract. 
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b. The Contractor shall obtain the Contracting Officer's approval of 
the machinery and mechanical and other equipment to be incorporated 
into the work. When requesting approval, the Contractor shall fur¬ 
nish to the Contracting Officer the name of the manufacturer, the 
model number, and other information concerning the performance, 
capacity, nature, and rating of the machinery and mechanical and 
other equipment. When required by this contract or by the Contrac¬ 
ting Officer, the Contractor shall also obtain the Contracting 
Officer's approval of the material or articles which the Contractor 
contemplates incorporating into the work. When requesting appro¬ 
val, the Contractor shall provide full information concerning the 
material or articles. When directed to do so, the Contractor shall 
submit samples for approval at the Contractor's expense, with all 
shipping charges prepaid. Machinery, equipment, material, and 
articles that do not have the required approval shall be installed 
or used at the risk of subsequent rejection. 

c. All work under this contract shall be performed in a skillfull and 
workmanlide manner. The Contracting Officer may require, in 
writing, that the Contractor remove from the work any employee the 
Contracting Officer deems incompetent, careless, or otherwise 
objectionable. 

REF: FAR 52.236-5, 36.505 

H-6. Superintendence by the Contractor (APR 1984) 

At all times during performance of this contract and until the work is 
completed and accepted, the Contractor shall directly superintend the 
work or assign and have on the work a competent superintendent who is 
satisfactory to the Contracting Officer and has authority to act for 
the Contractor. 

REF: FAR 52.236-6, 36.506 

H-7. Perm its and Responsibilities (APR 1984) 

The Contractor shall, without additional expense to the Government, be 
responsible for obtaining any necessary licenses and permits, and for 
complying with any Federal, State, and municipal laws, codes, and regu¬ 
lations applicable to the performance of the work. The Contractor 
shall also be responsible for all damages to persons or property that 
occur as a result of the Contractor's fault or negligence, and shall 
take proper safety and health precautions to protect the work, the 
workers, the public, and the property of others. The Contractor shall 
also be responsible for all materials delivered and work performed 
until completion and acceptance of the entire work, except for any com¬ 
pleted unit of work which may have been accepted under the contract. 


REF: FAR 52.236-7, 36.507 





H-8. Other Contracts (APR 1984) 

The Government may undertake or award other contracts for additional 
work at or near the site of the work under this contract. The Con¬ 
tractor shall fully cooperate with the other contractors and with 
Government employees and shall carefully adapt scheduling and perform¬ 
ing the work under this contract to accomodate the additional work, 
heeding any direction that may be provided by the Contracting Officer. 
The Contractor shall not commit or permit any act that will interfere 
with the performance of work by any other contractor or by Government 
employees. 

REF: FAR 52.236-8, 36.508 

H-9. Protection^o f Exis tin g Vegetation. Structures. Equipment. Utilities, 
and Improvements (APR 1984) 

a. The Contractor shall preserve and protect all structures, equip¬ 
ment, and vegetation (such as trees, shrubs, and grass) on or 
adjacent to the work site, which are not to be removed and which do 
not unreasonably interfere with the work required under this con¬ 
tract. The Contractor shall only remove trees when specifically 
authorized to do so, and shall avoid damaging vegetation that will 
remain in place. If any limbs or branches of trees are broken 
during contract performance, or by the careless operation of equip¬ 
ment, or by workmen, the Contractor shall trim: those limbs or 
branches with a clean cut and paint the cut with a tree-pruning 
compound as directed by the Contracting Officer. 

b. The Contractor shall protect from damage all existing improvements 
and utilities (1) at or near the work site and (2) on adjacent pro¬ 
perty of a third party, the locations of which are made known to or 
should be know by the Contractor. The Contractor shall repair any 
damage to those facilities, including those that are the property 
of a third party, resulting from failure to comply with the re¬ 
quirements of this contract or failure to exercise reasonable care 
in performing the work. If the Contractor fails or refuses to 
repair the damage prompltly, the Contracting Officer may have the 
necessary work performed and charge the cost to the Contractor. 

REF: FAR 52.236-9, 36.509 

H-10. Operations and Storage Areas (APR 1984) 

a. The Contractor shall confine all operations (including storage of 
materials) on Government premises to areas authorized or approved 
by the Contracting Officer. The Contractor shall hold and save the 
Government, its officers and agents, free and harmless from liabil¬ 
ity of any nature occasioned by the Contractor's performance. 

b. Temporary buildings (e.g., storage sheds, shops, offices) and util¬ 
ities may be erected by the Contractor only with approval of the 
Contracting Officer and shall be built with labor and materials 
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furnished by the Contractor without expense to the Government. The 
temporary buildings and utilities shall remain the property of the 
Contractor and shall be removed by the Contractor at its expense 
upon completion of the work. With the written consent of the Con¬ 
tracting Officer, the buildings and utilities may be abandoned and 
need not be removed. 

c. The Contractor shall, under regulations prescribed by the Con¬ 
tracting Officer, use only established roadways, or use temporary 
roadways constructed by the Contractor when and as authorized by 
the Contracting Officer. When materials are transported in prose¬ 
cuting the work, vehicles shall not be loaded beyond the loading 
capacity recommended by the manufacturer of the vehicle or pre¬ 
scribed by any Federal, State, or local law or regulation. When it 
is necessary to cross curbs or sidewalks, the Contractor shall 
protect them from damage. The Contractor shall repair or pay for 
the repair of any damaged curbs, sidewalks, or roads. 

REF: FAR 52.236-10, 36.510 

H-ll. Use and Po sse ssion Prior to Completion (APR 1984) 

a. The Government shall have the right to take possesion of or use any 
completed or partially completed part of the work. Before taking 
possession of or using any work, the Contracting Officer shall 
furnish the Contractor a list of items of work remaining to be per¬ 
formed or corrected on those portions of the work that the Govern¬ 
ment intends to take possession of or use. However, failure of the 
Contracting Officer to list any item of work shall not relieve the 
Contractor of responsibility for complying with the terms of the 
contract. The Government's possession or use shall not be deemed 
an acceptance of any work under the contract. 

b. While the Government has such possession or use, the Contractor 
shall be relieved of the responsibility for the loss of or damage 
to the work resulting from the Government's possession or use, 
notwithstanding the terms of the clause in this contract entitled 
"Permits and Responsibilities." If prior possession or use by the 
Government delays the progress of the work or causes additional 
expense to the Contractor, an equitable adjustment shall be made in 
the contract price or the time of completion, and the contract 
shall be modified in writing accordingly. 

REF: FAR 52.236-11, 36.511 

H-12. Cleaning Pp (APR 1984) 

The Contractor shall at all times keep the work area, including storage 
areas, free from accumulations of waste materials. Before completing 
the work, the Contractor shall remove from the work and premises any 
rubbish, tools, scaffolding, equipment, and materials that are not the 
property of the Government. Upon completing the work, the Contractor 



shall leave the work area in a clean, neat, and orderly condition sat¬ 
isfactory to the Contracting Officer. 

REF:: FAR 52.236-12, 36.512 
H-13. Accident Preven tion (APR 1934) 

a. In performing this contract, the Contractor shall provide for 
protecting the lives and health of employees and other persons; 
preventing damage to property, materials, supplies, and equipment, 
and avoiding work interruptions. For these purposes, the Con¬ 
tractor shall— 

1. Provide appropriate safety barricades, signs, and signal 
lights; 

2. Comply with the standards issued by the Secretary of Labor at 
29 C.FR Part 1926 and 29 CFR Part 1910; and 

3. Ensure that any additional measures the Contracting Officer 
determines to be reasonably necessary for this purpose are 
taken. 

b. If this contract is with any Department of Defense agency or com- 
penent, the Contractor shall comply with all pertinent provision of 
the D.S. Army Corps of Engineers Safety and Health Requirements 
Manual, EM 385-1-1, dated April 1981. 

c. The Contractor shall maintain an accurate record of exposure data 
on all accidents incident to work performed under this contract 
resulting in death, traumatic injury, occupational disease, or 
damage t:o property, materials, supplies, or equipment. The Con¬ 
tractor shall report this data in the manner prescribed by the 
Contracting Officer. 

d. The Contracting Officer shall notify the Contractor of any noncom¬ 
pliance with these requirements and of the corrective action 
required. This notice, when delivered to the Contractor or the 
Contractor's representative at the site of the work, shall be 
deemed sufficient notice of the noncompliance and corrective action 
required. After receiving the notice, the Contractor shall immedi¬ 
ately take corrective action. If the Contractor fails or refuses 
to take corrective action promptly, the Contracting Officer may 
issue an order stopping all or part of the work until satisfactory 
corrective action has been taken. The Contractor shall, not base 
any claim or request for equitable adjustment for additional time 
or money on any stop order issued under these circumstances. 

e. The Contractor shall be responsible for its subcontractor's compli¬ 
ance with this clause. 

f. Before commencing the work, the Contractor shall— 

1. Submit a written proposal for implementing this clause; and 
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2. Meet with representatives of the Contracting Officer to discuss 
and develop a mutual understanding relative to administration 
of the overall safety program. 

REF: FAR 52.236-13, 36.513 

Schedules for Construction Contract s (APR 1984) 

a. The Contractor shall, within five days after the work commences on 
the contract or another period of time determined by the Contract¬ 
ing Officer, prepare and submit to the Contracting Officer for 
approval three copies of a practicable schedule showing the order 
in which the Contractor proposes to perform the work, and the dates 
on which the Contractor contemplates starting and completing the 
several salient features of the work (including acquiring mate¬ 
rials, plant, and equipment). The schedule shall be in the form of 
a progress chart of suitable scale to indicate appropriately the 
percentage of work scheduled for completion by any given date 
during the period. If the Contractor fails to submit a schedule 
within the time prescribed, the Contracting Officer may withhold 
approval of progress payments until the Contractor submits the 
required schedule. 

b. The Contractor shall enter the actual progress on the chart as 
directed by the Contracting Officer, and upon doing so shall imme¬ 
diately deliver three copies of the annotated schedule to the 
Contracting Officer. If, in the opinion of the Contracting 
Officer, the Contractor fall behind the approved schedule, the 
Contractor shall take steps necessary to improve its progress, 
including those that may be required by the Contracting Officer, 
without additional cost to the Government. In this circumstance, 
the Contracting Officer may require the Contractor to increase the 
number of shifts, overtime operations, days of work, and/or the 
amount of construction plant, and to submit for approval any sup¬ 
plementary schedule or schedules in chart form as the Contracting 
Officer deems necessary to demonstrate how the approved rate of 
progress will be regained. 

c. Failure of the Contractor to comply with the requirements of the 
Contracting Officer under this clause shall be grounds for a deter¬ 
mination by the Contracting Officer that the Contractor is not 
prosecuting the work with sufficient diligence to ensure completion 
within the time specified in the contract. Dpon making this deter¬ 
mination, the Contracting Officer may terminate the Contractor's 
right to proceed with the work, or any separable part of it, in 
accordance with the default terms of this contract. 

REF: FAR 52.236-15, 36.515 

Specifications and Drawings for C onstr uction (APR 1984) 

a. The Contractor shall keep on the work site a copy of the drawings 
and specifications and shall at all times give the Contracting 
Officer access thereto. Anything mentioned in the specifications 




and not shown on the drawings, or shown on the drawings and not 
mentioned in the specifications, shall be of like effect as if 
shown or mentioned in both. In case of difference between drawings 
and specifications, the specifications shall govern. In case of 
discrepancy in the figures, in the drawings, or in the specifi¬ 
cations, the matter shall be promptly submitted to the Contracting 
Officer, who shall promptly make a determination in writing. Any 
adjustment by the Contractor without such a determination shall be 
at its own risk and expense. The Contracting Officer shall furnish 
from time to time such detailed drawings and other information as 
considered necessary, unless otherwise provided. 

b. Wherever in the specifications or upon the drawings the words 
"directed" "required", "ordered", "designated", "prescribed", or 
words of like import are used, it shall be understood that the 
direction", "requirement", "order", "designation", or "prescrip¬ 
tion", of the Contracting Officer is intended and similarly the 
words "approved", "acceptable", "satisfactory", or words of like 
import shall mean "approved by", or "acceptable to", or "satisfac¬ 
tory to" the Contracting Officer, unless otherwise expressly 
stated. 

c. Where "as shown", "as indicated", "as detailed", or words of simi¬ 
lar import are used, it shall be understood that the reference is 
made to the drawings accompanying this contract unless stated 
otherwise. The word "provided" as used herein shall be understood 
to mean "provide complete in place", that is "furnished and 
installed". 

d. Shop drawings means drawings, submitted to the Government by the 
Contractor, subcontractor, any lower tier subcontractor pursuant to 
a construction contract, showing in detail (1) the proposed fab¬ 
rication and assembly of structural elements and (2) the instal¬ 
lation (i.,e.» form, fit, and attachment details) of materials or 
equipment. It includes drawings, diagrams, layouts, schematics, 
descriptive literature, illustrations, schedules, performance and 
test data, and similar materials furnished by the Contractor to 
explain in detail specific portions of the work required by the 
contract. The Government may duplicate,, use, and disclose in any 
manner and for any purpose shop drawings delivered under this 
contract. 

e. If this contract requires shop drawings, the Contractor shall 
coordinate all such drawings, and review them for accuracy, com¬ 
pleteness, and compliance with contract requirements and shall 
indicate its approval theron as evidence of such coordination and 
review. Shop drawings submitted to the Contracting Officer without 
evidence of the Contractor's approval may be returned for resub¬ 
mission. The Contracting Officer will indicate an approval or 
disapproval of the shop drawings and if not approved as submitted 
shall indicate the Government's reasons therefor. Any work done 
before such approval shall be at the Contractor's risk. Approval! 
by the Contracting Officer shall not relieve the Contractor from 
responsibility for any errors or omissions in such drawings, nor 
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from responsibility for complying with the requirements of this 
contract except with respect to variations described and approved 
in accordance with f. below. 

f. If shop drawings show variations from the contract requirements, 
the Contractor shall describe such variations in writing, separate 
from the drawings, at the time of submission. If the Contracting 
Officer approves any such variation, the Contracting Officer shall 
issue an appropriate contract modification, except that, if the 
variation is minor or does not involve a change in price or in time 
of performance, a modification need not be issued. 

g. The Contractor shall submit to the Contracting Officer for approval 
four copies (unless otherwise indicated) of all shop drawings as 
called for under the various headings of these specifications. 

Three sets (unless otherwise indicated) of all shop drainings, will 
be retained by the Contracting Officer and one set will be returned 
to the Contractor. 

Further, If applicable as indicated by a checked block: 

[] (Alt. I) Upon completing the work under this contract, the Con¬ 
tractor shall furnish a complete set of all shop drawings as 
finally approved. These drawings shall show all changes and revi¬ 
sions made up to the time the equipment is completed and accepted. 

[] (Alt. II) Upon completing the work under this contract, the Con¬ 
tractor shall furnish _ sets of prints of all shop 

drawings as finally approved. These drawings shall show changes 
and revisions made up to the time the equipment is completed and 
accepted. 

h. This clause shall be included in all subcontracts at any tier. 

REF: FAR 52.236-21, 36.521 

H-16. Quantity Surveys (APR 1984) 

a. Quantity surveys shall be conducted, and the data derived from 
these surveys shall be used in computing the quantities of work 
performed and the actual construction completed and in place. 

b. The Government shall conduct the original and final surveys and 
make the computations based on them. The Contractor shall conduct 
the surveys for any periods for which progress payments are re¬ 
quested and shall make the computations based on these surveys. 

All surveys conducted by the Contractor shall be conducted under 
the direction of a representative of the Contracting Officer, 
unless the Contracting Officer waives this requirement in a 
specific instance. 

c. Promptly upon completing a survey, the Contractor shall furnish the 
originals of all field notes and all other records relating to the 
survey or to the layout of the work to the Contracting Officer, who 



shall use them as necessary to determine the amount of progress 
payments. The Contractor shall retain copies of all such material 
furnished to the Contracting Officer. 

REF: FAR 52.236-16, 36.516 

H-17. Layout of Work (APR 1984} 

The Contractor shall lay out its work from Government-established base 
lines and bench marks indicated on the drawings, and shall be respon¬ 
sible for all measurements in connection with the layout. The Con¬ 
tractor shall furnish, at its own expense, all stakes, templates, 
platforms, equipment, tools, materials, and labor required to lay out 
any part of the work. The Contractor shall be responsible for exe¬ 
cuting the work to the lines and grades that may be established or 
indicated by the Contracting Officer. The Contractor shall also be 
responsible for maintaining and preserving all stakes and other marks 
established by the Contracting Officer until authorized to remove 
them. If such marks are destroyed by the Contractor or through its 
negligence before their removal is authorized, the Contracting Officer 
may replace them and deduct the expense of the replacement from any 
amounts due or to become due to the Contractor. 

REF: FAR 52.236-17, 36.517 

1-18, WAGE RATES (APR 1984) 

Pursuant to the provisions of the Davis-Bacon Act, as amended (40 
U.S.C. 276a through 276a-7), the Secretary of Labor has determined that 
the wage rates and fringe benefits payments listed herein are pre¬ 
vailing for the described classes of labor and shall be the minimums to 
be paid under this contract by the Contractor and any subcontractors on 
the work. The Contractor shall abide by, and conform to all applicable 
laws, executive orders, rules, regulations and orders of Federal agen¬ 
cies authorized to pass upon and determine wage rates. No increase in 
contract price shall be allowed or authorized on account of payment of 
wage rates in excess of those shown in the attached DOL determination. 
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SECTION I - CONTRACT CLAUSES 
1-1. Definitions (APR 1984) 

a. "lead of the agency" (also called "agency head") or "Secretary" 
means the Secretary (or Attorney General, Administrator, Governor, 
Chairperson, or other chief official, as appropriate) of the agency 
including any deputy or assistant chief official of the agency, 
and, in the Department of Defense, the Under Secretary and any 
Assistant Secretary of the Departments of the Army, Navy, and Air 
Force and the Director and Deputy Director of Defense agencies; and 
the term "authorized representative" means any person, persons, or 
board (other than the Contracting Officer) authorized to act for 
the head of the agency or Secretary. 

b. "Contracting Officer" means a person with the authority to enter 
into, administer, and/or terminate contracts and make related 
determinations and findings. The term includes certain authorized 
representatives of the Contracting Officer acting within the limits 
of their authority as delegated by the Contracting Officer. 

c. Except as otherwise provided in this contract, the term "subcon¬ 
tracts" includes, but is not limited to, purchase orders and 
changes and modifications to purchase orders under this contract. 

REF: FAR 52.202-1, 2.2 

1-2. Official s Not to Benefit (APR 1984) 

No member of or delegate to Congress, or resident commissioner, shall 
be admitted to any share or part of this contract, or to any benefit 
arising from it. However, this clause does not apply to this contract 
to the extent that this contract is made with a corporation for the 
corporation's general benefit. 

REF: FAR 52.203-1, 3.102-2 

1-3. Gratuities (APR 1984) 

a. The right of the Contractor to proceed may be terminated by written 
notice if, after notice and hearing, the agency head or a designee 
determines that the Contractor, its agent, or another representa¬ 
tive— 

1. Offered or gave a gratuity (e.g., an entertainment or gift) to 
an officer, official, or employee of the Government; and 

2. Intended, by the gratuity, to obtain a contract or favorable 
treatment under a contract. 

b. The facts supporting this determination may be reviewed by any 
court having lawful jurisdiction. 
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c. If this contract is terminated under paragraph a. above, the Gov¬ 
ernment is entitled— 

1. To pursue the same remedies as in a breach of the contract; and 

2. In addition to any other damages provided by law, to exemplary 
damages of not less than 3 nor more than 10 times the cost 
incurred by the Contractor in giving gratuities to the person 
concerned, as determined by the agency head or a designee. 

(This subparagraph c.2. is applicable only if this contract 
uses money appropriated to the Department of Defense.) 

d. The rights and remedies of the Government provided in this clause 
shall not be exclusive and are in addition to any other rights and 
remedies provided by law or under this contract. 

REF:: FAR 52.203-3, 3.202 
1-4. Covena nt Against Contingent Fees (APR 1984) 

a. The Contractor warrants that no person or agency has been employed 
or retained to solicit or obtain this contract upon an agreement or 
understanding for a contingent fee, except a bona fide employee or 
agency. For breach or violation of this warranty, the Government 
shall have the right to annul this contract without liability or, 
in Its discretion, to deduct from the contract price or consider¬ 
ation, or otherwise recover, the full amount of the contingent 
fee. 

b. "Bona fide agency," as used in this clause, means an established 
commercial or selling agency, maintained by a contractor for the 
purpose of securing business, that neither exerts nor proposes to 
exert improper influence to solicit or obtain Government contracts 
nor holds itself out as being able to obtain any Government con¬ 
tract or contracts through improper influence. 

"Bona fide employee," as used in this clause, means a person, 
employed by a contractor and subject to the contractor's super¬ 
vision and control as to time, place, and manner of performance, 
who neither exerts nor proposes to exert improper influence to 
solicit or obtain Government contracts nor holds out as being able 
to obtain any Government contract or contracts through improper 
influence. 

"Contingent fee," as used in this clause, means any commission, 
percentage, brokerage, or other fee that is contingent upon the 
success that a person or concern has in securing a Government 
contract. 

"Improper influence," as used in this clause, means any influence 
that induces or tends to induce a Government employee or officer to 
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give consideration or to act regarding a Government contract on any 
basis other than the merits of the matter. 

REF: FAR 52.203-5, 3.404(C) 

1-5. Utilization of Sm al l Business Concerns a nd Small Disadvantaged Business 

Concerns (APR 1984) 

a. It is the policy of the United States that small business concerns 
and small business concerns owned and controlled by socially and 
economically disadvantaged individuals shall have the maximum prac¬ 
ticable opportunity to participate in performing contracts let by 
any Federal agency. 

b. The Contractor hereby agrees to carry out this policy in the award¬ 
ing of subcontracts to the fullest extent consistent with efficient 
contract performance. The Contractor further agrees to cooperate 
in any studies or surveys as may be conducted by the United States 
Small Business Administration or the awarding agency of the United 
States as may be necessary to determine the extent of the Contrac¬ 
tor's compliance with this clause. 

c. As used in this contract, the term "small business concern" shall 
mean a small business as defined pursuant to section 3 of the Small 
Business Act and relevant regulations promulgated pursuant 
thereto. The term "small business concern owned and controlled by 
socially and economically disadvantaged individuals" shall mean a 
small business concern. 

1. Which is at least 51 percent owned by one or more socially and 
economically disadvantaged individuals; or, in the case of any 
publicly owned business, at least 51 per centum of the stock of 
which is owned by one or more socially and economically dis¬ 
advantaged individuals; and 

2. Whose management and daily business operations are controlled 
by one or more of such individuals. 

The Contractor shall presume that socially and economically 
disadvantaged individuals include Black Americans, Hispanic 
Americans, Native Americans, Asian-Pacific Americans, Asian- 
Indian Americans and other minorities, or any other individual 
found to be disadvantaged by the Administration pursuant to 
section 8(a) of the Small Business Act. 

d. Contractors acting in good faith may rely on written representa¬ 
tions by their subcontractors regarding their status as either a 
small business concern or a small business concern owned and con¬ 
trolled by socially and economically disadvantaged individuals. 


REF: FAR 52.219-8, 19.708(a) 
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Utilization of Wom en-ow ned Sma ll Businesse s (APR 1984) 



a. "Women-owned small businesses," as used in this clause, means busi¬ 
nesses that are at least 51 percent owned by women who are United 
States citizens and who also control and operate the business. 

"Control," as used in this clause, means exercising the power to 
make policy decisions. 

"Operate," as used in this clause, means being actively involved in 
the day-to-day management of the business., 

b. It is the policy of the United States that; women-owned small busi¬ 
nesses shall have the maximum practicable opportunity to parti¬ 
cipate in performing contracts awarded by any Federal agency. 

c. The Contractor agrees to use its best efforts to give women-owned 
small businesses the maximum practicable opportunity to participate 
in the subcontracts it awards to the fullest extent consistent with 
the efficient performance of its contract.. 

REF; FAR 52.219-13, 19.902 

1 - 7 . Utiliza t ion o f L ab or. Su rpl us Area Concerns (APR 1984) 

a. Applicability. This clause is applicable if this contract exceeds 

the appropriate small purchase limitation in Part 13 of the Federal 

Acquisition Regulation. 

b. Policy. It is the policy of the Government to award contracts to 
concerns that agree to perform substantially in labor surplus areas 
(LSAs) when this can be done consistent with the efficient perfor¬ 
mance of the contract and at prices no higher than are obtainable 
elsewhere. The Contractor agrees to use its best efforts to place 
subcontracts in accordance with this policy. 

c. Order of preference. In complying with paragraph b. above and with 

paragraph c. of the clause of this contract entitled Utilization of 

Small Business Concerns and Small Disadvantaged Business Concerns, 
the Contractor shall observe the following order of preference in 
awarding subcontracts: (1) small business concerns that are LSA 
concerns, (2) other small business concerns, and (3) other LSA 
concerns. 

d. Definitions. "Labor surplus area," as used in this clause, means a 
geographical area identified by the Department of Labor in accord¬ 
ance with 20 CFR 654, Subpart A, as an area of concentrated unem¬ 
ployment or underemployment or an area of labor surplus. 

"Labor surplus area concern," as used in this clause, means a con¬ 
cern that together with its first-tier subcontractors will perform 
substantially in labor surplus areas. Performance is substantia lly 
in labor surplus areas if the costs incurred under the contract on 



account of manufacturing, production, or performance of appropriate 
services in labor surplus areas exceed 50 percent of the contract 
price. 

REF: FAR 52.220-3, 20.302(a) 

1-8. Convict Labor (APR 1984) 

The Contractor agrees not to employ any person undergoing sentence of 

imprisonment in performing this contract except as provided by 18 

U.S.C. 4082(c)(2) and Executive Order 11755, December 29, 1973. 

REF:FAR 52.222-3, 22.202 
1-9. Davis-Bacon Act (APR 1984) 

a. All laborers and mechanics employed or working upon the site of the 
work (or under the United States Housing Act of 1937 or under the 
Housing Act of 1949 in the construction or development of the pro¬ 
ject), will be paid unconditionally and not less often than once a 
week, and without subsequent deduction or rebate on any account 
(except such payroll deductions as are permitted by regulations 
issued by the Secretary of Labor under the Copeland Act (29 CFR 
Part 3)), the full amount of wages and bona fide fringe benefits 
(or cash equivalents thereof) due at time of payment computed at 
rates not less than those contained in the wage determination of 
the Secretary of Labor which is attached hereto and made a part 
hereof, regardless of any contractual relationship which may be 
alleged to exist between the Contractor and such laborers and 
mechanics. Contributions made or costs reasonably anticipated for 
bona fide fringe benefits under section 1(b)(2) of the Davis-Bacon 
Act on behalf of laborers or mechanics are considered wages paid to 
such laborers or mechanics, subject to the provisions of paragraph 
d. of this clause; also, regular contributions made or costs 
incurred for more than a weekly period (but not less often than 
quarterly) under plans, funds, or programs which cover the par¬ 
ticular weekly period, are deemed to be constructively made or 
incurred during such weekly period. Such laborers and mechanics 
shall be paid the appropriate wage rate and fringe benefits on the 
wage determination for the classification of work actually per¬ 
formed, without regard to skill, except as provided in the clause 
entitled "Apprentices and Trainees." Laborers or mechanics per¬ 
forming work in more than one classification may be compensated at 
the rate specified for each classification for the time actually 
worked therein: Provided . that the employer's payroll records 
accurately set forth the time spent in each classification in which 
work is performed. The wage determination (including any addi¬ 
tional classification and wage rates conformed under paragraph b. 
of this clause) and the Davis-Bacon poster (WH-1321) shall be 
posted at all times by the Contractor and its subcontractors at the 
site of the work in a prominent and accessible place where it can 
be easily seen by the workers. 




b. 1. The Contracting Officer shall require that any class of 

laborers or mechanics which is not listed in the wage deter¬ 
mination and which is to be employed under the contract shall 
be classified in conformance with the wage determination. The 
Contracting Officer shall approve an additional classification 
and wage rate and fringe benefits therefore only when the fol¬ 
lowing criteria have been met: 

(a) The work to be performed by the classification requested 
is not performed by a classification in the wage deter¬ 
mination; and 

(b) The classification is utilized in the area by the con¬ 
struction industry; and 

(c) The proposed wage rate, including any bona fide fringe 
benefits, bears a reasonable relationship to the wage 
rates contained in the wage determination. 

2. If the Contractor and the laborers and mechanics to be employed 
in the classification (if known), or their representatives, and 
the Contracting Officer agree on the classification and wage 
rate (including the amount designated for fringe benefits where 
appropriate), a report of the action taken shall be sent by the 
Contracting Officer to the Administrator of the Wage and Hour 
Division, Employment Standards Administration, U.S. Department 
of Labor, Washington, D.C. 20210. The Administrator of the 
Wage and Hour Division, or an authorized representative, will 
approve, modify, or disapprove every additional classification 
action within .30 days of receipt and so advise the Contracting 
Officer or will notify the Contracting Officer within the 
30-day period that additional time is necessary. 

3. In the event the Contractor, the laborers or mechanics to be 
employed in the classification or their representatives, and 
the Contracting Officer do not agree on the proposed classi¬ 
fication and wage rate (including the amount designated for 
fringe benefits, where appropriate), the Contracting Officer 
shall refer the questions, including the views of all inter¬ 
ested parties and the recommendation of the Contracting 
Officer, to the Administrator for determination. The Admin¬ 
istrator of the Wage and Hour Division, or an authorized 
representative, wall issue a determination within 30 days of 
receipt and so advise the Contracting Officer or will notify 
the Contracting Officer within the 30-day period that addi¬ 
tional time is necessary. 

4. The wage rate (including fringe benefits where appropriate) 
determined pursuant to subparagraphs b.2. or b.3. of this 
clause, shall be paid to all workers performing work in the 
classification under this contract from the first day on which 
work is performed in the classification. 
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c. Whenever the minimum wage rate prescribed in the contract for a 
class of laborers or mechanics includes a fringe benefit which is 
not expressed as an hourly rate, the Contractor shall either pay 
the benefit as stated in the wage determination or shall pay 
another bona fide fringe benefit or an hourly cash equivalent 
thereof. 

d. If the Contractor does not make payments to a trustee or other 
third person, the Contractor may consider as part of the wages of 
any laborer or mechanic the amount of any costs reasonably anti¬ 
cipated in providing bona fide fringe benefits under a plan or 
program. Provided . that the Secretary of Labor has found, upon the 
written request of the Contractor, that applicable standards of the 
Davis-Bacon Act have been met. The Secretary of Labor may require 
the Contractor to set aside in a separate account assets for the 
meeting of obligations under the plan or program. 

e. Paragraphs a. through d. of the clause shall apply to this contract 
to the extent that it is (1) a prime contract with the Government 
subject to the Davis-Bacon Act, or (2) a subcontract also subject 
to the Davis-Bacon Act under such prime contract. 

REF: FPR Temp. Reg. 70 

I-10. Contract Work Ho urs and Safety Standards Act—Overtime Compensation- 
Construction (APR 1984) 

This contract is subject to the Contract Work Hours and Safety Stand¬ 
ards Act and to the applicable rules, regulations, and interpretations 
of the Secretary of Labor. 

a. Overtime requirements. No Contractor or subcontractor contracting 
for any part of the contract work which may require or involve the 
employment of laborers or mechanics shall require or permit any 
such laborer or mechanic in any workweek in which he or she is 
employed on such work to work in excess of 8 hours in any calendar 
day or in excess of forty hours in such workweek, unless such 
laborer or mechanic receives compensation at a rate not less than 
one and one-half times the basic rate of pay for hours worked in 
excess of 8 hours in any calendar day or in excess of forty hours 
in such workweek, whichever is greater. 

b. Violation; liability for unpaid wages; liquidated damages. In the 
event of any violation of the provisions set forth in paragraph a. 
of this clause, the Contractor and any subcontractor responsible 
therefore shall be liable for the unpaid wages. In addition, such 
Contractor and subcontractor shall be liable to the United States 
(in the case of work done under contract for the District of Colum¬ 
bia or a territory, to such District or to such territory) for 
liquidated damages. Such liquidated damages shall be computed with 
respect to each individual laborer or mechanic, including watchmen 
and guards, employed in violation of the provisions set forth in 
paragraph a. of this clause, in the sum of $10 for each calendar 



day for which such individual was required or permitted to work in 
excess of 8 hours or in excess of the standard workweek of 40 hours 
without payment of the overtime wages required by provisions set 
forth in paragraph a. of this clause. 

c. Withholding for unpaid wages and liquidated damages. The Contract¬ 
ing Officer shall upon his/her own action or upon written request 
of an authorized representative of the Department of Labor withhold 
or cause to be withheld, from any moneys payable on account of work 
performed by the Contractor or subcontractor under any such con¬ 
tract or any other Federal contract with the same Prime Contractor, 
or any other Federally-assisted contract subject to the. Contract 
Work Hours and Safety Standards Act which is held by the same Prime 
Contractor, such sums as may be determined to be necessary to sat¬ 
isfy any liabilities of such contractor or subcontractor for unpaid 
wages and liquidated damages as provided in the provisions set 
forth in paragraph a. of this clause. 

d. Subcontracts. The Contractor or subcontractor shall insert in any 
subcontracts the provisions set forth in paragraphs a. through d. 
of this clause and also a clause requiring the subcontractors to 
include these provisions in any lower tier subcontracts. The Prime 
Contractor shall be responsible for compliance by any subcontractor 
or lower tier subcontractor with the provision set forth in para¬ 
graphs a. through d. of this clause. 

REF: FPR Temp. Reg. 70 
1-11. Appre ntices and Trainees (APR 1984) 

a. Apprentices. Apprentices will be permitted to work at less than 
the predetermined rate for the work they performed when they are 
employed pursuant to and individually registered in a bona fide 
apprenticeship program registered with the II.S. Department of 
Labor, Employment and Training Administration, Bureau of Appren¬ 
ticeship and Training, or with a State Apprenticeship Agency recog¬ 
nized by the Bureau, or if a person is employed in his or her first 
90 days of probationary employment as an apprentice in such an 
apprenticeship program, who is not individually registered in the 
program,, but who has been certified by the Bureau of Apprenticeship 
and Training or a State Apprenticeship Agency (where appropriate) 
to be eligible for probationary employment as an apprentice. The 
allowable ratio of apprentices to journeymen on the job site in any 
craft classification shall not be greater than the ratio permitted 
to the Contractor as to the entire work force under the registered 
program. Any worker listed on a payroll at an apprentice wage 
rate, who is not registered or otherwise employed as stated above 
shall be paid not less than the applicable wage rate on the wage 
determination for the classification of work actually performed. 

In addition, any apprentice performing work on the job site in 
excess of the ratio permitted under the registered program shall be 
paid not: less than the applicable wage rate on the wage 
determination for the work actually performed. Where a 



Contractor is performing construction on a project in a locality 
other than that in which its program is registered, the ratios and 
wage rates (expressed in percentages of the journeyman's hourly 
rate) specified in the Contractor's or subcontractor's registered 
program shall be observed. Every apprentice must be paid at not 
less than the rate specified in the registered program for the 
apprentice's level of progress, expressed as a percentage of the 
journeymen hourly rate specified in the applicable wage deter¬ 
mination. Apprentices shall be paid fringe benefits in accordance 
with the provisions of the apprenticeship program. If the appren¬ 
ticeship program does not specify fringe benefits, apprentices must 
be paid the full amount of fringe benefits listed on the wage 
determination for the applicable classification. If the Adminis¬ 
trator determines that a different practice prevails for the 
applicable apprentice classification, fringes shall be paid in 
accordance with that determination. In the event the Bureau of 
Apprenticeship and Training, or a State Apprenticeship Agency 
recognized by the Bureau, withdraws approval of an apprenticeship 
program, the Contractor will no longer be permitted to utilize 
apprentices at less than the applicable predetermined rate for the 
work performed until an acceptable program is approved. 

Trainees. Except as provided in 29 CFR 5.16, trainees will not be 
permitted to work at less than the predetermined rate for the work 
performed unless they are employed pursuant to and individually 
registered in a program which has received prior approval, evi¬ 
denced by formal certification by the U.S. Department of Labor, 
Employment and Training Administration. The ratio of trainees to 
journeymen on the job site shall not be greater than permitted 
under the plan approved by the Employment and Training Adminis¬ 
tration. Every trainee must be paid at not less than the rate 
specified in the approved program for the trainee's level of pro¬ 
gress, expressed as a percentage of the journeyman hourly rate 
specified in the applicable wage determination. Trainees shall be 
paid fringe benefits in accordance with the provisions of the 
trainee program. If the trainee program does not mention fringe 
benefits, trainees shall be paid the full amount of fringe benefits 
listed on the wage determination unless the Administrator of the 
Wage and Hour Division determines that there is an apprenticeship 
program associated with the corresponding journeyman wage rate on 
the wage determination which provides for less than full fringe 
benefits for apprentices. Any employee listed on the payroll at a 
trainee rate who is not registered and participating in a training 
plan approved by the Employment and Training Administration shall 
be paid not less than the applicable wage rate on the wage deter¬ 
mination for the classification of work actually performed. In 
addition, any trainee performing work on the job site in excess of 
the ratio permitted under the registered program shall be paid not 
less than the applicable wage rate on the wage determination of the 
work actually performed. In the event the Employment and Training 
Administration withdraws approval of a training program, the Con¬ 
tractor will no longer be permitted to utilize trainees at less 
than the applicable predetermined rate for the work performed until 
an acceptable program is approved. 



c. Equal employment opportunity. The utilization of apprentices, 

trainees and journeymen under this part shall be in conformity with 
the equal employment opportunity requirements of Executive Order 
11246, as amended, and 29 CFR Fart 30. 

REF: FPR Temp. Reg. 70 
1-12. Payrolls and Ba sic Records (APR 1984) 

a. Payrolls and basic records relating thereto shall be maintained by 
the Contractor during the course of the work and preserved for a 
period of 3 years thereafter for all laborers and mechanics working 
at the site of the work (or under the United States Housing Act of 
1937, or under the Housing Act of 1949, in the construction or 
development of the project). Such records shall contain the name, 
address, and social security number of each such worker, his or her 
correct classification, hourly rates of wages paid (including rates 
of contributions or costs anticipated for bona fide fringe benefits 
or cash equivalents thereof of the types described in section 1(b) 
(2)(B) of the Davis-Bacon Act), daily and weekly number of hours 
worked, deductions made and actual wages paid. Whenever the Secre¬ 
tary of Labor has found under paragraph d. of the clause entitled 
"Davis-Bacon Act" that the wages of any laborer or mechanic include 
the amount of any costs reasonably anticipated in providing bene¬ 
fits under a plan or program described in section 1(b)(2)(B) of the 
Davis-Bacon Act, the Contractor shall maintain records which show 
that the commitment to provide such benefits is enforceable, that 
the plan or program is financially responsible, and that the plan 
or program has been communicated in writing to the laborers or 
mechanics affected, and records which show the costs anticipated or 
the actual cost incurred in providing such benefits. Contractors 
employing apprentices or trainees under approved programs shall 
maintain written evidence of the registration of apprenticeship 
programs and certification of trainee programs, the registration of 
the apprentices and trainees, and the ratios and wage rates pre¬ 
scribed in the applicable programs. 

b. 1. The contractor shall submit weekly for each week in which any 

contract work is performed a copy of all payrolls to the Con¬ 
tracting Officer if the agency is a party to the contract, but 
if the agency is not such a party, the Contractor will submit 
the payrolls to the applicant, sponsor, or owner, as the case 
may be, for transmission to the Contracting Officer. The pay¬ 
rolls submitted shall set out accurately and completely all of 
the information required to be maintained under paragraphs a. 
of this clause. The information may be submitted in any form 
desired. Optional Form WH-347 is available for this purpose 
and may be purchased from the Superintendent of Documents, 
Government Printing Office. The Contractor is responsible for 
the submission of copies of payrolls by all subcontractors. 

2. Each payroll submitted shall be accompanied by a "Statement of 
Compliance," signed by the Contractor or subcontractor or his 



or her agent who pays or supervises the payment of the persons 
employed under the contract and shall certify the following: 

(a) That the payroll for the payroll period contains the in¬ 
formation required to be maintained under paragraph a. of 
this clause entitled "Payrolls and Basic Records" and that 
such information is correct and complete; 

(b) That each laborer or mechanic (including each helper, 
apprentice, and trainee) employed on the contract during 
the payroll period has been paid the full weekly wages 
earned, without rebate, either directly or indirectly, and 
that no deductions have been made either directly or 
indirectly from the full wages earned, other than per¬ 
missible deductions as set forth in Regulations, 29 CFR 
Part 3; 

(c) That each laborer or mechanic has been paid not less than 
the applicable wage rates and fringe benefits or case 
equivalents for the classification of work performed, as 
specified in the applicable wage determination incorpor¬ 
ated into the contract. 

3. The weekly submission of a properly executed certification set 
forth on the reverse side of Optional Form WH-347 shall satisfy 
the requirement for submission of the "Statement of Compliance" 
required by paragraph b.2. of this clause. 

4. The falsification of any of the above certifications may sub¬ 
ject the Contractor or subcontractor to civil or criminal 
prosecution under Section 1001 of Title 18 and Section 231 of 
Title 31 of the United States Code. 

c. The Contractor or subcontractor shall make the records required 
under paragraph a. of this clause available for inspection, 
copying, or transcription by the Contracting Officer or the Depart¬ 
ment of Labor or their authorized representatives. The Contractor 
and subcontractors shall permit such representatives to interview 
employees during working hours on the job. If the Contractor or 
subcontractor fails to submit the required records or to make them 
available, the Contracting Officer may, after written notice to the 
Contractor, take such action as may be necessary to cause the sus¬ 
pension of any further payment, advance, or guarantee of funds. 
Furthermore, failure to submit the required records upon request or 
to make such records available may be grounds for debarment action 
pursuant to 29 CFR 5.12. 

REF: FPR Temp. Reg. 70 
1-13. Witholding of Funds (APR 1984) 

The Contracting Officer shall upon his/her own action or upon written 

request of an authorized representative of the Department of Labor 



withhold or cause to be withheld from the Contractor under this con¬ 
tract or any other Federal contract with the same Prime Contractor, or 
any other Federally-assisted contract subject to Davis-Bacon prevailing 
wage, requirements which is held by the same Prime Contractor, so much 
of the accrued payments or advances as may be considered necessary to 
pay laborers and mechanics, including apprentices, trainees, and 
helpers, employed by the Contractor or any subcontractor the full 
amount of wages required by the contract. In the event of failure to 
pay any laborer or mechanic, including any apprentice, trainee, or 
helper, employed or working on the site of the work (or under the 
United States Bousing Act of 1937 or under the Housing Act of .1949 in 
the construction or development of the project), all or part of the 
wages required by the contract, the Contracting Officer may, after 
written notice to the Prime Contractor, sponsor, applicant, or owner, 
take such action as may be necessary to cause the suspension of any 
further payment, advance, or guarantee of funds until such violations 
have ceased.. 

REF:: FPR Temp. Reg. 70 

1-14. Subcontracts (APR 1984) 

The Contractor or subcontractor shall insert in any subcontracts the 
clauses entitled "Davis-Bacon Act," "Contract Work Hours and Safety 
Standards Act-Overtime Compensation," "Apprentices and Trainees," "Pay¬ 
rolls and Basic Records," "Compliance with Copeland Act Requirements," 
"Withholding," "Subcontracts," "Contract Termination-Debarment," "Dis¬ 
putes Concerning Labor Standards," "Compliance With Davis-Bacon and 
Related Act Requirements," and "Certification of Eligibility," and such 
other clauses as the Contracting Officer may by appropriate instruc¬ 
tions require, and also a clause requiring the subcontractors to 
include these clauses in any lower tier subcontracts. The Prime Con¬ 
tractor shall be responsible for compliance by any subcontractor or 
lower tier subcontractor with all the contract clauses cited above. 

REF; FPR Temp. Reg. 70 

1-15. Compliance W i th Copela nd Re gulations (APR 1984) 

The Contractor shall comply with the requirements of 29 CFR Part 3, 
which are incorporated by reference in this contract. 

REF: FPR Temp. Reg. 70 

1-16. Disputes Concerning Labor Standards (APR 1984) 

Disputes arising out of the labor standards provisions of this contract 
shall not be subject to the general disputes clause of this contract. 
Such disputes shall be resolved in accordance with the procedures of 
the Department, of Labor set forth in 29 CFR Parts 5, 6 and 7. Disputes 
within the meaning of this clause include disputes between the 



Contractor (or any of its subcontractors) and the contracting agency, 
the U.S. Department of Labor, or the employees or their representa¬ 
tives . 

REF: FPR Temp. Reg. 70 

1-17. Contract Termination ; Debarment (APR 1984) 

A breach of the contract clauses entitled "Davis-Bacon Act,” "Contract 
Work Hours and Safety Standards Act-Overtime Compensation," "Appren¬ 
tices and Trainees," "Payrolls and Basic Records," "Compliance with 
Copeland Act Requirements," "Subcontracts," "Compliance with Davis- 
Bacon and Related Act Requirements," and "Certification of Eligi¬ 
bility," may be grounds for termination of the contract, and for 
debarment as a contractor and a subcontractor as provided in 29 CFR 
5.12. 

REF: FPR Temp. Reg. 70 

1-18. Compliance With Davis-Bacon and Related Act Requirements (APR 1984) 

All rulings and interpretations of the Davis-Bacon and Related Acts 
contained in 29 CFR Parts 1, 3, and 5 are herein incorporated by refer¬ 
ence in this contract. 

REF; FPR Temp. Reg. 70 

1-19. Certification of Eligibility (APR 1984) 

a. By entering into this contract, the Contractor certifies that 
neither it (nor he or she) nor any person or firm who has an inter¬ 
est in the Contractor's firm is a person or firm ineligible to be 
awarded Government contracts by virtue of section 3(a) of the 
Davis-Bacon Act or 29 CFR 5.12 (a)(1). 

b. No part of this contract shall be subcontracted to any person or 
firm ineligible for award of a Government contract by virtue of 
section 3(a) of the Davis-Bacon Act or 29 CFR 5.12 (a)(1). 

c. The penalty for making false statements is prescribed in the U.S. 
Criminal Code, 18 U.S.C. 1001. 

REF: FPR Temp. Reg. 70 

1-20. Equal Opportunity (APR 1984) 

a. If, during any 12-month period (including the 12 months preceding 
the award of this contract), the Contractor has been or is awarded 
nonexempt Federal contracts and/or subcontracts that have an aggre¬ 
gate value in excess of $10,000, the Contractor shall comply with 
subparagraphs b.l. through 11. below. Upon request, the Contractor 
shall provide information necessary to determine the applicability 
of this clause. 




b. During performing this contract, the Contractor agrees as follows: 

1. The Contractor shall not discriminate against any employee or 
applicant for employment because of race, color, religion, sex, 
or national origin. 

2. The Contractor shall take affirmative action to ensure that 
applicants are employed, and that employees are treated during 
employment, without regard to their race, color, religion, sex, 
or national origin. This shall include, but not be limited to, 
(a) employment, (b> upgrading, (c) demotion, (d) transfer, (e) 
recruitment or recruitment advertising, (f) layoff or termina- 
tion, (g) rates of pay or other forms of compensation, and (h) 
selection for training, including apprenticeship. 

3. The Contractor shall post in conspicuous places available to 
employees and applicants for employment the notices to be pro™ 
vided by the Contracting Officer that explain this clause. 

4. The Contractor shall, in all solicitations or advertisement for 
employees placed by or on behalf of the Contractor, state that 
all qualified applicants will receive consideration for employ¬ 
ment without regard to race, color, religion, sex, or national 

origin. 

5 . The Contractor shall send, to each labor union or representa¬ 
tive of workers with which it has a collective bargaining 
agreement or other contract or understanding, the notice to be 
provided by the Contracting Officer advising the labor union or 
workers' representative of the Contractor's commitments under 
this clause, and post copies of the notice in conspicuous 
places available to employees and applicants for employment. 

6. The Contractor shall comply with Executive Order 11246, as 
amended, and the rules, regulations, and orders of the Secre¬ 
tary of Labor. 

7. The Contractor shall furnish to the contracting agency all 
information required by Executive Order 11246, as amended, and 
by the rules, regulations, and orders of the Secretary of 
Labor. Standard Form 100 (EEO-1), or any successor form, is 
the prescribed form to be filed within 30 days following the 
award, unless filed within 12 months preceding the date of 
award. 

8. The Contractor shall permit access to its books, records, and 
accounts by the contracting agency or the Office of Federal 
Contract Compliance Programs (OFCCP) for the purposes of inves¬ 
tigation to ascertain the Contractor's compliance with the 
applicable rules, regulations, and orders. 

9. If the OFCCP determines that the Contractor is not in compli¬ 
ance with this clause or any rule, regulation, or order of the 
Secretary of Labor, this contract may be canceled, terminated, 



or suspended in whole or in part and the Contractor may be de¬ 
clared ineligible for further Government contracts, under the 
procedures authorized in Executive Order 11246, as amended. In 
addition, sanctions may be imposed and remedies invoked against 
the Contractor as provided in Executive Order 11246, as 
amended, the rules, regulations, and orders of the Secretary of 
Labor, or as otherwise provided by law. 

10. The Contractor shall include the terms and conditions of sub- 
paragraph b.l. through 11. of this clause in every subcontract 
or purchase order that is not exempted by the rules, regula¬ 
tions, or orders of the Secretary of Labor issued under 
Executive Order 11246, as amended, so that these terms and 
conditions will be binding upon each subcontractor or vendor. 

11. The Contractor shall take such action with respect to any sub¬ 
contract or purchase order as the contracting agency may direct 
as a means of enforcing these terms and conditions, including 
sanctions for noncompliance; provided, that if the Contractor 
becomes involved in, or is threatened with, litigation with a 
subcontractor or vendor as a result of any direction, the Con¬ 
tractor may request the United States to enter into the liti¬ 
gation to protect the interests of the United States. 

c. Notwithstanding any other clause in this contract, disputes rela¬ 
tive to this clause will be governed by the procedures in 41 CFR 
60-1.1. 

REF: FAR 52.222-26, 22.810(e) 

1-21. Affirmative Action Compliance Requirements for Construction (APR 1984) 

a. Definitions. "Covered area," as used in this clause, means the 
geographical area described in the solicitation for this contract. 

"Director," as used in this clause, means Director, Office of Fed¬ 
eral Contract Compliance Programs (OFCCP), United States Department 
of Labor, or any person to whom the Director delegates authority. 

"Employer identification number," as used in this clause, means the 
Federal Social Security number used on the employer's quarterly 
federal tax return, U.S. Treasury Department Form 941. 

"Minority," as used in this clause, means— 

1. American Indian or Alaskan Native (all persons having origins 
in any of the original peoples of North America and maintaining 
identifiable tribal affiliations through membership and parti¬ 
cipation or community identification). 

2. Asian and Pacific Islander (all persons having origins in any 
of the original peoples of the Far East, Southeast Asia, the 
Indian Subcontinent, or the Pacific Islands); and 



3. Black (all persons having origins in any of the black African 
racial groups not of Hispanic origin); 

4. Hispanic (all person Mexican Puerto Rican, Cuban, Central or 
South American, or other Spanish culture or origin, regardless 
of race); 

b. If the Contractor, or a subcontractor at any tier, subcontracts a 
portion of the work involving any construction trade, each such 
subcontract in excess of $10,000 shall include this clause and the 
Notice containing the goals for minority and female participation 
stated in the solicitation for this contract. 

c. If the Contractor is participating in a Hometown Plan (41 CFR 60-4) 
approved by the U.S. Department of Labor in a covered area, either 
individually or through an association, its affirmative action 
obligations on all work in the plan area (including goals) shall 
comply with the plan for those trades that have unions partici¬ 
pating in the plan. Contractors must be able to demonstrate parti¬ 
cipation in, and compliance with, the provisions of the plan. Each 
Contractor or subcontractor participating in an approved plan is 
also required to comply with its obligations under the Equal Oppor¬ 
tunity clause, and to make a good faith effort to achieve each goal 
under the plan in each trade in which it has employees,, The over¬ 
all good-faith performance by other Contractors or subcontractors 
toward a goal in an approved plan does not excuse any Contractor's 
or subcontractor's failure to make good-faith efforts to achieve 
the plan's goals. 

d. The Contractor shall implement the affirmative action procedures in 
subparagraphs g.l. through 16. of this clause. The goals stated in 
the solicitation for this contract are expressed as percentages of 
the total hours of employment and training of minority and female 
utilization that the Contractor should reasonably be able to 
achieve in each construction trade in which it has employees in the 
covered area. If the Contractor performs construction work in a 
geographical area located outside of the covered area, it shall 
apply the goals established for the geographical area where that 
work is actually performed. The Contractor is expected to make 
substantially uniform progress toward its goals in each craft. 

e. Neither the terms and conditions of any collective bargaining 
agreement nor the failure by a union with which the Contractor has 
a collective bargaining agreement, to refer minorities or women 
shall excuse the Contractor's obligations under this clause. Exe¬ 
cutive Order 11246, as amended, or the regulations thereunder. 

f. In order for the nonworking training hours of apprentices and trai¬ 
nees to be counted in meeting the goals, apprentices and trainees 
must be employed by the Contractor during the training period, and 
the Contractor must have made a commitment to employ the appren¬ 
tices and trainees at the completion of their training, subject to 
the availability of employment opportunities. Trainees must be 



trained pursuant to training programs approved by the U.S. Depart¬ 
ment of Labor. 

g. The Contractor shall take affirmative action ensure equal employ¬ 
ment opportunity. The evaluation of the Contractor's compliance 
with this clause shall be based upon its effort to achieve maximum 
results from its actions. The Contractor shall document these 
efforts fully and implement affirmative action steps at least as 
extensive as the following: 

1. Ensure a working environment free of harassment, intimidation, 
and coercion at all sites and in all facilities where the 
Contractor's employees are assigned to work. The Contractor, 
if possible, will assign two or more women to each construction 
project. The Contractor shall ensure that foremen, super¬ 
intendents, and other onsite supervisory personnel are aware of 
and carry out the Contractor's obligation to maintain such a 
working environment, with specific attention to minority or 
female individuals working at these sites or facilities. 

2. Establish and maintain a current list of sources for minority 
and female recruitment. Provide written notification to minor¬ 
ity and female recruitment sources and community organizations 
when the Contractor or its unions have employment opportunities 
available, and maintain a record of the organizations' re¬ 
sponses . 

3. Establish and maintain a current file of the names address, and 
telephone numbers of each minority and female off-the-street 
applicant, referrals of minorities or females from unions, 
recruitment sources, or community organizations, and the action 
taken with respect to each individual. If an individual was 
sent to the union hiring hall for referral and not referred 
back to the Contractor by the union or, if referred back, not 
employed by the Contractor, this shall be documented in the 
file, along with whatever additional actions the Contractor may 
have taken. 

4. Immediately notify the Director when the union or unions with 
which the Contractor has a collective bargaining agreement has 
not referred back to the Contractor a minority or woman sent by 
the Contractor, or when the Contractor has other information 
that the union referral process has impeded the Contractor's 
effort to meet its obligations. 

5. Develop on-the-job training opportunities and/or participate in 
training programs for the area that expressly include minori¬ 
ties and women, including upgrading programs and apprenticeship 
and trainee programs relevant to the Contractor's employment 
needs, especially those programs funded or approved by the 
Department of Labor. The Contractor shall provide notice of 
these programs to the sources compiled under subparagraph g.2. 
above. 




6. Disseminate the Contractor's equal employment policy by— 

(a) Providing notice of the policy to unions and to training, 
recruitment, and outreach programs, and requesting their 
cooperation in assisting the Contractor in meeting its 
contract obligations; 

(b) Including the policy in any policy manual and in collec¬ 
tive bargaining agreements; 

(c) Publicizing the policy in the company newspaper, annual 
report, etc.; 

(d) Reviewing the policy with all management personnel and 
with all minority and female employees at least once a 
year; and 

(e) Posting the policy on bulletin boards accessible to 
employees at each location where construction work is per¬ 
formed. 

7. Review, at least annually, the Contractor's equal employment 
policy and affirmative action obligations with all employees 
having responsibility for hiring, assignment, layoff, termina¬ 
tion, or other employment decisions. Conduct review of this 
policy with all onsite supervisory personnel before initiating 
construction work at a job site. A written record shall be 
made and maintained identifying the time and place of these 
meetings, persons attending, subject matter discussed, and 
disposition of the subject matter. 

8. Disseminate the Contractor's equal employment policy externally 
by including it in any advertising in the news media, speci¬ 
fically including minority and female news media. Provide 
written notification to, and discuss this policy with, other 
Contractors and subcontractors with which the Contractor does 
or anticipates doing business. 

9. Direct recruitment efforts, both oral and written, to minority, 
female, and community organizations, to schools with minority 
and female students, and to minority and female recruitment and 
training organizations serving the Contractor's recruitment 
area and employment needs. Not later than 1 month before the 
date for acceptance of applications for apprenticeship or 
training by any recruitment source, send written notification 
to organizations such as the above, describing the openings, 
screening procedures, and tests to be used in the selection 
process. 

10. Encourage present minority and female employees to recruit 

minority persons and women. Where reasonable, provide after¬ 
school, summer, and vacation employment to minority and female 
youth both on the site and in other areas of the Contractor's 
workforce. 



11. Validate all tests and other selection requirements where 
required under 41 CFR 60-3. 

12. Conduct, at least annually, an inventory and evaluation at 
least of all minority and female personnel for promotional 
opportunities. Encourage these employees to seek or to prepare 
for, through appropriate training, etc., opportunities for pro¬ 
motion. 

13. Ensure that seniority practices job classifications, work 
assignments, and other personnel practices do not have a dis¬ 
criminatory effect by continually monitoring all personnel and 
employment-related activities to ensure that the Contractor's 
obligations under this contract are being carried out. 

14. Ensure that all facilities and company activities are nonsegre- 
gated except that separate or single-user toilet and necessary 
changing facilities shall be provided to assure privacy between 
the sexes. 

15. Maintain a record of solicitations for subcontracts for minor¬ 
ity and female construction contractors and suppliers, in¬ 
cluding circulation of solicitations to minority and female 
contractor associations and other business associations. 

16. Conduct a review, at least annually, of all supervisors' adher¬ 
ence to and performance under the Contractor's equal employment 
policy and affirmative action obligations. 

h. The Contractor is encouraged to participate in voluntary associa¬ 
tions that may assist in fulfilling one or more of the affirmative 
action obligations contained in subparagraphs g.l. through 16. The 
efforts of a contractor association, joint contractor-union, 
contractor-community or similar group of which the contractor is a 
member and participant may be asserted as fulfilling one or more of 
its obligations under subparagraphs g.l. through 16., provided the 
Contractor— 

1. Actively participates in the group; 

2. Makes every effort to ensure that the group has a positive 
impact on the employment of minorities and women in the 
industry; 

3. Ensures that concrete benefits of the program are reflected in 
the Contractor's minority and female workforce participation; 

4. Makes a good-faith effort to meet its individual goals and 
timetables; and 

5. Can provide access to documentation that demonstrates the 
effectiveness of actions taken on behalf of the Contractor. 

The obligation to comply is the Contractor's, and failure of 




such a group to fulfill an obligation shall not be a defense 
for the Contractor's noncompliance. 

i. A single goal for minorities and a separate single goal for women 
shall be established. The Contractor is required to provide equal 
employment opportunity and to take affirmative action for all 
minority groups, both male and female, and all women, both minority 
and nonminority. Consequently, the Contractor may be in violation 
of Executive Order 11246, as amended, if a particular group is 
employed in a substantially disparate manner. 

j. The Contractor shall not use goals or affirmative action standards 
to discriminate against any person because of race, color, reli¬ 
gion, sex, or national origin. 

k. The Contractor shall not enter into any subcontract with any person 
or firm debarred from Government contracts under Executive Order 
11246, as amended. 

l. The Contractor shall carry out such sanctions and penalties for 
violation of this clause and of the Equal Opportunity clause, 
including suspension, termination, and cancellation of existing 
subcontracts, as may be imposed or ordered under Executive Order 
11246, as amended, and its implementing regulations, by the OFCCP. 
Any failure to carry out these sanctions and penalties as ordered 
shall be a violation of this clause and Executive Order 11246, as 
amended. 

m. The Contractor in fulfilling its obligations under this clause 
shall implement affirmative action procedures at least as extensive 
as those prescribed in paragraph g. above, so as to achieve maximum 
results from its efforts to ensure equal employment opportunity. 

If the Contractor fails to comply with the requirements of 
Executive Order 11246, as amended, the implementing regulations, or 
this clause, the Director shall take action as prescribed in 41 CFR 
60-4.8. 


n. The Contractor shall designate a responsible official to— 

1. Monitor all employment-related activity to ensure that the Con¬ 
tractor's equal employment policy is being carried out; 

2. Submit reports as may be required by the Government; and 

3. Keep records that; shall at least include for each employee the 
name, address, telephone number, construction trade, union 
affiliation (if any), employee identification number, social 
security number, race, sex, status (e.g., mechanic, apprentice, 
trainee, helper, or laborer), dates of changes in status, hours 
worked per week in the indicated trade, rate of pay, and loca¬ 
tions at which the work was performed. Records shall be main¬ 
tained in an easily understandable and retrievable form; 
however, to the degree that existing records satisfy this 



requirement, separate records are not required to be main¬ 
tained. 

o. Nothing contained herein shall be construed as a limitation upon 
the application of other lavs that establish different standards of 
compliance or upon the requirements for the hiring of local or 
other area residents (e.g., those under the Public Works Employment 
Act of 1977 and the Community Development Block Grant Program). 

REF: FAR 52.222-27, 22.810(f) 

1-22. Affirmative Action for Specia l Disa bled and Vietnam Era Veterans (APR 
1984) 

a. Definitions. "Appropriate office of the State employment service 
system," as used in this clause, means the local office of the 
Federal-State national system of public employment offices assigned 
to serve the area where the employment opening is to be filled, 
including the District of Columbia, Guam, Puerto Rico, Virgin 
Islands, American Samoa, and the Trust Territory of the Pacific 
Islands. 

"Openings that the Contractor proposes to fill from within its own 
organization," as used in this clause, means employment openings 
for which no one outside the Contractor's organization (including 
any affiliates, subsidiaries, and the parent companies) will be 
considered and includes any openings that the Contractor proposes 
to fill from regularly established "recall" lists. 

"Openings that the Contractor proposes to fill under a customary 
and traditional employer-union hiring arrangement," as used in this 
clause, means employment openings that the Contractor proposes to 
fill from union halls, under their customary and traditional 
employer-union hiring relationship. 

"Suitable employment openings," as used in this clause— 

1. Includes, but is not limited to, openings that occur in jobs 
categorized as— 

(a) Production and nonproduction; 

(b) Plant and office; 

(c) Laborers and mechanics; 

(d) Supervisory and nonsupervisory; 

(e) Technical; and 

(f) Executive, administrative, and professional positions com¬ 
pensated on a salary basis of less than $25,000 a year; 
and 
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2. Includes full-time employment, temporary employment of over 
3 days, and part-time employment, but not openings that the 
Contractor proposes to fill from within its own organization or 
under a customary and traditional employer-union hiring 
arrangement, nor openings in an educational institution that 
are restricted to students of that institution. 

b. General. 

1. Regarding any position for which the employee or applicant for 
employment is qualified, the Contractor shall not discriminate 
against the individual because the individual is a special dis¬ 
abled or Vietnam Era veteran. The Contractor agrees to take 
affirmative action to employ, advance in employment, and other¬ 
wise treat qualified special disabled and Vietnam Era veterans 
without discrimination based upon their disability or veterans' 
status in all employment practices such as— 

(a) Employment; 

(b) Upgrading; 

(c) Demotion or transfer; 

(d) Recruitment; 

(e) Advertising; 

(f) Layoff or termination; 

(g) Rates of pay or other forms of compensation; and 

(h) Selection for training, including apprenticeship. 

2 . The Contractor agrees to comply with the rules, regulations, 
and relevant orders of the Secretary of Labor (Secretary) 
issued under the Vietnam Era Veterans' Readjustment Assistance 
Act of 1972 (the Act), as amended. 

c. Listing openings. 

1. The Contractor agrees to list: all suitable employment openings 
existing at contract award or occurring during contract per¬ 
formance, at an appropriate office of the State employment 
service system in the locality where the opening occurs. These 
openings include those occurring at any Contractor facility, 
including one not connected with performing this contract. An 
independent corporate affiliate is exempt from this require¬ 
ment . 

2 . State and local government agencies holding Federal contracts 
of $10,000 or more shall also list all their suitable openings 
with the appropriate office of the State employment service. 
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3. The listing of suitable employment openings with the State 
employment service system is required at least concurrently 
with using any other recruitment source or effort and involves 
the obligations of placing a bona fide job order, including 
accepting referrals of veterans and nonveterans. This listing 
does not require hiring any particular job applicant or hiring 
from any particular group of job applicants and is not intended 
to relieve the Contractor from any requirements of Executive 
orders or regulations concerning nondiscrimination in employ¬ 
ment . 

4. Whenever the Contractor becomes contractually bound to the 
listing terms of this clause, it shall advise the State employ¬ 
ment service system, in each State where it has establishments, 
of the name and location of each hiring location in the State. 
As long as the Contractor is contractually bound to these terms 
and has so advised the State system, it need not advise the 
State system of subsequent contracts. The Contractor may 
advise the State system when it is no longer bound by this 
contract clause. 

5. Under the most compelling circumstances, an employment opening 
may not be suitable for listing, including situations when 

(a) the Government's needs cannot reasonably be supplied, 

(b) listing would be contrary to national security, or (c) the 
requirement of listing would not be in the Government's in¬ 
terest . 

d. Applicability. 

1. This clause does not apply to the listing of employment open¬ 
ings which occur and are filled outside the 50 states, the 
District of Columbia, Puerto Rico, Guam, Virgin Islands, Ameri¬ 
can Samoa, and the Trust Territory of the Pacific Islands. 

2. The terms of paragraph c. above of this clause do not apply 
to openings that the Contractor proposes to fill from within 
its own organization or under a customary and traditional 
employer-union hiring arrangement. This exclusion does not 
apply to a particular opening once an employer decides to 
consider applicants outside of its own organization or 
employer-union arrangement for that opening. 

e. Postings. 

1. The Contractor agrees to post employment notices stating (a) 
the Contractor's obligation under the law to take affirmative 
action to employ and advance in employment qualified special 
disabled veterans and veterans of the Vietnam era, and (b) the 
rights of applicants and employees. 

2. These notices shall be posted in conspicuous places that are 
available to employees and applicants for employment. They 
shall be in a form prescribed by the Director, Office of 
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Federal Contract Compliance Programs, Department of Labor 
(Director), and provided by or through the Contracting 
Officer. 

3. The Contractor shall notify each labor union or representative 
of workers with which it has a collective bargaining agreement 
or other contract understanding, that the Contractor is bound 
by the terms of the Act, and is committed to take affirmative 
action to employ, and advance in employment, qualified special 
disabled and Vietnam Era veterans. 

f. Noncompliance. If the Contractor does not comply with the require¬ 
ments of this clause, appropriate actions may be taken under the 
rules, regulations, and relevant orders of the Secretary issued 
pursuant to the Act. 

g. Subcontracts. The Contractor shall include the terms of this 
clause in every subcontract or pxirchase order of $10,000 or more 
unless exempted by rules, regulations, or orders of the Secretary. 
The Contractor shall act as specified by the Director to enforce 
the terms, including action for noncompliance. 

REF: FAR 52.222-35, 22.1308 

1-23. Affirmative Action for Handicapped Workers (APR 1984) 

a. General. 

1. Regarding any position for which the employee or applicant for 
employment is qualified, the Contractor shall not discriminate 
against any employee or applicant because of physical or mental 
handicap. The Contractor agrees to take affirmative action to 
employ, advance in employment, and otherwise treat qualified 
handicapped individuals without discrimination based upon their 
physical or mental handicap in all employment practices such 
as— 


(a) Employment; 

(b) Upgrading; 

(c) Demotion or transfer; 

(d) Recruitment; 

(e) Advertising; 

(f) Layoff or termination; 

(g) Rates of pay or other forms of compensation;, and 

(h) Selection for training, including apprenticeship. 
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2. The Contractor agrees to comply with the rules, regulations, 
and relevant orders of the Secretary of Labor (Secretary) 
issued under the Rehabilitation Act of 1973 (29 U.S.C. 793) 

(the Act), as amended. 

b. Postings. 

1. The Contractor agrees to post employment notices stating (a) 
the Contractor's obligation under the law to take affirmative 
action to employ and advance in employment qualified handi¬ 
capped individuals and (b) the rights of applicants and 
employees. 

2. These notices shall be posted in conspicuous places that are 
available to employees and applicants for employment. They 
shall be in a form prescribed by the Director, Office of 
Federal Contract Compliance Programs, Department of Labor 
(Director), and provided by or through the Contracting 
Officer. 

3. The Contractor shall notify each labor union or representative 
of workers with which it has a collective bargaining agreement 
or other contract understanding, that the Contractor is bound 
by the terms of Section 503 of the Act and is committed to take 
affirmative action to employ, and advance in employment, quali¬ 
fied physically and mentally handicapped individuals. 

c. Noncompliance. If the Contractor does not comply with the require¬ 
ments of this clause, appropriate actions may be taken under the 
rules, regulations, and relevant orders of the Secretary issued 
pursuant to the Act. 

d. Subcontracts. The Contractor shall include the terms of this 
clause in every subcontract or purchase order in excess of $2,500 
unless exempted by rules, regulations, or orders of the Secretary. 
The Contractor shall act as specified by the Director to enforce 
the terms, including action for noncompliance. 

REF: FAR 52.222-36, 22.1408 

1-24. Buy American Act-Co nstruction Materials (APR 1984) 

a. The Buy American Act (41 U.S.C. 10) provides that the Government 
give preference to domestic construction material. 

"Components," used in this clause, means those articles, materials, 
and supplies incorporated directly into construction materials. 

"Construction materials," as used in this clause, means articles, 
materials, and supplies brought to the construction site for incor¬ 
poration into the building or work. 

"Domestic construction material," as used in this clause, means (1) 
an unmanufactured construction material mined or produced in the 



United States, or (2) a construction material manufactured in the 
United States, if the cost of its components mined, produced, or 
manufactured in the United States exceeds 50 percent of the cost of 
all its components. Components of foreign origin of the same class 
or kind as the construction materials determined to be unavailable 
pursuant to subparagraph 25.202(a)(3) of the Federal Acquisition 
Regulation (FAR) shall be treated as domestic. 

lb. The Contractor agrees that only domestic construction material will 
be used by the Contractor, subcontractors, materialmen, and sup¬ 
pliers in the performance of this contract, except for foreign 
construction materials, if any, listed in this contract. 

(The foregoing requirements are administered in accordance with 
Executive Order No. 10582, dated December 17, 1954, as amended, and 
Subpart: 25.2 of the FAR.) 

REF: FAR 52.225-5, 25.205 
1-25. Authorization an d Co nsent (APR 1984) 

a. The Govexrnment authorizes an consents to all use and manufacture, 
in performing this contract or any subcontract at any tier, of any 
invention described in and covered by a United States patent (1) 
embodied in the structure or composition of any article the deli¬ 
very of which is accepted by the Government under this contract or 
(2) used in machinery, tools, or methods whose use necessarily 
results from compliance by the Contractor or a subcontractor with 
(a) specifications or written provisions forming a part of this 
contract or (b) specific written instructions given by the Con¬ 
tracting Officer directing the manner of performance. The entire 
liability to the Government for infringement of a patent of the 
United States shall be determined solely by the provisions of the 
indeminity clause, if any, included in this contract or any subcon¬ 
tract hereunder (including any lower-tier subcontract), and the 
Government assumes liability for all other infringement to the 
extent of the authorization and consent hereinabove granted. 

b. The Contractor agrees to include, and require inclusion of, this 
clause, suitably modified to identify the parties, in all sub¬ 
contracts at any tier for supplies or services (including con¬ 
struction, architect-engineer services, and materials, supplies, 
models, samples, and design or testing services expected to exceed 
$25,000); however, omission of this clause from any subcontract, 
under or over $25,000, does not affect this authorization and 
consent. 

REF: FAR 52.227-1, 27.201-2(a) 

1-26. Not ice and Assistanc e R egarding P atent_and Copyright I nfringement (APR 

1984) 

a. The Contractor shall report to the Contracting Officer, promptly 
and in reasonable written detail, each notice or claim of patent or 



copyright infringement based on the performance of this contract of 
which the Contractor has knowledge. 

b. In the event of any claim or suit against the Government on account 
of any alleged patent or copyright infringement arising out of the 
performance of this contract or out of the use of any supplies 
furnished or work or services performed under this contract, the 
Contractor shall furnish to the Government, when requested by the 
Contracting Officer, all evidence and information in possession of 
the Contractor pertaining to such suit or claim. Such evidence and 
information shall be furnished at the expense of the Government 
except where the Contractor has agreed to indemnify the 
Government. 

c. The Contractor agrees to include, and require inclusion of, this 
clause in all subcontracts at any tier for supplies or services 
(including construction and architect-engineer subcontracts and 
those for material, supplies, models, samples, or design or testing 
services) expected to exceed the dollar amount set forth in 13.000 
of the Federal Acquisition Regulation (FAR). 

REF: FAR 52.227-2, 27.202-2 
1-27. Additional Bond Security (APR 1984) 

The Contractor shall promptly furnish additional security required to 

protect the Government and persons supplying labor or materials under 

this contract if— 

a. Any surety upon any bond furnished with this contract becomes 
unacceptable to the Government; 

b. Any surety fails to furnish reports on its financial condition as 
required by the Government; or 

c. The contract price is increased so that the penal sum of any bond 
becomes inadequate in the opinion of the Contracting Officer. 

REF: FAR 52.228.2, 28.106-4 

1-28. Payments. Fixed-Price Con st ruction C ontracts (APR 1984) 

a. The Government shall pay the Contractor the contract price as pro¬ 
vided in this contract. 

b. The Government shall make progress payments monthly as the work 
proceeds, or at more frequent intervals as determined by the 
Contracting Officer, on estimates approved by the Contracting 
Officer. If requested by the Contracting Officer, the Contractor 
shall furnish a breakdown of the total contract price showing the 
amount included therein for each principal category of the work, in 
such detail as requested, to provide a basis for determining pro¬ 
gress payments. In the preparation of estimates the Contracting 



Officer may authorize material delivered on the site and prepar¬ 
atory work done to be taken into consideration. Material delivered 
to the Contractor at locations other than the site may also be 
taken into consideration if—■ 

1. Consideration is specifically authorized by this contract; and 

2. The Contractor furnishes satisfactory evidence that it has 
acquired title to such material and that the material will be 
used to perform this contract. 

In making these progress payments, there shall be retained 10 per¬ 
cent of the estimated amount until final completion and acceptance 
of the contract work. However, if the Contracting Officer finds 
that satisfactory progress was achieved during any period for which 
a progress payment is to be made, the Contracting Officer may 
authorize payment to be made in full without retention of a percen¬ 
tage. When the work is substantially complete, the Contracting 
Officer shall retain an amount that the Contracting Officer consi¬ 
ders adequate protection of the Government and may release to the 
Contractor all or a portion of any excess amount. Also, on comple¬ 
tion and acceptance of each separate building, public work, or 
other division of the contract, for which the price is stated 
separately in the contract, payment may be made for the completed 
work without retention of a percentage. 

All material and work covered by progress payments made shall, at 
the time of payment, become the sole property of the Government, 
but this shall not be construed as—- 

1. Relieving the Contractor from the sole responsibility for all 
material and work upon which payments have been made or the 
restoration of any damaged work; or 

2. Waiving the right of the Government to require the fulfillment 
of all of the terms of the contract. 

The Government shall, upon request, reimburse the Contractor for 
the entire amount of premiums paid for performance and payment 
bonds (including coinsurance and reinsurance agreements, when 
applicable) after furnishing evidence of full payment: to the 
surety. 

The Government shall pay the amount due the Contractor under this 
contract after— 

1. Completion and acceptance of all work; 

2. Presentation of a properly executed voucher; and 

3 . Presentation of release of all claims against the; Government 
arising by virtue of this contract, other than claims, in 
stated amounts, that the Contractor has specifically excepted 
from the operation of the release. A release may also be 
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required of the assignee if the Contractor's claim to amounts 
payable under this contract has been assigned under the Assign¬ 
ment of Claims Act of 1940 (31 U.S.C. 203 and 41 O.S.C. 15). 

REF: FAR 52.232-5, 32.111(a)(5) 

1-29. Interest (APR 1984) 

a. Notwithstanding any other clause of this contract, all amounts that 
become payable by the Contractor to the Government under this con¬ 
tract (net of any applicable tax credit under the Internal Revenue 
Code (26 U.S.C. 1481)) shall bear simple interest from the date due 
until paid unless paid within 30 days of becoming due. The inter¬ 
est rate shall be the interest rate established by the Secretary of 
the Treasury as provided in Section 12 of the Contract Disputes Act 
of 1978 (Public Law 95-563), which is applicable to the period in 
which the amount becomes due, as provided in paragraph b. of this 
clause, and then at the rate applicable for each six-month period 
as fixed by the Secretary until the amount is paid. 

b. Amounts shall be due at the earliest of the following dates: 

1. The date fixed under this contract. 

2. The date of the first written demand for payment consistent 
with this contract, including any demand resulting from a 
default termination. 

3. The date the Government transmits to the Contractor a proposed 
supplemental agreement to confirm completed negotiations estab¬ 
lishing the amount of debt. 

4. If this contract provides for revision of prices, the date of 
written notice to the Contractor stating the amount of refund 
payable in connection with a pricing proposal or a negotiated 
pricing agreement not confirmed by contract modification. 

c. The interest charge made under this clause may be reduced under the 
procedures prescribed in 32.614-2 of the Federal Acquisition Regu¬ 
lation in effect on the date of this contract. 

REF: FAR 52.232-17, 32.617(a) 

1-30. Assignment of Claims (APR 1984) 

a. The Contractor, under the Assignment of Claims Act, as amended, 31 
U.S.C. 203, 41 U.S.C. 15 (hereafter referred to as "the Act"), may 
assign its rights to be paid amounts due or to become due as a 
result of the performance of this contract to a bank, trust com¬ 
pany, or other financing institution, including any Federal lending 
agency. The assignee under such an assignment may thereafter fur¬ 
ther assign or reassign its right under the original assignment to 
any type of financing institution described in the preceeding sen¬ 
tence. 



b. Any assignment or reassignment authorized under the Act and this 
clause shall cover all unpaid amounts payable under this contract, 
and shall not be made to more than one party, except that an 
assignment or reassignment may be made to one party as agent or 
trustee for two or more parties participating in the financing of 
this contract. 

c. The Contractor shall not furnish or disclose to any assignee under 
this contract any classified document (including this contract) or 
information related to work under this contract until the Con¬ 
tracting Officer authorizes such action in writing. 

REF: FAR 52.232-23, 32.806(a)(1) 

1-31. Disputes (APR 1984) 

a. This contract is subject to the Contract Disputes Act of 1978 (41 
U.S.C. 601-613) (the Act). 

b. Except as provided in the Act, all disputes arising under or 
relating to this contract. A claim arising under a relating to 
this contract shall be resolved under this clause. 

c. '"Claim," as used in this clause, means a written demand or written 
assertion by one of the contracting parties seeking, as a matter of 
right, the payment of money in a sum certain, the adjustment or 
interpretation of contract terms, or other relief arising under or 
relating to this contract. A claim arising under a contract, 
unlike a claim relating to that contract, is a claim that can be 
resolved under a contract clause that provides for the relief 
sought by the claimant. However, a written demand or written 
assertion by the Contractor seeking the payment of money exceeding 
$50,000 is not a claim under the Act until certified as required by 
subparagraph d.2. below. A voucher, invoice, or other routine 
request for payment that is not in dispute when submitted is not a 
claim under the Act. The submission may be converted to a claim 
under the Act, by complying with the submission and certification 
requirements of this clause, if it is disputed either as to lia¬ 
bility or amount or is not acted upon in a reasonable time. 

d. 1. A claim by the Contractor shall be made in writing and sub¬ 

mitted to the Contracting Officer for a written decision. A 
claim by the Government against the Contractor shall be subject 
to a 'written decision by the Contracting Officer. 

2. For Contractor claims exceeding $50,000, the Contractor shall 
submit with the claim a certification that— 

(a) The claim is made in good faith; 

(b) Supporting data are accurate and complete to the best of 
the Contractor's knowledge and belief; and 
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(c) The amount requested accurately reflects the contract 

adjustment for which the Contractor believes the Govern¬ 
ment is liable. 

3. (a) If the Contractor is an individual, the certification 

shall be executed by that individual— 

(b) If the Contractor is not an individual, the Certification 
shall be executed by— 

(1) A senior company official in charge at the Contrac¬ 
tor's plant or location involved; or 

(2) An officer or general partner of the Contractor 
having overall responsibility for the conduct of the 
Contractor's affairs. 

e. For Contractor claims of $50,000 or less, the Contracting Officer 
must, if requested in writing by the Contractor, render a decision 
within 60 days of the request. For Contractor-certified claims 
over $50,000, the Contracting Officer must, within 60 days, decide 
the claim or notify the Contractor of the date by which the deci¬ 
sion will be made. 

f. The Contracting Officer's decision shall be final unless the Con¬ 
tractor appeals or files a suit as provided in the Act. 

g. The Government shall pay interest on the amount found due and 
unpaid from (1) the date the Contracting Officer receives the claim 
(properly certified if required), or (2) the date payment otherwise 
would be due, if that date is later, until the date of payment. 
Simple interest on claims shall be paid at the rate, fixed by the 
Secretary of the Treasury as provided in the Act, which is appli¬ 
cable to the period during which the Contracting Officer receives 
the claim and then at the rate applicable for each 6-month period 
as fixed by the Treasury Secretary during the pendency of the 
claim. 

h. The Contractor shall proceed diligently with performance of this 
contract, pending final resolution of any request for relief, 
claim, appeal, or action arising under or relating to the contract, 
and comply with any decision of the Contracting Officer. 

REF: FAR 52.233-1, 33.014 
1-32. Changes (APR 1984) 

a. The Contracting Officer may, at any time, without notice to the 
sureties, if any, by written order designated or indicated to be a 
change order, make changes in the work within the general scope of 
the contract, including changes— 

1. In the specifications (including drawings and designs); 
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2. In the method or manner of performance of the work;, 

3. In the Government-furnished facilities s equipment, materials, 
services, or site; or 

4. Directing acceleration in the performance of the work. 

b. Any other written or oral order (which, as used in this paragraph 
b., includes direction, instruction, interpretation, or determina¬ 
tion) from the Contracting; Officesr that causes a change shall be 
treated as a change order under this clause; provided, that the 
Contractor gives the Contracting Officer written notice stating (1) 
the date, circumstances, and source of the order and (2) that the 
Contractor regards the order as a change order. 

c. Except as provided in this clause, no order, statement, or conduct 
of the Contracting Officer shall be treated as a change under this 
clause or entitle the Contractor to an equitable adjustment. 

d. If any change under this clause causes an increase or decrease in 
the Contractor's cost of, or the time required for, the performance 
of any part of the work under this contract, whether or not changed 
by any such order, the Contracting Officer shall make an equitable 
adjustment and modify the contract in writing. However, except for 
a "proposal for adjustment" (hereafter referred to as proposal) 
based on defective specifications, no proposal for any change under 
paragraph b. above shall be allowed for any costs incurred more 
than 20 days before the Contractor gives written notice as 
required. In the case of defective specifications for which the 
Government is responsible, the equitable adjustment shall include 
any increased cost reasonably incurred by the Contractor in 
attempting to comply with the defective specifications. 

e. The Contractor must submit any proposal under this clause within 30 
days after (1) receipt of a written change order under paragraph 

(a) above or (2) the furnishing of a written notice under paragraph 

(b) above by submitting to the Contracting Officer a written state¬ 
ment describing the general nature and amount of the proposal, 
unless this period is extended by the Government. The statement of 
proposal for adjustment may be included in the notice under para¬ 
graph b. above. 

f. No proposal by the Contractor for an equitable adjustment shall be 
allowed if asserted after final payment under this contract. 

REF: FAR 52.243-4, 43.205(d) 

1-33. Changes and Changed Co nditions (APR 1984) 

The Contracting Officer may, in writing, order changes in the 
drawings and specifications within the general scope of the 
contract. 


a. 
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b. The Contractor shall promptly notify the Contracting Officer, in 
writing, of subsurface or latent physical conditions differing 
materially from those indicated in this contract or unknown unusual 
physical conditions at the site before proceeding with the work. 

c. If changes under paragraph a. or conditions under paragraph b. in¬ 
crease or decrease the cost of, or time required for performing the 
work, the Contracting Officer shall make an equitable adjustment 
(see paragraph d.) upon submittal of a "proposal for adjustment" 
(hereafter referred to as proposal) by the Contractor before final 
payment under the contract. 

d. The Contracting Officer shall not make an equitable adjustment 
under paragraph b. unless— 

1. The Contractor has submitted and the Contracting Officer has 
received the required written notice; or 

2. The Contracting Officer waives the requirement for the written 
notice. 

e. Failure to agree to any adjustment shall be a dispute under the 
Disputes clause. 

REF: FAR 52.243-5, 43.205 (e) 

1-34. Termination for Convenienc e of the Government (Fixed Price)-Alt. 
I-Construction (APR 1984) 

a. The Government may terminate performance of work under this con¬ 
tract in whole or, from time to time, in part if the Contracting 
Officer determines that a termination is in the Government's in¬ 
terest. The Contracting Officer shall terminate by delivering to 
the Contractor a Notice of Termination specifying the extent of 
termination and the effective date. 

b. After receipt of a Notice of Termination, and except as directed by 
the Contracting Officer, the Contractor shall immediately proceed 
with the following obligations, regardless of any delay in deter¬ 
mining or adjusting any amounts due under this clause: 

1. Stop work as specified in the notice. 

2. Place no further subcontracts or orders (referred to as subcon¬ 
tracts in this clause) for materials, services, or facilities, 
except as necessary to complete the continued portion of the 
contract. 

3. Terminate all subcontracts to the extent they relate to the 
work terminated. 

4. Assign to the Government, as directed by the Contracting Offi¬ 
cer, all right, title, and interest of the Contractor under the 
subcontracts terminated, in which case the Government shall 
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have the right to settle or to pay any termination settlement 
proposal arising out of those; terminations. 

5. With approval or ratification to the extent required by the 
Contracting Officer, settle all outstanding liabilities and 
termination settlement proposals arising from the termination 
of subcontracts; the approval or ratification will he final for 
purposes of this clause. 

6. As directed by the Contracting Officer, transfer title and 
deliver to the Government (a) the fabricated or unfabricated 
parts, work in process, completed work, supplies., and other 
material produced or acquired for the work terminated, and (b) 
the completed or partially completed plans, drawings, infor¬ 
mation, and other property that, if the contract had been 
completed, would be required to be furnished to the 
Government. 

7. Complete performance of the work not terminated. 

8 . Take any action that may be necessary, or that the Contracting 
Officer may direct, for the protection and preservation of the 
property related to this contract that is in the possession of 
the Contractor and in which the Government has or may acquire 
an interest. 

9. Use its best efforts to sell, as directed or authorized by the 
Contracting Officer, any property of the types referred to in 
subparagraph 6. above; provided, however, that the Contractor 
(a) is not required to extend credit to any purchaser and (b) 
may acquire the property under the conditions prescribed by, 
and at prices approved by, the Contracting Officer. The pro¬ 
ceeds of any transfer or disposition will be applied to reduce 
any payments to be made by the Government under this contract, 
credited to the price or cost of the work, or paid in any other 
manner directed by the; Contracting Officer. 

c. After expiration of the plant clearance period as defined, in Sub- 
part 45.6 of the Federal Acquisition Regulation, the Contractor may 
submit to the Contracting Officer a list, certified as to quantity 
and quality, of termination inventory not previously disposed of, 
excluding items authorized for disposition by the Contracting Offi¬ 
cer. The Contractor may request the Government to remove those 
items or enter into an agreement for their storage. Within 15 
days, the Government will accept title to those items and remove 
them or enter into a storage agreement. The Contracting Officer 
may verify the list upon removal of the items, or if stored, within 
45 days from submission of the list, and shall correct the list, as 
necessary, before final settlement. 

d. After termination, the Contractor shall submit a final termination 
settlement proposal to the Contracting Officer in the fora and with 
the certification prescribed by the Contracting Officer. The 
Contractor shall submit the proposal promptly, but no later than 



i/3 


1 year from the effective date of termination, unless extended in 
writing by the Contracting Officer upon written request of the Con¬ 
tractor within this 1 year period. However, if the Contracting 
Officer determines that the facts justify it, a termination settle¬ 
ment proposal may be received and acted on after 1 year or any 
extension. If the Contractor fails to submit the proposal within 
the time allowed, the Contracting Officer may determine, on the 
basis of information available, the amount, if any, due the Con¬ 
tractor because of the termination and shall pay the amount 
determined. 

e. Subject to paragraph d. above, the Contractor and the Contracting 
Officer may agree upon the whole or any part of the amount to be 
paid because of the termination. The amount may include a reason¬ 
able allowance for profit on work done. However, the agreed 
amount, whether under this paragraph e. or paragraph f. below, 
exclusive of costs shown in subparagraph f.3. below, may not exceed 
the total contract price as reduced by (a) the amount of payments 
previously made and (b) the contract price of work not terminated. 
The contract shall be amended, and the Contractor paid the agreed 
amount. Paragraph f. below shall not limit, restrict, or affect 
the amount that may be agreed upon to be paid under this 
paragraph. 

f. If the Contractor and Contracting Office fail to agree on the whole 
amount to be paid the Contractor because of the termination of 
work, the Contracting Officer shall pay the Contractor the amounts 
determined as follows, but without duplication of any amounts 
agreed upon under paragraph e. above: 

1. For contract work performed before the effective date of ter¬ 
mination, the total (without duplication of any items) of— 

(a) The cost of this work; 

(b) The cost of settling and paying termination settlement 
proposals under terminated subcontracts that are properly 
chargeable to the terminated portion of the contract if 
not included in subdivision (a) above; and 

(c) A sum, as profit on (a) above, determined by the Contrac¬ 
ting Officer under 49.202 of the Federal Acquisition Regu¬ 
lation, in effect on the date of this contract, to be fair 
and reasonable; however, if it appears that the Contractor 
would have sustained a loss on the entire contract had it 
been completed, the Contracting Officer shall allow no 
profit under this subdivision (c) and shall reduce the 
settlement to reflect the indicated rate of loss. 

2. The reasonable costs of settlement of the work terminated, 
including— 



(a) Accounting, legal, clerical, and other expenses reasonably 
necessary for the preparation of termination settlement 
proposals and supporting data; 

(b) The termination and settlement of subcontracts (excluding 
the amounts of such settlements); and 

(c) Storage, transportation, and other costs incurred, rea¬ 
sonably necessary for the preservation, protection, or 
disposition of the termination inventory. 

Except for normal spoilage, and except to the extent that the Gov¬ 
ernment expressly assumed the risk of loss, the Contracting Officer 
shall exclude from the amounts payable to the Contractor under 
paragraph f. above, the. fair value, as determined by the Contrac¬ 
ting Officer, of property that is destroyed, lost, stolen or 
damaged so as to become uodeliverable to the Government or to a 
buyer. 

The cost principles and procedures of Part 31 of the Federal Acqui¬ 
sition Regulation, in effect on the date of this contract, shall 
govern all costs claimed, agreed to, or determined under this 
clause. 

The Contractor shall have the right of appeal, under the Disputes 
clause, from any determination made by the Contracting Officer 
under paragraph d., f., or k., except that if the Contractor failed 
to submit the termination settlement proposal within the time 
provided in paragraph or d., and failed to request a time exten¬ 
sion, there is no right of appeal. If the Contracting Officer has 
made a determination of the amount due under paragraph d., f., or 

k. , the Government shall pay the Contractor (1) the amount 
determined by the Contracting Officer if there is no right of 
appeal or if no timely appeal has been taken, or (2) the amount 
finally determined on an appeal. 

In arriving at the amount due the Contractor under this clause, 
there shall be deducted— 

l. All unliquidated advance or other payments to the Contractor 
under the terminated portion of this contract; 

2. Any claim which the Government has against the Contractor under 
this contract; and 

3. The agreed price for, or the proceeds of sale of, materials, 
supplies, or other things acquired by the Contractor or sold 
under the provisions of this clause and not recovered by or 
credited to the Government. 

If the termination is partial, the Contractor may file a proposal 
with the Contracting Officer for an equitable adjustment of the 
price(s) of the continued portion of the contract. The Contracting 
Officer shall make any equitable adjustment t agreed upon. Any 



proposal by the Contractor for an equitable adjustment under this 
clause shall be requested within 90 days from the effective date of 
termination unless extended in writing by the Contracting Officer. 

l. 1. The Government may, under the terms and conditions it pre¬ 

scribes, make partial payments and payments against costs 
incurred by the Contractor for the terminated portion of the 
contract, if the Contracting Officer believes the total of 
these payments will not exceed the amount to which the Con¬ 
tractor will be entitled. 

2. If the total payments exceed the amount finally determined to 
be due, the Contractor shall repay the excess to the Government 
upon demand, together with interest computed at the rate esta¬ 
blished by the Secretary of the Treasury under 50 U.S.C. App. 
1215(b)(2). Interest shall be computed for the period from the 
date the excess payment is received by the Contractor to the 
date the excess is repaid. Interest shall not be charged on 
any excess payment due to a reduction in the Contractor's ter¬ 
mination settlement proposal because of retention or other 
disposition of termination inventory until 10 days after the 
date of the retention or disposition, or a later date deter¬ 
mined by the Contracting Officer because of the circumstances. 

m. Unless otherwise provided in this contract or by statute the Con¬ 
tractor shall maintain all records and documents relating to the 
terminated portion of this contract for 3 years after final set¬ 
tlement. This includes all books and other evidence bearing on the 
Contractor's costs and expenses under this contract. The Con¬ 
tractor shall make these records and documents available to the 
Government, at the Contractor's office, at all reasonable times, 
without any direct charge. If approved by the Contracting Officer, 
photographs, microphotographs, or other authentic reproductions may 
be maintained instead of original records and documents. 

REF: FAR 52.249-2, 49.502 (b)(1)(ii) 

1-35. Default (Fi xe d-Price Con struction) (APR 1984) 

a. If the Contractor refuses or fails to prosecute the work or any 
separable part, with the diligence that will insure its completion 
within the time specified in this contract including any extension, 
or fails to complete the work within this time, the Government may, 
by written notice to the Contractor, terminate the right to proceed 
with the work (or the separable part of the work) that has been 
delayed. In this event, the Government may take over the work and 
complete it by contract or otherwise, and may take possession of 
and use any materials, appliances, and plant on the work site 
necessary for completing the work. The Contractor and its sureties 
shall be liable for any damage to the Government resulting from the 
Contractor's refusal or failure to complete the work within the 
specified time, whether or not the Contractor's right to proceed 
with the work is terminated. This liability includes any increased 
costs incurred by the Government in completing the work. 



b. The Contractor's right to proceed shall not be terminated nor the 
Contractor charged with damages under this clause, if— 

1. The delay in completing the work arises from unforeseeable 
causes beyond the control and without the fault or negligence 
of the Contractor. Examples of such causes include (a) acts of 
God or of the public enemy, (b) acts of the Government in 
either its sovereign or contractual capacity, (c) acts of 
another Contractor in the performance of a contract with the 
Government, (d) fires, (e) floods, (f) epidemics, (g) quaran¬ 
tine restrictions, (h) strickes, (i) freight embargoes, (j) 
unusually sevee weather, or (k) delays of subcontractors or 
suppliers at any tier arising from unforeseeable causes beyond 
the control and without the fault or negligence of both the 
Contractor and the subcontractors or suppliers; and 

2. The Contractor, within 10 days from the beginning of any delay 
(unless extended by the Contracting Officer), notifies the 
Contracting Officer in writing of the causes of delay. The 
Contracting Officer shall ascertain facts and the extent of 
delay. If, in the judgement of the Contracting Officer, the 
findings of fact warrant such action, the time for completing 
the work shall be extended. The findings of the Contracting 
Officer shall be final and conclusive on the parties, but 
subject to appeal under the Disputes clause. 

c. If, after termination of the Contractor's right to proceed, it is 
determined that the Contractor was not in default, or that the 
delay was excusable, the rights and obligations of the parties will 
be the same as if the termination had been issued for the conven¬ 
ience of the Government. 

d. The rights and remedies of the Government in this clause are in 
addition to any other rights and remedies provided by law or under 
this contract. 

REF: FAR 52.249-10, 49.504(C)(1) 

1-36. Exami n ation of Records by Comptroller General (APR 1984) 

a. This clause applies if this contract exceeds $10,000 and was 
entered into by negotiation. 

b. The Comptroller General of the United States or a duly authorized 
representative from the General Accounting Office shall, until 
three years after final payment under this contract or for any 
shorter period specified in Federal Acquisition Regulation (FAR) 
Subpart 4.7, Contractor Records Retention, have access to and the 
right to examine any of the Contractor's directly pertinent books, 
documents, papers, or other records involving transactions related 
to this contract. 

c. The Contractor agrees to include in first-tier subcontracts under 
this contract a clause to the effect that the Comptroller General 
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or a duly authorized representative from the General Accounting 
Office shall, until 3 years after final payment under the subcon¬ 
tract or for any shorter period specified in FAR Subpart 4.7, have 
access to and the right to examine any of the subcontractor's 
directly pertinent books, documents, papers, or other records 
involving transactions related to the subcontract. "Subcontract,” 
as used in this clause, excludes (1) purchase orders not exceeding 
$10,000 and (2) subcontracts or purchase orders for public utility 
services at rates established to apply uniformly to the public, 
plus any applicable reasonable connection charge. 

d. The periods of access and examination in paragraphs b. and c. above 
for records relating to (1) appeals under the Disputes clause, (2) 
litigation or settlement of claims arising from the performance of 
this contract, or (3) costs and expenses of this contract to which 
the Comptroller General or a duly authorized representative from 
the General Accounting Office has taken exception shall continue 
until such appeals, litigation, claims, or exceptions are disposed 
of. 

REF: FAR 52.215-1, 15.106-l(b) 

1-37. Notice of Tot al Small Bus i ness Set—Aside (APR 1984) 

a. Definition. "Small business concern," as used in this clause, 
means a concern, including its affiliates, that is independently 
owned and operated, not dominant in the field of operation in which 
it is bidding on Government contracts, and qualified as a small 
business under the size standards in this solicitation. 

b. General. 

1. Offers are solicitated only from small business concerns. 

Offers received from concerns that are not small business con¬ 
cerns shall be considered nonresponsive and will be rejected. 

2. Any award resulting from this solicitation will be made to a 
small business concern. 

c. Agreement. A manufacturer or regular dealer submitting an offer in 
its own name agrees to furnish, in performing the contract, only 
end items manufactured or produced by small business concerns in¬ 
side the United States, its territories and possessions, the Com¬ 
monwealth of Puerto Rico, the Trust Territory of the Pacific 
Islands, or the District of Columbia. However, this requirement 
does not apply in connection with construction or service con¬ 
tracts . 

REF: FAR 52.219-6, 19.508(c) 

1-38. Clean Air and W ater (APR 1984) 


a 


"Air Act," as used in this clause, means the Clean Air Act (42 
U.S.C. 7401 et seq.). 





"Clean air standards/' as used in this clause, means—■ 

1. Any enforceable rules, regulations, guidelines, standards, 
limitations, orders, controls, prohibitions, work practices, or 
other requirements contained in, issued under, or otherwise 
adopted under the Air Act or Executive Order 11738;; 

2. An applicable implementation plan as described in section 
110(d) of the Air Act (42 U.S.C. 7410(d); 

3. An approved implementation procedure or plan under section 
111(c) or section 111(d) of the Air Act (42 U.S.C. 7411(c) or 
(d)); or 

4. An approved implementation procedure under section 112(d) of 
the Air Act (42 U.S.C. 7412(d)). 

"Clean water standards," as used in this clause, means any 
enforceable limitation, control, condition, prohibition, stan¬ 
dard, or other requirement promulgated under the Water Act or 
contained in a permit issued to a discharger by the Environ¬ 
mental Protection Agency or by a State under an approved 
program, as authorized by section 402 of the Water Act (33 
U.S.C. 1342), or by local government to ensure compliance with 
pretreatment regulations as required by section 307 of the 
Water Act (33 U.S.C. 1317). 

"Compliance," as used in this clause, means compliance with—• 

1. Clean air or water standards; or 

2. A schedule or plan ordered or approved by a court of competent 
jurisdiction, the Environmental Protection Agency, or an air or 
water pollution control agency under the requirements of the 
Air Act or Water Act and related regulations. 

"Facility," as used in this clause, means any building, plant, 
installation, structure, mine, vessel or other floating craft, 
location, or site of operations, owned, leased, or supervised by a 
Contractor or subcontractor, used in the performance of a contract 
or subcontract. When a location or site of operations includes 
more than one building, plant, installation, or structure, the 
entire location or site shall be deemed a facility except when the 
Administrator, or a designee, of the Environmental Protection 
Agency, determines that independent facilities are collocated in 
one geographical area. 

"Water Act," as used in this clause, means Clean Water Act (33 
U.S.C. 1251 et seq.). 

The Contractor agrees— 

1. To comply with all the requirements of section 114 of the Clean 
Air Act (42 U.S.C. 7414) and section 308 of the Clean Water Act 



(33 U.S.C. 1318) relating to inspection, monitoring, entry, 
reports, and information, as well as other requirements speci¬ 
fied in section 114 and section 308 of the Air Act and the 
Water Act, and all regulations and guidelines issued to imple¬ 
ment those acts before the award of this contract; 

2. That no portion of the work required by this prime contract 
will be performed in a facility listed on the Environmental 
Protection Agency List of Violating Facilities on the date when 
this contract was awarded unless and until the EFA eliminates 
the name of the facility from the listing; 

3. To use best efforts to comply with clean air standards and 
clean water standards at the facility in which the contract is 
being performed; and 

4. To insert the substance of this clause into any nonexempt sub¬ 
contract, including this subparagraph b.4. 

REF: FAR 52.223-2, 23.105(b) 

1-39. Bid Guarantee (APR 1984) 

a. Failure to furnish a bid guarantee in the proper form and amount, 
by the time set for opening of bids, may be cause for rejection of 
the bid. 

b. The offeror (bidder) shall furnish a bid guarantee in the form of a 
firm commitment, such as a bid bond, postal money order, certified 
check, cashier's check, irrevocable letter of credit, or, under 
Treasury Department regulations, certain bonds or notes of the 
United States. The Contracting Officer will return bid guarantees, 
other than bid bonds, (1) to unsuccessful bidders as soon as prac¬ 
ticable after the opening of bids, and (2) to the successful bidder 
upon execution of contractual documents and bonds (including any 
necessary coinsurance or reinsurance agreements), as required by 
the bid as accepted. 

c. If the successful bidder, upon acceptance of its bid by the Govern¬ 
ment within the period specified for acceptance, fails to execute 
all contractual documents or give a bond(s) as required by the 
solicitation within the time specified, the Contracting Officer may 
terminate the contract for default. 

d. Unless otherwise specified in the bid, the bidder will (1) allow 60 
days for acceptance of its bid and (2) give bond within 10 days 
after receipt of the forms by the bidder. 

e. In the event the contract is terminated for default, the bidder is 
liable for any cost of acquiring the work that exceeds the amount 
of its bid, and the bid guarantee is available to offset the dif¬ 
ference. 


REF: 


FAR 52.228-1, 28.101-3(b) 



1-40. Federal. State an d L oca l. Taxes (Noncompeti tive Contract ) (APR 1984) 


I Zo 


a. "Contract date," as used in this clause, means the effective date 
of this contract and, for any modification to this contract, the 
effective date of the modification. 

"All applicable Federal, State, and local taxes and duties," as 
used in this clause, means all taxes and duties, in effect on the 
contract date, that the taxing authority is imposing and collecting 
on the transactions or property covered by this contract. 

"After-imposed tax," as used in this clause, means any new or 
increased Federal, State, or local tax or duty, or tax that was 
excluded on the contract date but whose exclusion was later revoked 
or amount of exemption reduced during the contract period, other 
than an excepted tax, on the transactions or property covered by 
this contract that the Contractor is required to pay or bear as the 
result of legislative, judicial, or administrative action taking 
effect after the contract date. 

"After-relieved tax," as used in this clause, means any amount of 
Federal, State or local tax or duty, other than an excepted tax, 
that would otherwise have been payable on the transactions or pro¬ 
perty covered by this contract, but which the Contractor is not 
required to pay or bear, or for which the Contractor obtains a 
refund or drawback, as the result of legislative, judicial, or 
administrative action taking effect after the contract date. 

"Excepted tax," as used in this clause, means social security or 
other employment taxes, net income and franchise taxes, excess 
profits taxes, capital stock taxes, transportation taxes, unem¬ 
ployment compensation taxes, and property taxes. "Excepted tax" 
does not include gross income taxes levied on or measured by sales 
or receipts from sales, property taxes assessed on completed 
supplies covered by this contract, or any tax assessed on the 
Contractor's possession of, interest in, or use of property, title 
to which is in the Government. 

b. Unless otherwise provided in this contract, the contract price in¬ 
cludes all applicable Federal, State, and local taxes and duties. 

c. The contract price shall be increased by the amount of any after- 
imposed tax, or of any tax or duty specifically excluded from the 
contract price by a term or condition of this contract that the 
Contractor is required to pay or bear, including any interest or 
penalty, i.f the Contractor states in writing that the contract 
price does not include any contingency for such tax and if lia¬ 
bility for such tax, interest, or penalty was not incurred through 
the Contractor's fault, negligence, or failure to follow instruc¬ 
tions of the Contracting Officer. 

d. The contract price shall be decreased by the amount of any after- 
relieved tax. The Government shall be entitled to interest re¬ 
ceived by the Contractor incident to a refund of taxes to the 
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extent that such interest was earned after the Contractor was paid 
by the Government for such taxes. The Government shall be entitled 
to repayment of any penalty refunded to the Contractor to the 
extent that the penalty was paid by the Government. 

e. The contract price shall be decreased by the amount of any Federal, 
State, or local tax, other than an excepted tax, that was included 
in the contract price and that the Contractor is required to pay or 
bear, or does not obtain a refund of, through the Contractor's 
fault, negligence, or failure to follow instructions of the Con¬ 
tracting Officer. 

f. No adjustment shall be made in the contract price under this clause 
unless the amount of the adjustment exceeds $100. 

g. The Contractor shall promptly notify the Contracting Officer of all 
matters relating to Federal, State, and local taxes and duties that 
reasonably may be expected to result in either an increase or 
decrease in the contract price and shall take appropriate action as 
the Contracting Officer directs. The contract price shall be 
equitably adjusted to cover the costs of action taken by the Con¬ 
tractor at the direction of the Contracting Officer, including any 
interest, penalty, and reasonable attorneys' fees. 

h. The Government shall furnish evidence appropriate to establish 
exemption from any Federal, State, or local tax when (1) the Con¬ 
tractor requests such exemption and states in writing that it 
applies to a tax excluded from the contract price and (2) a rea¬ 
sonable basis exists to sustain the exemption. 

REF: FAR 52.229-4, 29.401-4 

1-41. Preference for Labor Su r plus Area Concerns (APR 1984) 

a. This acquisition is not a set aside for labor surplus area (LSA) 
concerns. However, the offeror's status as such a concern may 
affect (1) entitlement to award in case of tie offers or (2) offer 
evaluation in accordance with the Buy American Act clause of this 
solicitation. In order to determine whether the offeror is en¬ 
titled to a preference under (1) or (2) above, the offeror must 
identify, below, the LSA in which the costs to be incurred on 
account of manufacturing or production (by the offeror or the 
first-tier subcontractors) amount to more than 50 percent of the 
contract price. 


Failure to identify the locations as specified above will preclude 
consideration of the offeror as an LSA concern. If the offeror is 
awarded a contract as an LSA concern and would not have otherwise 
qualified for award, the offeror shall perform the contract or 


b. 
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cause the contract to be performed in accordance with the obliga¬ 
tions of an LSA concern. 

8IF: FAR 52.220-1, 20.103(b) 

1-42. Taxes—-Contracts Performed in U.S. Po s sessio ns or Puerto Rico 
(APR 1984)’ ‘ 

The term "local taxes," as used in the Federal, State, and local taxes 
clause of this contract, includes taxes imposed by a possession of the 
United States or by Puerto Rico. 

REF: FAR 52.229-5, 29.401-5 

1-43. Notic e of Requirement for Affirmative Ac tion t: o Ensu r e Equal. Employment 
Opportunity (APR 1984) 

a. The offeror's attention is called to the Equal. Opportunity clause 
and the Affirmative Action Compliance Requirements for Construction 
clause of this solicitation. 

b. The goals for minority and female participation, expressed in per¬ 
centage terms for the Contractor's aggregate workforce in each 
trade on all construction work in the covered area, are as 
follows: 


Goals for Minority Participation Goals for Female Participation 
_,__ for Bach Trade.., _ . . __ _ _for Each T rade___ 

19.6 percent 6.9 percent 


These goals are applicable to all the Contractor's construction 
work performed in the covered area. If the contractor performs 
construction work in a geographical area located outside of the 
covered area, the Contractor shall apply the goals established for 
the geographical area where the work is actually performed. Goals 
are published periodically in the Federal Register in notice form, 
and these notices may be obtained from any Office of Federal Con¬ 
tract Compliance Programs office. 

c. The Contractor's compliance with Executive Order 11246, as amended, 
and the regulations in 41 CFR 60-4 shall be based on (1) its im¬ 
plementation of the Equal Opportunity clause, (2) specific affirma¬ 
tive action obligations required by the clause entitled "Affirma¬ 
tive Action Compliance Requirements for Construction," and (3) its 
efforts to meet the goals. The hours of minority and female 
employment and training must be substantially uniform throughout 
the length of the contract, and in each trade. The Contractor 
shall make a good faith effort to employ minorities and women 
evenly on each of its projects. The transfer of minority or female 
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employees or trainees from Contractor to Contractor, or from pro¬ 
ject to project, for the sole purpose of meeting the Contractor's 
goals shall be a violation of the contract. Executive Order 11246, 
as amended, and the regulations in 41 CFR 60-4. Compliance with 
the goals will be measured against the total work hours performed. 

d. The Contractor shall provide written notification to the Director, 
Office of Federal Contract Compliance Programs, within 10 working 
days following award of any construction subcontract in excess of 
$10,000 at any tier for construction work under the contract 
resulting from this solicitation. The notification shall list 
the— 

1. Name, address, and telephone number of the subcontractor; 

(a) Employer identification number of the subcontractor; 

2. Estimated dollar amount of the subcontract; 

3. Estimated starting and completion dates of the subcontract; and 

4. Geographical area in which the subcontract is to be performed. 

e. As used in this Notice, and in any contract resulting from this 
solicitation, the "covered area" is Santa Clara County, California. 

REF: FAR 52.222-23, 22.810(b) 

I-44. Workwe ek —Construction Schedule 

The Contractor shall, within ten days after receipt of a written 

request from the Contracting Officer and prior to award, submit in 

writing for approval: 

a. A construction schedule showing the order in which he proposes to 
carry on the work indicating the periods during which he will per¬ 
form work on each item listed in the bid schedule. 

b. The hours and days he proposes to carry out the work. The maximum 
workweek that will be approved is ten hours a day, Monday through 
Saturday, include daily starting and stopping times. Failure to 
submit the proposed construction schedule and days and hours of 
work within the time specified may be cause for rejection of the 
bid. 

1-45. Seasonal Shut down 

a. In the event work on this contract extends into the winter season, 
which is December 1 to approximately February 2 0. contract work may 
be suspended. The Contracting Officer will determine when condi¬ 
tions warrant suspension of work for the season and will issue a 
suspend work order. He will determine when conditions warrant an 
end to the seasonal shutdown. He will notify the Contractor at 
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least seven calendar days before work is to be resumed by issuance 
of a resume work order. 

b. With approval of tbe Contracting Officer, the Contractor may sche¬ 
dule and work on any contract item during the seasonal shutdown 
without charge to performance time. If for any reason the Con¬ 
tracting Officer suspends work on contract; items so approved, the 
Contractor shall not be entitled to any adjustment in contract 
price or performance time because of such suspension. Work of an 
emergency, protective or maintenance nature may be performed at any 
time without prior approval of the Contracting Officer., 

c. The contract completion date shall be extended one day for each 
calendar day of the actual seasonal shutdown period. 
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SECTION J - DOCUMENTS. EXHIBITS. AND OTHER ATTACHMENTS 

J-l. List of Documents. Exhibits, and Other Attachments 


Listed below are all of the 
of, this contract: 

documents attached to, 

and forming a part 

Exhibit or Attachment 

Number of Pages Date 

Wage Determination 

No. CA84-5001 

15 

3/84 

SCS Supplement to OSHA 

Parts 1910 and 1926 

6 

4/84 

Drawings No. CA-E-23926 

10 

5/84 


REF: FAR 14.201-4, 5.406.4 
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PAINTERS: (Cont'd) 




(Confc *d): 



Roofers 

516.75 

S6.17 

$18.70 

$5.75* 

31 

Area 7s 




Area 2: 



Mastic Workers; Kettle- 



Brush 

$20.53 

$5.38 


Traffic Delineating 



men (2 kettles w/o 




Spray; Sandblasting; 




Device Applicator; 



pumps) 

17.00 

6.37 

22.00 

5.75+ ! 

31 

5.75* 

31 

Steam Cleaning 

21.03 

5.38 


Wheel Stop Installer; 



Bitumastlc; Enamelers; 



j Drywall Finisher 

21.53 

5.38 


Traffic Surface Sand¬ 


1 

S plpewrappers; Coal 



24.75 

Brush (exterior stage! 




blaster 

$12.37 

$ 1.55+b 

Tar Build-up 

18.75 

6.37 

5, 6, and 7 story 




Striper 

13.57 

' 1.55+b 

Area 2 

16.94 

3.13 


buildings; Erected 




Slurry Seal Operation: 


! 

Area 3 

14.80 

3.34 

18.28 

4.74 + 

31 

4.74 + 

u 

4.74+ i 

steel over 50 ft. 

21.81 

5.38 


Mixer Operator 

12,37 

1.55+b 

Area 4 

15.30 

3.35 

Paperhangers 

21.53 

5.38 


Squeegee Man 

10.60 

1 . 55+b 

Area 5: 



20.57 

Area 8: 




Applicator Operator 

10.60 

1.55 + b‘ 

Roofers 

16.00 

6.64 

Brush; Pot Tenders? 




Top Man 

6.91 

1. 5 5 * bj 

Mastic Workers; Kettle- 



22.85 

Roller?; 

9.80 

1.35 


PLASTERERS: 


- 1 

men (2 kettles w/o 



31 I 
4.74+ ; 

31 j 

Spray; Sandblaster; 




Area 1 

19.63 

5.88 

pumps) j 

1 16.25 

6.64 

25.14 

Structural Steel; 


1.35 


Area 2 

20.18 

7.65 

Bitumastlc; Enamelers; 

| 


Swing Stage; Tapers 

10.30 


Area 3 

16.06 

5.91 

plpewrappers; Coal 



20.52 

6.10 ; 

Area 9: 

19.79 

5.38 


Area 4 

16.63 

5.44 

Tar Pitch 

is.oo : 

6.64 

Brush 

a 

Area 5 

18.44 

6.58 

Area 6 

10.32 

1.15 

13.12 

3.47 | 

Spray 

20.29 

5. 3B 


Area 6 

1$.55 

6.94 

Area 7, 

19.10 

.4.00 

Spray (coating) and 

20154 



Area 7 

18.81 

3.61 

Area.8: 





Paperhangers 

5.38 


Area 8 

14.30 

7.45 

J Roofers 

16.80 

6.09 

13.39 

4.60 

Tapers (paint) 

20.18 

5.38 


PLASTERERS' TENDERS: 



1 Mastic Workers; Kettle- 



14.14 

4160 

Area 10: 

11.08 

2.67 


Area 1 

13.62 

5.05 1 

| men (2 kettles w/o 



Brush 


Area 2 

16.85 

5.01 

pumps) ' 

17.25 

6.09 



Spray; Sandblasters; 




Area 3 

13.84 

5.45 

Bitumastlc; Enamelers; 



13.79 1 

4.60 

Structural Steel; 




Area 4 

13.71 

4.45 : 

1 Plpewrappers; Coal 




I Swing Stage; Tapers; 


2.47 


Area 5 1 

13.27 

4.45 ■ 

i Tar 

18.80 

6.09 

15.22 

1.59 

Paperhanoers 

11.33| 


Area 6 

13.82 

1 4.45 

Area 9: 



PARKING LOT STRIPING WOr! 

\ 



Area 7 

17.50 

4.05 

i Roofers (slate, tile 



, 


and/or HIGHWAY MARKERS: 




Area 8 

16.15 

3.10 

and composition) 

14.45 

7.34 



Area li . 




Area 9 

13.75 

4.45 

1 Enameler and Pitch 

16.45 

7.34 

15.72 

1.59 

Traffic Delineating ] 




Area 10 

14.95 

2.70 

1 Area 10: 



Device Applicator 

14.48 

■ 1.65 + 


PLUMBERS: 



i Roofer; Kettleman 



16.20 

2.57 

2.57 

Wheel Stop Ipstaller;! 


b 


Area 1 

25.41 

5.43 ! 

' (1 kettle) 

15.83 

5.92 

17.20 




Area 2 

25.86 

6.79 1 

Kettlemen (2 kettl*53» 

1 16.83 

! 5.9 2 

Traffic Surface 




PLUMBERS; Steam^itters: 



Bitumastic; Enamelers; 



16.70 

2.57 

Sandblaster; Striper 

13.95 

1.65 + 


Area 1 . 

19.72 

6.71 

Coal Tar; Pitch and 





b 


Area 2 

20.34 

2.43 

Mastic » ' 

17.03 1 

5.92 

20.58 

21.38 

4.18 

4.10 

Slurry Seal Operation: 

13.95 

1.65+ 


Area 3 

26.64 

8.30 

SHEET METAL WORKERS; 



Mixer Operator 


Area 4 

22.03 

6.55 

Area 1 

25.73 

5.04 



b 


Area 5 

26.40 

5.84 

Area 2 

16.93 1 

4.67 

20.08 

21.38 

4.id 
4.18 

1 Squeegee Man; Appli¬ 




Area 6 

16.47 

9.15 

Area 3 

17.54 

4.55+ 

cator Operator; and 




Area 7 

24.17 

7.00 

/ 


121 

Shuttlenan 

12.37 

1.65 + 


Area 8 

23.36 

6.47 | 

Area 4 

18.25 i 

4.32 

17.45 

1.95 

Top Man 

10.39 

b 

1.65 + 





Area 5 

Area 6 

20.57 

17.80 

6.86 

3.76 

17.95 

1.95 


\ 

b 





Area 7 j 

26.18 j 

4.74 

17.70 

1.95 











18.20 

*1.95 | 

' , 



i 
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Pur^e 

SenelitB 

SHEET METAL WORKERS s (Cont 

Hourly 

d!?"* 

|mi(iil 

LABORERS; (Cont'd Area 1) 
Gunnite Laborers: 

Hourly 

HtUi 

Area 0 

$18.36 

$4.22 



Area 9 

25.06 

5.32 


|$!5.Q2 

$5.11 

Area 10 

22.16 

4.70 

Group 2 

14.43 

5.11 

Area 11 

21.76 

6.52 

Group 3 

14.41 

5.11 

Area 12 

24.51 

0.04 

Wrecking Work; 



Area 13 

25.73 

5.14 

Group 1 

3 4.56 

i*. *i 

5.11 

SOFT FLOOR LAYERSi 




s. a 

Area 1 

16.01 

3.00 

Group 3 

14.31 

5.11 

Area 2 

13; 74 

.90 

Area 2 



Area 3 

19.42 

3.93 


13.56 

5.11 

Area 4 

11.96 

2.2? 

Group 1-a 

Group 1-b 

13.705 

5.11 

fsPRINKLKR FITTERS : 



14 .06 

5.11 

Area 1 

26 2 72 

7.29 

Group 1-c 

13,61 

5.11 

Area 2 

21.87 

3.23 

Group 1-d 

13,81 

5,11 

STEAMPITTERS: 



Group l-e 

14.11 

5. 1 1 

Area l / 

29,16 

4.4? 

Group l-£ 

14.143 

5,11 

rEB.RAZ.ZO WORKERS? 



Group 2 

13.41 

5.11 

Area 1 

20.52 

£.10 

Group 3 

13.31 

5.11 

Area 2 

17.53 

3.46 

Group 4 

8.00 

5.11 

Area 3 

20.25 

2 S’ 1 

Gunnite Laborers; 



iiLE bettersi 



Group 1 . 

14.02 

5.11 

Area 1 

20.76 

4.17 

Group 2 

13.43 

5.11 

Area 2 

ie .02 

3.05 

Group 3 

13.31 

5.11 

TEHRAZZO WORKERS and 



Wrecking Work? 


, 

TILE 8ETTERS t 



Group 1 

13.56 

5.11 

Area 1 

16.15 

2.90 

Group 2 

13.41 

5.11 

Area % 

TERRAZZO FINISHERS? 

Area li 

20.23 

3.69 

Group 3 

13.31 

M 1 

Terrazzo Finishers 

15,0! 

3.46 




Baao Machine Operator 

16.51 

3,10 




TILE FINISHERS: 

Area 1 

LABORERS! 

13.90 

4.73 

. 



Tunnel t Shaft Laborers? 






Group 1 

17.46 

5.11 




Group 2 

17.1)3 

5. 11 




Group 3 

16.78 

5.11 




Group 4 

Honaemoving Laborers? 

16.62 

5. Jl 




Group 1 

13.56 

5.11 




LABORERSi 






Area It 






Group 1 

14.56 

5.1! 




Group 1-a 

14.785 

5.11 




Group 1-b 

13.06 

5.It 




Group 1-c 

14.61 

5.11 




Group 1-d 

14.81 

5.11 




Group i-e 

15.11 

5.11 




Group l-£ 

13.145 

3.11 




Group 2 

14.41 

5.11 




Group 3 

14.31 

5 . a 




Group 4 

0.00 

5.11 

6 
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POWER EQUIPMENT OPERATORS*i 


Peg® 1 


Group 

1 

Group 

2 

Group 

3 

Group 

4 

Group 

% 

Group 

6 

Group 

7 

Group 

8 

Group 

9 

Group 

10 

Group 

10-A 

Group 

11 

Group 

11-A 

Group 

11-B 

Group 

U-C 


FRINGE BENEFITS; 

TOI 


♦Residential Construction 3 stories 
hnd under to be paid tht Area 1 
rate. 

DREDGING - SCHEDULE I 
Clamshell and Dipper Dredging 
(Hew Construction)? 

Group 1 
Group 2 
Group 3 
Group 4 
, Group 4-A 

DREDGING - SCHEDULE! It 
Hydraulic Suction Dredging and all 
other Dredging! 

Group A“I 
Group A-2 
Group a- 3 
Group A-4 


FRINGE BENEFITS: 
$ 6.56 


AREA 1 

AREA 2 

AREA 3 

AREA 4 


e«tu 

B«*i« 

Basic 

Satis 

Beats 



Maori? 



fidtt 

Hates 

Ra»aa 

8*i*t 

Ratat 

514.0S 

$16.05 




14.55 

16.55 




14,85 

16.85 

s 



15.62 

17.62 




15.92 

■17.92 




16.13 

18.13 



i 

16.35 

10.35- 




16.97 

16,9? 




17.281 

19.28 




17.60 

19.60 




17.77 

19.77 




18.01 

20.01 




19.65 

21.65 




20.04 

22.04 



' 

20.05 

22.05 

‘ 



14.11 

15.37 

15.75 

16.11 


17.01 

16.37 

14 ,T5 

19.17! 

17.01 

18.37 

18.75 

19.171 

18.06 

19.43 

15.30 

:d.i5i 

19.68 

21.06 

21.49 

a.3a 


34.0* 

15.35 

15.71 

16.09 


15.45 

16.76 

17.16 

17.54 


16.36 

17.72 

18.12 

18.50 


17,60 

18.98 

19.35 

19 r 74 




• cuoioi xve^jLsier / vol 43, no. 63 / Friday, March 30, 1984 / Notices 



DECISION NO. CAS4-5001 

j 

POWER EQUIPMENT OPERATORS I 
DREDGING (Cont.’d) 

TOW BOATS! 

Work on Be 1f-propelled 
vessels (except Skiffs 
powered by outboard 
motors) engaged in towing 
vessels and water borne 
craft or in the trans¬ 
portation by water of 
personnel, materials, 
equipment and supplies: 
Deckhand/Mechan'ics 
Operator Mechanic/ 

Watch Engineer 
Work on self-propelled 
vessels)j 
Boat Operators 

! PILEDRIVING: 

'Group 1 
jGroup 1A 
Group IB 
Group 2A 
Group 2B 
Group 2C 
Group 20 
|Group 3 

Group 3A ) • / 

Group 4 
■Group 5 
Group 6 

; STEEL ERECTION: 

(Group 1 

: Group 2 , 

jGroup 3 
Group 4 
Group 4A 
Group 5 

Group 6 / 

Group 7 ' 

Group 8 
Group 9 


$10.86 $3.37 
12.17 3.86 


12.17| 3.86 


14.12 8.75 

14.61 8.75 

14.90 8.75 

14.90 8.75 

15.68 8.75 

15.98 8.75 

16.20 8.75 

16.41 8 .15 

17.04 8.75 

17.82 8.75 

18.081 8.75 
19.711 8.75 


17.46' 8.75 
18.18 8.75 


TRUCK DRIVERS 1 
Croup 1 
Group 2 
Group ) 

' Group 4 
jGroup 5 
Group 6 
1 Group 7 
I Group 8 
j Group 9 
I Group 10 
Group 11 
Group 12 
l Group 13 
t Group 14 
I Group 15 
' Group 16 
. Group 17 
Group 18 
' Group 19 
Group 20 
Group 21 ’ 

Group 22 
' Group 23 
j Group 24 
'Group 25 , 

Group 26 
Group 27 
I Group 28 
' Group 29 
1 Group 30 
I Group 31 
Group 32 
j Group 33 
Group 34 
Group 35 
Group 36 
Group 37 
Group 33 


517.55 < 
17.63 

17.65 

17.66 

17.67 

17.68 
17.70 

17.72 

17.73 

17.75 

17.76 

17.80 

17.81 

17.82 

17.85 

17.86 

17.87 

17.89 

17.90 
17.91! 
17.96 1 
17.991 
18.00! 
18.09 
18.10 
18.10 
18.11 
18,15 

18.19 

18.20 
18.23 
18.29 
18.22 
18.44 
18.54 
18.59 

18.74 
1 18.89 
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WELDERS - receive rate prescribed for craft performing operation 
to which welding la Incidental 


FOOTNOTES I 

a. Employer contributes 89 of basic hourly rate for over 5 years' 
service, and 69 of basic hourly rate for 6 months' to 5 years' 
service as Vacation Pay Credit. SI* Paid Holidays: New Year's 
Day: Memorial Day: Independence Day: Labor Dayi Thanksgiving 
Dayj Christmas Day 

b. Employer contributes $.32 per hour to Holiday Fund plus $.22 
per hour to Vacation Fund for the first year of employment: 

1 /ear but less than 5 years $.42 per hour to Vacation Fund; 

5 years but less than 10 years*$.60 per hour to Vacation 
Fund; over 10 years $.80 per hour to Vacation Fund 


AREA DESCRIPTIONS 

BRICKLAYERS; STONEMASONS; 

Area 1; Del Norte, Humboldt, Lake, Marin, Mendocino, Napa, 

San Francisco, San Mateo, Siskiyou, Solano, Sonoma, and Trinity Cos. 
Area 2: Alameda and Cpntra Costa Counties 

Area 3: Fresno, Kings, Madera, Mariposa, and Merced Counties 
Area 4: Butte, Colusa, El Doradg, Glenn, Lassen, Modoc, Nevada, 

Placer, Plumas, Sacramento, Shasta, Sierra, Sutter, Tehama, Yolo, 
and Yuba Counties 

Area 5; Monterey and Santa Cruz Counties 
Area 6: San Benito and Santa Clara Counties 

Area 7; Alpine, Amador, Calaveras, San Joaquin, Stanislaus, and 
Tuolumne Counties 
Area 8; Tulare County 

BRICK TENDERS: 

Area 1: Amador, El Dorado, Nevada, Placer, Sacramento, and Yolo Cos. 

Area 2: San Francisco and San Mateo Counties 

Area 3: Ftenso, Kings, Madera, and Tulare Counties 

Area 4: Remaining Counties 

Area 5: Marin County 

Area 6: Alar.eda and Contra Costa Counties 

, Area 7: Santa Cruz County 
Area 8: San Benito and Santa Clara Counties 

[Area 9: (Residential construction of 2 stories or -less) Monterey 
and Napa Counties 

CARPENTERS: 

Area 1: Alameda, Contra Costa, Marin, Napa, San Benito, San Franclsbo, 
San Mateo, Santa Clara, Solano and Sonoma Counties 
Area 2: Alpine, Amador, Butte, Calaveras, Colusa, Del Norte, El Dorado, 
Fresno, Glenn, Humboldt, Kings, Lake, Lassen, Madera, Mariposa, 
Mendocino, Merced, Modoc, Nevada, Placer, Plumas, Sacramento, 

San Joaquin, Shasta, sierra, Siskiyou, Stanislaus, Sutter; Tehama, 
Trinity, Tulare, Tuolumne, Yolo, and Yuba Counties 
Area 3: (Residential; Calaveras, Marioosa, and Merced Counties 
Area 4: Monterey and Santa Clara Counties 
Tires 5: (Residential) Del Notte and Humboldt Counties 
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AREA DESCRIPTIONS (Cont'd) 

DRYKALL INSTALLERS/LATHERS I 
Residential: . 

Area li Calaveras, Mariposa, Merced, and Tuolumne Counties 

ELECTRICIANSi 

Area 1: Alameda County 

Area 2: Amador, Colusa, Sacramento, Sutter, Yolo, and Yuba Counties) 
Alpine, El Dorado. Nevada, Placer, and Sierra Counties (those por¬ 
tions west of the Sierra Mountain Watershed) 1 
Area 3: Alpine, El Dorado, Nevada, Placer, and Sierra Counties 
(those portions east of the Main Watershed Divide) 

Area 4: Butte and Glenn Countlesi Lassen County (excluding the , 

Sierra Army Depot (Iierlong) ; Modoc, Plumas, Shasta, Siskiyou, 

Tehama and Trinity Counties 
Area Si Calaveras and San Joaquin Counties 
Area 6: Contra Costa County 
Area 7i Del Norte and Humboldt Counties 
Area 8i Fresno, Kings, Maddta, and Tulare Counties 
Area 9i Lake, Matin, Mendocino, and Sonoma Counties 
Area 10s Mariposa, Merced, Stanislaus, and Tuolumne Counties 
Area 1): Monterey, San Benito, and Santa Cruz Counties 
Area 12s llapa and Solano Counties 
Area 13: Santa Clara County 
Area 14s San Francisco County 
Area 15i San Mateo County 

Area 16 1 Sierra Army Depot (Iierlong) in Lassen Countie* 

GLAZIERS* , ' ‘ ' 

Area I; Alameda, Contra Cost*,. Monterey, Napa, San Benito, Santa Clara, 
and Santa Cruz Countiei 

Area 2i Alpine, Amador, Butte, Calaveras, Colusa, El Dorado, Glenn, 
Lassen, Modoc. Nevada. Placer, Plumas, Sacramento, San Jbaquin, 

Shasta, Sierra, Siskiyou, Solano, Stanislaus, Sutter, Tehama, 

Tuolumne, Yolo, and Yuba Counties 
Area 3t (Residential) Sutter and Yuba Counties 

Aroa 4: (Residential) Actadbr, Calaveras, El Dorado, NevSda, Placet, 
Sacramento, San Joaquin, Solano, Tuolumne, and Yolo Countiei 
Area 5i Fresno, Madera, Mar loose, Merced, Kings, and Tulare Ccunklei 
Area 6: Del Norte and Humboldt Countiei 

Area 7i Lake, Marin, Mendocino, San Francisco, San Mateo, and Sonoma 
Counties 

LINE CONSTRUCTION! 

Area li Contra Costa County 

Area 2: Del Norte, Modod, and Siskiyou Counties: 

Group 1: Cable Splicer, Leadman Pole Sprayer 
Group 2 j Lineman, Pole Sprayer, Heavy Lina Equipment 
Man, Certified Lineman Welder 
♦Group ll Tree Trimmer 
Group 4: Line Equipment Man t 

Group 5: Head Groundiran, Powderman, Jackhammer Man 
•Group 6: Head Groundman (Chipper) 

Group 7: Groundman 

•Groups 3 and 6 receive BASE RATE (ZONE 1) ONLY (no Zone 
Differential) 
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LINE CONSTRUCTION: 
Area 2: (Cont'd) 
Zone Definitions: 


AREA DESCRIPTIONS (Cont'd) 
(Cont’d) 


Zone 1; 0 to 3 miles radius from the geographical 
eenter of Aituroa and Yreka, California 
Zone 2: 3 to 20 miles radius 
Zone 3; 20 to 35 miles radius 
Zone 4: 35 to 50 miles radius j 


i 




Zone 5: Over 50 miles radius 

BASE RATE (ZONE 1) la paid when working out of employer’s Permanent Shop 
Area 3: Fresno, Kings, Madera, and Tulare Counties 
Area 4: Calaveras and San Joaquin Counties, 

Area ii Mariposa, Merced, Stanislaus, and Tuolumne Counties 

Ares 6: Monterey, Bar, Benito, and Santa Crut Counties 

Area 7: Napa and Solano Counties ' ; 

Area 8: Butte, Glenn, Lassen, Plumaa, Shadts, Tehama, and Trlrtlty Cos. 
Area Si Alameda County 

Area 10: Amador, Colusa, Sacramento, SUttet, Yolo, and Yuba Counties) 
Alpine, El Dorado, Nevada, Placer, and Sietfa COuntlee (those portions 
west Of the Main Siarra Mountain Watershed) . i 

Area 11: San Mateo County 
Area 12s Humboldt County 
Area 13: San Francisco County 
Area 14: Santa Clara County 

Area 15: Lake, Matin, Mendocino, and Sonoma Counties 


MARBLE FINISHERS: 

Area 1: Alameda, Alplnt, Atnedor, Butte, Calaveras, Colusa, Contra' Coats, 
Del Norte, El Dorado, Glenn, Humboldt, Lake. Larsen, Marir., Ueniiccinn, 
Modoc, Monterey, Napa, Nevada, Placer, Floras, Sacramento, San Jcauuin, 
San Mateo, Santa Clara, Santa Crul, Shasta, Sierra, Siskiyou, Solano, 
Sonoma, Sutter, Tehama, Trinity, Yolo and Uta Counties, and the City 
and County of San Francisco , San Benito County 

PAINTERS: 

Area I: Alpine, Amador, Calaveras, and San Joaquin Counties 
Area 2: Fresno, Kings, Madera, and Tulare Counties 
Area 3: Maripcsa. Merced, atjRlslaus, and Tuolumne Counties 
Area 4: San Benito, San Mateo, and Santa Clara Counties 
Area 5i Monterey and Sants etui Counties 

Area 6: Lassen County (that portion that lies eastward of Highway 
1395, northward to and including Hohey Lake)) Lake Tahoe Are# 

Area 7: Lake, Matin, Mehdocino, San Francisco, and Sonoma Counties 
Area 8: Butte, Colusa, and Glenn Counties: Lassen County (excluding 
the extreme SE corner) ) Modoc, Plumas, Biiaste, Siskiyou, Sutter, 

Tehama, Trinity, and Yuba Counties 
Area 9: Alameda, Cdntra Costa, El Dorado, Napa, Nevada, Placer. 
Sacramento/Sierra, Solano, and Yolo Counties (excluding portions 
of Counties in the Lake Tahoe Area) 

Area 10: Del Norte and Humboldt Counties 


& 

£ 



rcumw rvcgisitrr / vujl rso. oa / rnoay, iviarcn ju, lawt / tvoucbs 
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AREA DESCRIPTIONS (Cont'd) 

PARKING LOT STRIPING WORK and/or HIGHWAY MARKERS! 

Area li Fre3no, Kings), and Tulare Counties 
Area 2i Remaining Counties 

PLASTERERS! 

Area li Alameda and Contra Costa Counties 
Area 2i San Francisco and San Mateo Counties 

Area 3i Alpine, Amador, Butte, Calaveras, Colusa, El Dorado, Glenn, 
Lassen, Hodoc, Nevada, Placer, Plumas, Sacramento, San Joaquin, 
Shasta, Sierra, Siskiyou, Sutter, Tehama, Trinity, Yolo and Yuba Cos. 
Area 4i Del Notte, Humboldt, Lake, Marin, Mendocino, Napa, Solano, 
and Sonoma Counties 

Area 5i San Benito, Santa Clara, and Santa Crui Counties 
Area 6: Fresno, Kings, Madera, and Tulare Counties 
Area 7s Monterey County 

.Area 8i Mariposa, Merced, Stanislaus, and Tuolumne Counties 
PLASTERERS' TENDERS: 

Area ll Alameda and Contra Costa Counties 

Area 2: Fresno, Kings, Madera, and Tulare Counties 

Area 3: San Francisco and San Mateo Counties 

Area 4: Alpine, Amador, El Dorado, Nevada, Placer, Sacramento, 

Sierra and Yolo Counties 
Area 5i Calavaras and San Joaquin Counties 
Arbi fe:' MAtlh CaUrik/ 

Area 7: Monterey County 

Area 8! San Belli to, flftntA ClatA ihd SaHla CfU* CoUhtlbB 
Area 9i SotaHb County 

Area 10 i Napa CdUHty , , 

pLUMeI'3 I 

Area 1: Alameda County 
Atea 2i cohitA costa Cduhty 

PLUMBERS| STSAMSitTER3I 

Area li Amador County (Hdtthbrn half); El bdtodo, M*VAdi, SirframfeHtd) 
and Volo CountiAA (eaclUdihg Lika tAhoA Riba), Slatre toUHty 
Area 2i Lake TaHob Atea , ' 

Atea li Hat Ih'i Mendocino, San Francisco, and Sonoma Counties 
Area 4| Alpine County; Amador County (southern portion); Butte, 
Cdiaueraa, ColUfeA, FteAhd, dlflnh, kinds, Lassen, Madera, Mariposa, 
Merced, Modoc, Monterey, PlumaS, SdH Joatjlilh, BaritJ Ctill; ShASkA, 
flifetta; BlslklydU, flkAitlaiAUS; flutter, Tehama, Trinity, Tulare, 
Tuolumne, and Yuba Counties 
Ar#A Si LakA, Napa, and Solano Counties • 

Area 6i Del Norte Ahd HUhtlidldt CburitieS 

Area 7| San Behito and SantA Clara Counties ) 

Area 8i San Mdteo bounty 

ROOFERS• j 

Area li ftlAKieda Arid CbntiA CdstA CdUritlaA 
ArbA ll Alpine, Calaveras, Mariposa, Merced, San Joaquin, 

Stanislaus, and Tuolumne Counties 


• ' / 


v 
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AREA DESCRIPTIONS (Cont'd) 

ROOFERS! (Cont'd) 

Area 3: Butte, Colusa, F.l Dorado, Glenn, I.assen, Modoc, Placer, 

I Plumas, Shasta, Sierra, Siskiyou, Sutter, Tehama, Trinity, and 
Yuba Counties 

Area 4i Fresno, Kings, Madera, and Tulare Counties 

Area 5i Lake, Marin, Mendocino, Napa, Solano, and Sonoma Counties 

Area 6i Del Norte and Humboldt Counties 

Area 7i Monterey and Santa Cruz Counties 

Area 8i San Francisco and San Mateo Counties 

Area 9‘. Amador, Sacramento, and Yolo Counties 

Area 10: San Benito and Santa Clara Counties 

SiiEET MEtal Workers! 

Area it Alameda and Contra Costa Counties 

Area 2i Alpine, Calavetas, and flan Joarjuin Counties, 

Area 3i Artiador, Butte, Colusa, EL Dorado, Glenn, Modoc, Pluma 3 , 
Sacramento, Shasta, Sierra, Siskiyou, Sutter, Tehama, Yolo, and 
Yuba Counties 

Area 41 Matipdsa, Merced, flkanisLaiia, and tboluhme Counties 

Area 5i Monterey and 8ao Benito Counties 

Area Si Dei Motte, Huitibbldt, And ‘Trinity Counties 

Area 7i San Mateo Countv 

Atea 0i FreUnd, kings, Madera, arid Tulare Counties 
Atea 9: SAn trarililsco Cotlnky 

Area 10i Marin, Mendocino, Sonoma, and Lake Countiea - 

Area ii! Santa Crur Counties 

Area 12t Santa data CoUhty 

Area 11, Napa and Soland Counties 

sofi* btodh LA VENN •. 

Area li Alpine, Anlador, Butte, CalAveras, Colusa, El Dorado, dienn, 
and Ldbaen Counties (ekclbdirig Honey Lake Atea) ; Merced bounty (east 
Of flan Joaquin tHVei) i Billinas, Sacramento, SArt JoagiilH, flhaflta, 
Stanislaus, Sutter, Tehar.ia, Trinity, Tuolumne, Yolo, ,and Yuba 
CbuntieS) El bocado, Nevada, Placer, And Bietra' Counties (these 
portions excluding Lake t.lhoe Atti) 

Area i I Hbiiey LakA Area AHd Lake Tahoe Area 

Area 3i Alamtda, Coritra Costa, Lake, Marin, Mendocino, MercAd, 
MontAtey, Napa, San Behitb, feAn Frahclsco, flah MAtfed, SahlA Clara, 
SAHta Ctui. SolAhd, ahd flbndM CoUntleS 
AteA 4i bel Notkfe ahd Humboldt Countiea 

SPRlNkLER FifTllHfii , - 

Area li Alameda, Contra Costa, Marin, NapA, San Franclacd, flan Mateo, 
Santa Clark, Solano, and Sonoma Counties 
At«A 2i Htmaining CoUntieb 

steamAI'tterAi 

AreA ii Alaheda and Contra CoSta Counties 



I 
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AREA DESCRIPTIONS (Cont'd) 


TERRA220 WORKERS! 

Area 1; Alameda, Contra Costa, Del Norte, Humboldt, take, Marin. 
Mendocino, Napa, San Francisco, San Mateo, Sipkiyou, Solano, 

\ Sonoma, and Trinity Counties 

Area 2: Butte, Colusa, El Dorado, Glenn, Lassen, Modoc, Nevada, 

Placer, Plumas, Sacramento, Shasta, Sierra, Sutter, Tehama, Yolo, 
and Yuba Counties 

Area 3s San Benito and Santa Clara Counties 
TILE SETTERS: 

Area Is Alameda, Butte, Colusa, Contra Costa, Del Norte, El Dorado, 
Glenn, Humboldt, Lake, Lassen, Marin, Mendocino, Modoc, Napa, Nevada, 
Placer, Plumas, Sacramento, San Benito, San Francisco, San llateo, 

Santa Clara, Shasta, Sierra, Siskiyou, Soiano, Sonoma, Sutter, Tehama, 
Trinity, Yolo, and Yuba Counties 

Area 2s Alpine, Amador, Calaveras, San Joaquin, Stanislaus, and 
Tuolumne Counties I 

TERRAZZQ WORKERS and TILE SETTERS: 

Area i: Fresno, Kings, Madera, Mariposa, Merced, and Tulare Counties 
Area 2; Monterey and Santa Cruz Counties i 

TERRAZZO FINISHERS: 1 

Area l: Alameda. Alpino, Amador, Hutle, Calaveras, Contra Costa, 

Del Norte, El Dorado, Glenn, Humboldt, Lake, Lassen, Marin, Mendocino. 
Modoc, 1 Monterey, Napa, Nevada, Placer, Plumas, Sacramento, San Joaquin, 
San Mateo, Santa Clara, Santa Cruz, Shasta, Sierra, Siskiyou, Soiano, 

, Sonoma, Sutter, Tehama, Trinity, Yolo and Yuba Counties, and the , 

City and County of San Francisco, San Benito County 

TILE FINISHERS: ' , 

Area 1: Alameda, Alpine, Amador, Butle, Caleveras, Colula, Contra Costa. 
Del Norte, El Dorado, Glenn, Humboldt, Lake, Lassen, Marin, "ondocirq, 
Modoc, Monterey, '.ana, Nevada, n l3cer, Plumas, Sacramento, S.ar. .lenito, 
San Joaquin, San Mateo, Sanata Clara, Santa Cruz, Shasta. Sierra. 
Siskiyou, Solano, Sonoma, Sutter, Tehama, Trinity, Yolo and Yuba 
Counties, and the City and County of San Francisco 
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Area 1: Alameda, Contra Costa, Marin, San Francisco, San Mateo,, 
and Santa Clara Counties 

Area 2; Remaining Counties 

Group 1: Asphalt Xroners and Rakers; Asphalt Spreader Dozes (ail 
types); Barko, Wacker and similar type Tampers; Buggymobile; Chain- 

•aw, Faller, Logloader and Bucker; Compactors of all types; Concrete 
and Magnesite Mixer, 1/2 yd, and under; Concrete Pan Work; Concrete 
Saw; Concrete Sander; Cribber and/or Shoring; Cut Granite Curb Setter; 
Form Raisers; Slip Forms; Green Cutters, Headerboardmen, Hubsetters, 
Aligners; Jackhammer Operators; Jacking of Pipe over 12 inches: 

Jackson and similar type Compactors; Kettlemen, Potmen and Men 
applying asphalt, lay-kold, creosote, lime, caustic and similar type 
materials; Lagging, Sheeting, whaling. Bracing, TrenchjackIng, hand- 
guided Lagging Hammer; Magnesite, Epoxyresin, Fiberglass, Mastic 
Workers (wet or dry); Perma Curbs; Precast-manhole Setters; Cast-in¬ 
place Manhole Form Setters; Pressure Pipe Tester; Pavement Breakers 
and Spaders, including Tool Grinder; Pipelayers, Caulkers, Banders, 
Plpewrappers, Conduit Layers, Plastic Pipelayers; Post Hole Diggers, 
air, gas, and electric; Power Broom Sweepers; Power Tampers of all 
types (except as shown in Group 2); Ram Set Gun and Stud Gun; Riprap- 
stonepaver and Rock-slingerincluding placing of sacked concrete and/ 
or sand (wet or dry); Rotary Scarifier, Multiple Head Concrete Chipper* 
Davis Trencher, 300 or similar type (and all small Trenchers); Roto 
and Ditch Witch; Roto-tiller; Sandblasters, Potaen, Gunman, Nozzle- 
man; Signalling and Rigging; Tank Cleaners; Tree Climbers; Vibra- 
screed. Bull Float in connection with Laborers' work; vibrators; Dri- 
pak-it Machine; High Pressure Blow Pipe f 1 * or over, 100 lbs. pressure 
and over); Hydro Seeder and similar type; Laser Beam In connection 
with Laborers' work 

Group 1(a): Joy Drill Model TWM-2A; Gaijdener-Denves' Model DK143 and 
similar type drills; Track Drillers; Jack Leg Drillers; Diamond 
Drillers; Wagon Drillers; Mechanical Drillers, all types regardless 
of type or method of power; Multiple Unit Drills; Blasters and Powder- 
men; all work of loading, placing and blasting of all power and ex¬ 
plosives of whatever type regardless of m'ethod used for such iobdina 
and placing; High Scalers (including drilling of same); Tree Tooperi 
Bit Grinder 


Group 1(b): Sewer Cleaners receive an additional $4.00 per day, $5.00 
per day on recently active large diameter sewers or sewer manholes 

Group Me): Burning and Welding in connection with Laborers' work 

Group 1(d): Repair Trackmen and Road Beds (cut and cover work of 
•ubway after the temporary cover has been placed) 

Group 1(e): Laborers on general construction work on or in Bell 

Hole Footings and Shaft 

'Group 1(f); Wire Winding Machine in Connection with Guniting or ' 

Shotcrete - Aligner 
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LABORERS - AREAS 1 and 2 (Cont'd) 

Group 2i Asphalt Shovelers; Cement Dumpers and handling dry cement 
or gypsumi Choke-setter and Digger (clearing Work)) Concrete Bucket 
Dumper and Chuteman; Concrete Chipping and Grinding; Concrete Laborers 
(wet or dry); Chuck Tender; High Pressure Nozzleman, Adductors; Grout- 
crew; Hydraulic Monitor (over 100 lbs. pressure); Loading and unloading, 
carrying and hauling of all rods and materials tor use in reinforcing 
concrete construction; Pittsburgh Chipper and similar type Brush 
Shredders; sloper; Singlefoot, hand held. Pneumatic Tamper; All 
pneumatic, air, gas and electric tool3 not listed in Groups 1 through 
1(f); Jacking of Pipe under 12 inches 

Group 3; All Cleanup work of debris, grounds and buildings Including 
but not limited to street cleanerc; Cleaning and washing windows; Con¬ 
struction Laborers including Bridge and General Laborers; Oumpman; 

Load Spotter; Fire Watcher; Street Cleaners; Gardeners, lloricultuia 1 
and Landscape Laborers; jetting; Limbers; Brush Loaders; Pliers, Main¬ 
tenance Landscape Laborers on new construction; Maintenance; Repair 
trackmen and Road beds; Streetcar and Railroad Construction Track 
Laborers; Temporary air and water lines, Vlctaullc or similari Tool 
Room Attendent; Fence Erectors; Guardrail Erectors; Pavement Markers 
(button setters) 

Group 4i Brick Cleaners; Lumber Cleaners 

GUNHITB 

Group It Nozelcman (including Gunman, Potman); Rodmen, Groundman 

Group 2i Reboundman 

Group it General Laborers 

TUNNED and SHArT WORK 

Grout; It Diamond Driller; Groundman; Gunlte and Shotcrete Nozzlemen; 
Rodmen) Shift Work and Raise (below actual or excavated ground level) 


A 
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LABORERS - AREAS 1 and 2 (Cont’d) 

TUNNEL and SHAFT WORK (Cont'd) 

Croup 2: Hit Grinder; Blaster; Drillers, Powderman-heading; Cherry- 
Pickermen - where oar is lifted; Concrete Finisher in Tunnel; Con¬ 
crete Screed Man; Grout Pumpman and Potman; Gunitc and Shotcrete 
Gunmen and Potmen; Headermen; High Pressure Nozzleman; Miners - 
Tunnel, including Top and Bottom Man on Shaft and Raise Work; 
Nipper Nozzleman on slick line; Sandblaster-Potman (work assign¬ 
ment interchangeable); Steel Form Raisers and Setters; Tlmberman, 
Retimberman - wood or steel or substitute materials therefore; 
Tugger/ 

Group 3i Cabletender; Chucktender; Powderman “ Primer House/ Vib- 
rajormen, Pavement Utbakers 

Group 4; Bull Gang - Muckers, Trackmen; Concrete Crew - includes 
roddlng and spreading! Dumpmen (any method)/ Grout Crew Rebound- 
men; Swamper 


WRECKING WORK 

Group 1; Skilled Wrecker (removing and salvaging of sash, windows, 
doors, plumbing and electric fixtures) 

Group 2 1 Semi-skilled Wrecker (salvaging of other building matdtUls) 

Group 3; Genetal Laborer (Includes all cleanup work, loading lumber, 

' loading and burning ot debris) 


HOUSErtOVING 

Croup Is Skilled llousemoVer 


POWER EQUIPMENT OPERATORS 
AREAS I and II 

Group It Assistahts to Engineers (Brakeman; Fireman; Heavy buty Re¬ 
pairman Tender; Oiler; Deckhand; Signalman; Switchman; Tar Pot Fire¬ 
man); PSrtsman (heavy duty repair shop parts'room) 

Group 2; Compressor Operator; Concrete Mixer (up to and including 1 
y«.ll Cdrwtjydf. Belt Operhtof (tunnel); Flrfrman Hot Plant; Hydraulic; 
Monitor; Mechanical Conveyor (handling building materials)j Mixer Box 
Operator (edherete plant); Pump Operator; Spreader Boxman (with 
acteedS); Tar Pdt fireman (power agitated) 
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POWER EQUIPMENT OPERATORS (Cont'd) 

AREAS I and II (Cont'd) 

Group 3i Box Operator (bunker) ; Helicopter Radioman .(Signalman); Motor- 
Ban; Locomotive <30 tons or under); Oiler; Ross Carrier (construction 
job site); Rotomist Operator; Screedman (except asphaltic concrete 
paving); Self-propelled, automatically applied concrete curing machine 
(on streets, highways, airports and canals); Trenching Machine (maxi¬ 
mum digging capacity S ft. depth); Tugger Holst, single drum; Truck 
Crane Oiler; Seller Tender 

Group <i Ballast Jack Tamper; Ballast Regulation; Ballast Tamper Multi¬ 
purpose; Boxman (asphalt plant); Elevator Operator (inside); Fork Lift 
or Lumber Stacker (construction job site); Line Master; Material Hoist 

(1 drum)| Shuttlecar; Tie Spacer; Towecmobile , 

Group 5: Compressor Operator (over 2); Concrete-Mixers (over 1 yd.); 
Concrete Pumps of Pumpcrete Guns; Generators; Grouting Machine; 

Preasweld (air operated); Pumps (over 1); Welding Machines (powered 
other than by electricity) » 

Group Si ELH Lima Road Pactor or similar; Boom Truck or Dual Purpose 
A-Frame Truck; Concrete Batch Plants (wot or dry); Concrete Saws (self- 
propelled unit) on streets, highways, airports and canals; Drilling and 
Boring Machinery, vertical and horizontal (not to apply to Waterliners, 
Wagon Drills or Jackhammers); Gradesatter, Grade Checker (mechanical or 
otherwise); Highline Cableway Signalman; Locomotives (steam of ovec 30 
tons); Maginnls Internal Full Slab yibrator (on airports, highways, 
canals and warehouses); Mechanical Finishers (concrete) (Clary, Johnson, 
Bidwell Bridge Deck or similar types); Mechanical Burm, Curb and/or Curb 
and Gutter Machine, concrete or asphalt; Portable Crusher; Pout Driver 
(M-1S00 and similar); Power Jumbo Operator (setting slip forms, etc. in 
tunnels); Roller (except asphalt); Screedman (Barber-Greene and similar) 
(asphaltic concrete paving); Self-propelled Compactor (single engine); 
Self-propelled Pipeline Wrapping Machine, Perault, CRC, or similar fcyp»3; 
Slip Focras Pumps (lifting device for concrete forms); Small Rubber Tired 
Tractor; Surface Heater; Self-propelled Power Sweeper; Self-propelled 
Tape Machine; Auger-type drilling equipment, up to and including 30 ft. 
depth digging capacity M.R.C, 

Group 7; Concrete Conveyor or Concrete Pump, Truck or equipment mounted 
(boom length to apply); Concrete Conveyor, building site;,beck Engineers; 
Dual Drum Mixer; Fuller Kenyon Pump and similar types; Gantry Rider (or 
similar); Hydra-hammer (or similar); Material Hoist (2 or mors drums); 
Hechanical Finishers or Spreader Machine (asphalt, Barber-Greene and 
similar);shine or Shaft Hoist; Mixermobiie; Pavement Breaker with or 
without Compressor Combination; Pipe Bending Machine (pipelines only); 
Pipe Cleaning Machine (tractor propelled and supported); Pipe Wrapping 
Machine (tractor propelled and supported); Refrigerationkfelant; Roller 
Operator (finish asphalt); Self-propelled boom type lifting device 
(center mount) (10 tons or less M.R.C.); Self-propelled Elevating Grader 
Plane; Siushet Operator; Small Tractor (with boom); Soil Tester; Truck 
type Loader; Welding Machines (gasoline or diesel) 
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POWER EQUIPMENT OPERATORS (Cont'd) 

AREAS 1 and II (Cont'd) 

Group 8i Armor-Coater (or similar); Asphalt Plant Engineer; Cast-in- 
place Pipe Laying Machine; Combination Slushes and Motor Operator; 
Concrete Batch Plant {multiple units); Dg 2 s?i Heading Shield Ope¬ 
rator; Heavy Duty Repairman and/or Welder; Ken Seal Machine (or si¬ 
milar); Kolman Loader; Loader (up to 2 yds.); Mechanical Trench 
Shield; Portable Crushing and Screening Plants; push Cat; Rubber 
Tired Earth-moving Equipment (up to and Including 45 cu. yds. 

"struck" M.R.C) (Euclids, T-Pulls, DW-10, 20, 21, and similar); Rubber 
Tired Dozer; Self-propelled Compactor with Dozer; Sheepfoot; Timber 
Skidder (rubber tired or similar equipment); Tractor drawn Scraper;’ 
Tractor; Trenching Machine; Tri-batch Paver; Tunnel Mole Soring Ma¬ 
chine; Welder; Woods-mixer, (and other similar Pugmill equipment) 

Group 9i Canal Finger Drain Digger; -Chicago Boom; Combination Mixer 
and Compressor (Gunite); Combination Slurry Mixer and/or Cleaner; 
Highline Cableway (5 tons and under); Lull Hi-lift or similar (20 
ft. or over); Mucking Machine (rubber tired, rail or track type); 
Tractor (with boom) (B-6 or larger and similar) 

Group 10) Doom-type Backfilling Machine; Bridge Crane; Cary-llft 
(or similar); Chemical Grouting Machine, truck mounted; Combi¬ 
nation Backhoe and Loader (up to and including 1/2 cu. yd. M.R.C.); 
Derrick (2 operators required when swing engine resote from Hoist); 
Derrick Barges (except excavation work); Do-mor Loader; Adams Ele- 
grader; Elevating Grader; Heavy Duty Rotary Drill Rig (including 
Caisson Foundation work and Euclid Loader and similar type; Robbins 
type drills; Koehring Skooper (or similar); Lift Slab Machine; 
(Vagtborg and similar types); Loader (2 yds., up to and including 4 
yds.); Locomotive, 100 tons (single or multiple units); Multiple 
Engine Earthmoving Machine (Euclids, Doors, etc. lino tandem Scraper); 
Pre-stress Wire Wrapping Machine; Reservoir-debris lug (self-propelled 
floating); Rubber-tired Scraper, Si lf-loa<itr,g (paddle wheels, etc.); 
Shuttle Car (reclaim station); Single engine Scracer over 41 yds.; 

Soil Stabilizer (P 4 H or equal); Sub-grader (Gurcier or orner airo- 
mocic type); Tractor, Compressor Drill Comoination; Track Laying type 
Earth. Moving Machine ."Ingle engine with Tandem Sc: apers; ; Vra.n 
Loading Station; Trenching Machine, multi-engine w.t.i sloping attach¬ 
ment, Jeffco or similar; Vacuum Cooling Plant; Whirley Crane (up to 
and including 25 tons) 



fo 


Group 10-As Backhoe (Hydraulic)(up to and including l cu. yd. M.R.C.); 
Backhoe (cable)(up to and including 1 cu. yd. M.R.C.); Combination 
Backhoe and Loader (over 3/4 cu, yd. M.R.C.); Continuous Flight Tie Back 
Auger (Crane attached/separate controls); Cranes not over 25 tons, 
Hammerhead and Gantry; Gradails (up to and including 1 cu. yd.); 

Power Blade Operator (single engine); Power Shovels, Clamshells. 
Draglines (up to and including 1 cu. yd. M.R.C.) (Long Boom Pay); 
P.iifcber-tired Scraper, self-loading (Paddle Wheel, twjr. engine); 
Self-propelled Boom-type lifting device (center mount)lover 10 tons 
up to and including 25 tons); CMI Dual Lane Auto Grader SP-3Q or 
similar 
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POWER EQUIPMENT OPERATORS (Cont'd) 

AREAS I and II (Cont'd) 

Group lit Automatic Concrete Slip-form Paver (Gradesetter, Screed- 
man); Automatic Railroad Car Dumper; Canal Trimmer with ditching 
attachments; Cary Lift, Campbell or similar. Continuous Flight Tie 
Back Auger (Crane attached, single controls); Cranes (over 25 tons 
up to and Including 125 tons); Drott Travelift 650-A-l or similar 
(45 ton or over); Euclid Loader when controlled from the Pullcat; 
Highltne Cableway (6ver 5 tons); Loader (over 4 cu. yds., up to and 
including 12 cu. yds.); Miller Formless M-900 Slope P3ver or similar 
(Grade Setter required); Multiple Engine Sqraper (when used as Push 
Pull); Power Blade Operator (multi-engine); Power Shovels, Clamshells 
Draglines, Backhoes, Gradalls (over 1 cu. yd. and up to and including 
7 cu. yds. M.R.C., Long Boom Pay); Rubber-tired Earthmovlng Machines 
(multiple propulsion power units and two or more Scrapers) (up to and 
including 75 cu. yds. Struck M.R.C.); Self-propelled Compactor Boom- 
type lifting device (center mount) (over 25 tons M.R.C.); Single 
engine Rubber-tired Earthmoving Machines (with Tandem Scrapers); Slip- 
form Paver (concrete or asphalt) (Screedman required); Tandem Cats; 
Tower Cranes Mobile (including rail mounted); Trencher (pulling 
Attached shield); Tower Cranes, Universal Liebher and similar types 
(in the erection; dismantling and moving of equipment); Wheel Exca¬ 
vator (up to and including 750 cu. yds. per hour); Whirley Crane 
(over 25 tons); Multi-earthmoving Equipment (up to and including 75 
cu. yds. "struck" M.R.C.); Truck mounted Hydraulic Crane when remote 
control equipped (over 10 tons up to and including 25 tons) 

Group 11-At Band Wagons (In conjunction with wheel excavator); Cranes 
(over 125 tons); Loader (over 12 cu. yds., up to and including 13 cu. 
yds.); Power Shovels, Clamfehells, Backhoes, Gradalls, and Draglines 
(over 7 cu. yds. M.R.C.); Rubber-tired Multi-purpose Earth Moving 
Machines (2 units over 75 cu. yds. “struck" M.R.C.)) Wheel Excavator 
(over 750 cu. yds. per hour) 

Group 11-Bi Loader (over 18 yards) 

Group 11-Ci Operator of Helicopter (when used In erection work)) 
Remote controlled Earthmoving equipment 
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POWER EQUIPMENT OPERATORS (Cont'd) 

DREDGING 

AREA DEFINITIONS FOR SCHEDULES I and II 

Four Centers designatedi City Halls of Oakland, San/Franclsco, 

Sacramento and Stockton, California 
Area li Up to 20 road miles from said Centers 
Area 2t More than 20 road miles to and including 30 road miles 
from said Centers 

Area 3i Outside of 30 road miles from said Centers 

Area 4i An area extending 25 road miles from shoreline of Lake Tahoe 

SCHEDULE I 

CLAMSHELL and DIPPER DREDGING (New Construction) 

Group li Bargeman) Deckhand) Fireman) Oiler 

Group 2s Ddck Engineers) Deck Mate 

Group 3s Welder) Mechanic Welder) Watch Engineer 

Group 4i Clamshell Operator (up to and Including 7 cu. 'yds. 

M.R.C.) (Long Boom Pay) * 

Group 4At Clamshell Operator (over 7 cu. yds. M.R.C.) (Long 
Boom Pay) 

SCHEDULE II 

HYDRAULIC SUCTION DREDGING and all other CLAMSHELL and DIPPER DREDGING 

' i 

Group A-li Bargeman) Deckhand) Leveehand) Fireman) Oiler 

Group A-2: Wlnchman (Stern Winch on Dredge)) Deck Engineer 

Group A-3i Watch Engineer) Welder) Welder Mechanic) Deckmate) 

, Booster Pump Operator (Mud Cat) 

Group a- 41 Leverman) Clamshell Operator 


, PILEDRIVING 

Group 1« Assistant to Engineer (Fireman, Oiler, Deckhand) 
Group 1A< Compressor Operator 

Group lBi Assistant to Engineer (Truck Crane Oiler) 

Group 2Xt Tugger Holst Operator (hoisting material only) 
Group 2Bi Forklift Operator < 
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POWEN EQUIPMENT OPERATORS (Cont'd) 

PILEDRIVING (Cont'dl I 

Group 2Cs Compressor Operator (over 2) s Generators; Pumps (over 4) : 
Melding Machines (powered by other than electricity) 

Group 2Di A-Frames 

Group 3: Deck Engineer (Deck Engineer Operator required when deck 
engine is used); Self-propelled Boom-type lifting device (center 
mount) (10 ton capacity or less M.R.C.i 

Group 3A: Heavy Duty Repairman and/or Welder 

Group 4: Operating Engineer in lieu of Assistant to Engineer 
tending boiler or compressor attached to Crane piledriver: Operator 
of Piledriving Rigs, Skid or Floating and Derrick Barges (Assistant 
to Engineer required); Operator of diesel or gasoline power Crane 
Piledriver (without boiler) up to and including 1 cu. yd. rating 
(Assistant to Engineer required): Self-propelled Boom-type lifting 
device (center mount) (over 10 tons up to and including 25 tons): 
Truck Crane Operator (up to and including 25 tons) (hoisting material 
only) (Assistant to Engineer required) ' 

Group 5: Operator of diesel or gasoline powered Crane Piledriver 
(with boiler! over 1 cu. yd. rating (Assistant to Engineer Re¬ 
quited): Operator of Crane (with steam, flash boiler, pump or com¬ 
pressor attached) (Group 4 Engineer required): Operator of steam 
powered Crawler or Universal type Driver (Raymond or similar) 
(Assistant to Engineer (required) Tfuck Crane Operafcf (oyer 23 
tons) (hoisting material or performing Piiedriving work) (Assis¬ 
tant to Engineer cequired); Self-propelled 3oom-type lifting device 
(aentgr mount) (over 25 tons) (Assistant to Engineer required) 

Group 6: Cranes (over 12S tonsj (Assistant to EpgSpfer jrpquired) 


STEEL ERECTION 

t 

Group 1: Assistant to Engineer (OilsriN 

Group 2: Compressor Operator, Generator, gasoline or diese) drjyep 
(100 K.W. or over) (structural steel or tank construction only) 

Group 3 1 Compressors, Generators an,d/or Welding Hqchinea Qf com¬ 
bination (2 to 6) (Over 6 additional Engineers required) (afructgfpl 
steel or tank erection only! 

Group 4: Heavy Duty Repairman, Tractor Operator 

Group 4A: Combination Heavy Duty Repairman »rsd/or Welder 
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POWER EQUIPMENT OPERATORS (Cont'd) 

I STEEL ERECTION (Cont'd) 

Group 5: Boom Truck o: Dual Purpose A-Frame Truck: Boom Cat; Chicago 
Boomi Crawler Cranes and Truck Cranes (IS tons K.R.C. or less) (Assis¬ 
tant to Engineer required): Self-propelled Boom type lifting device 
(center mount) (IS ton capacity sr less H.R.C.): single drum Hoist: 
Tugger Hoist 

Group 5: Cary Lift, Campbell or similar: Crawler Cranes and Truck 
Cranes (over 15 tons M.R.C.) (Assistant to Engineer required): Der¬ 
ricks (2 Operators)when swing engine remote from hoist); Gantry 
Rider ( or similar equipment) : Hlghline Cableway (Signalman re¬ 
quired): Self-propelled Boom-type lifting device (center mount) 
joyef IQ tong ijp (q (jpif Including 25 tons) j Tower Cranes Mobil* 
Including rail mounted (Assistant to Engineer required): Tower 

iiniyqfs^i hiehhef Unrt EtmjiAf typRS (in the BFBPtlon, dis¬ 
mantling and moving of equipment there shall be an additional 

yperatfn^ Engineer) 

Grqqp 7j Self-pfopq))ed Boom-(ype lifting device {center mount) 

(over |5 tons) (Assistant to Engineer required) 

Group 8i Cranes (over 125 tons) (Assistant to Engineer required) 

Group 9: Helicopter Operator 


TRUCK DRIVERS . 

i 

Group (i Bulk Cement ppr«*rtec (W/W9 ftiigor. MDrtBF 4 y d 4i VAtB? level) S 
Bus or Manhaul Driver: Concrete Pump Machine: Concrete Pump Truck 



hAPh f*te jhUl a pply) | PicKHPSi Skirts <PeMs ho*, yntjPr I yrtk, 
water level): Team Drivers: Tjuck^ (pry Pre-batch Concrete Hi*, 
under 4 yds, water level): Warehousemen 


Group 2: Tearjl^tef Qjjef jWrt/qt {(reaper Sprt/pF Sqfiijcs Man 

Group Ij Bplli Peisent Spreader (w/wo Auger, 4 yd. and under 6 yds. 
water level)l fiqup (( yrtl), fcpd Hn d «f f yds, WfltSf IpVflis Bpmp- 
orete (4 yds. and under 6 yd3. water level): Dumpster (4 yds. 

4nrt under $ V(J#» MBtRF level!) Shirts (Pebrjg f>Q^ ( * yds. and under 
6 yds. water level): Single Unit Flat Rack (2 asle unit): 
Industrial hi ft TfHPh (lHSPh«nical Tailgate): Trucks (Dry ;- 
batch Oor.crcts Ml», 4 yds. and under 6 yds.- water level) . 

i 

Group 4 1 Jetting Truck and Water Truck (under 2.500 gallons; 

Group 5: Road Oil Trucks or Bqq( Mqn 
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TRUCK DRIVERS (Cont'd, 

Group 61 Lift Jitneys, Fork Lift 

Group 7t Transit Hlx, Agitator (under 6 yds.) 

Group 8 : Fuel and/or Grease Truck Driver or Fuelman 

Group 9i Vacuum Truck, under 3,500 gallons 

Group 10r Scissor Truck! Single unit Flat Rack (2 axle unlt)i 
Industrial Lift Truck (mechanical tailgate)! Small rubber tired 
tractor (when used within Teamstets' jurisdiction) 

Group lit Jetting Truck and Water Trucks, 2,500 gallons and 
under 4,000 gallons 

Group 12* Combination Winch Truck with Holsti Transit Ml* Agitator 
(6 yds. and under 8 yds.) 

Group 13i Vacuum Truck, 3,500 gallons and under 5,500 gallons 

Group 14i Rubber-tired Huck Car.(not self-loaded) 

Group I9i Bulk Cement Spreader (w/wo Auger, 6 yds. and under, 8 
yds. water level)» Dump (6 yds. and under 8 yds. water level); 
Dumpcrete (6 yds. and under 8 yds. water level)! Dumpster (6 
yds. and under 8 yds. water level)! Skids (Debris Box, 6 yds. 
and under 8 yds. water level)! Trucks (Dry Pre-batch Concrete Hlx, 
8 yds. and under 8 yds. water level) 

Group IS: A-'Frame, Winch Trucki Buggymoblle; Jetting and Water 
Truck (4,000 gallons and under 5,000 gallons)! Rubber tired Jumbo 

Group 17i Heavy Duty Transport (high bed) 

Group 18i Ross Hyster and similar Straddle Carrier 

Group 19 1 Transit Mix Agitator (8 .yds. through 10 yds.) 

Group 20t Vacuum Truck (5,500 gallons and under 7,500 gallons) 

Group 21t Jetting Truck and Water Truck (5,000 gallons and under' 
7,000 gallons) 

Group 22i Combination Bootman and Road Oiler 

Group 23i Transit Hlx Agitator (over 10 yds. through 12 yds.) 

Group 24 1 Bulk Cement Spreader (w/wo Auger, 8 yds. and Including 
12 yds. water level)! Dump (8 yds. and Including 12 yds. water 
level)! Dumpcrete (8 yds. and Including 12 yds. water level)! 
Self-propelled Street Sweeper with self-contained refuse bini 
Skids (Debris Box, 8 yds. and Including 12 yds. water level)! 

Snow Go. and/or Snow Plowi Truck (Dry Pre-batch Concrete Mix,! 

8 yds. and Including 12 yds. water.level) 
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TRUCK DRIVERS (Cont’d) 

Group 25i Heavy Duty Transport (Gooseneck Lowbed) 

Group 26 1 Transit Mix Agitator (over 12 yds. through 17 yds.) 

Group 27: Ammonia Nitrate Distributor Driver and Mixert Bulk Cement 

Spreader (w/wo Auger, over 12 yds. and Including 18 yds. water level) 
Dump (over 12 yds., and Including 18 yd 3 . water level); Dumpcrete 
over 12 yds. and Including 18 yds. water level)! Dumpster (over 12 
yds. and including 18.yds. water level); Truck (Dry Pre-batch Con¬ 
crete Mix, over 12 yd*. and Including 18 yds. water level) 

\ 

Group 28i Double Gooseneck (7 or more axles); Heavy Duty Transport 
Tiller Man 

Group 29i P.B. or similar type self-loading Truck ' 

Group 30i Transit Mix Agitator (over 14 yds. through 16 yds.) 

Gioup 31i Bulk Cement Spreader (w/wo Auger, ovef 18 yds. and In¬ 

cluding 24 yds. water level); Combination Dump and Dump Trailer! 

Dump (over 18 yds. and including 24 yds. watec level); Dumpcrete 
(over 18 yds. and including 24 yds. water level)! Dumpster (over 
18 yds. And including 24 yds. water level); Skid (Debris Box, over 
18 yds. and including 24 yds. water level)! Transit Hlx Agitator 
(gver 12 yds. through 1$ yds;); Trucks (Dry Pre-batch Concrete Mix, 
over 10 yds. and Including 24 yds. water level) 

Group 32 1 Bulk Cement Spreader (w/wo Auger, over 24 yds. and in- 

• eluding 35 yds. water level); Dump (over 24 yds. and including 35 
yds. water level); Dumpcrete (over 24 yds. and including 35 yds. 
water level)! Dumpster (over 24 yds. and Including 35 yds. water 
level) | DW ID's, 29*8, 21's and other similar Cat type, Terra Co4ra, 
LeTournadul13, Tournarocker, Euclid and similar type eguloment vljn 
pulling r;;el and/or .Grease Tank Trailers or other mlac. Trailer.-: 
Skids (Dearis Box, over 24 yds. and including 35 yds. water level!! 
Trucks (Dry Pre-batch Concrete Mix, over 24 yds. and including '5 
yds water level) 

Group 33* Truck Repairman 

Group 34t Bulk Cement Spreader (w/wo Auger, over 35 yds. and In¬ 
cluding 50 yds. water leve^)i Dump (over 35 yds. and Including 40 
yds. water level)) Dumpcrete (over 3S yds. and ’Including 50 yds. 
water level); Dumpster (over 35 yds. and including 50 yds. water 
level)) Skids (Debris Box, oOer 35 yds. and including 50 yds. 
water level)) Trucks (Dry Pre-batch Concrete Mix, over 35 yds. and 
including 50 yds. water level) i 

Group 35i DW 10js 20’s, 21’s and other similar Cat type. Terra 
Cobra, LeTournapulls, Tournarocker, Euclid and similar type equip¬ 
ment when pulling Agua/Pak or Water Tank Trailers 
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DECISION NO, CA84-50S1 

TRUCK DRIVERS (Cont'd) 

Group 36s Bulk Cement Spreader (w/wo Auger, over 56 yds, and 

• under 6i yds. water level); Dump (over 50 yds. and under 65 yds. 
water level)i Dumpcrete (over 50 yds. and under 65 yds. water 
level)) Dumpster (over 50 yds. and under 65 yds. water level); 
Helicopter Pilot (when transporting snsr. or materials); Skids 
(Debris Bo*, over 50 yds, and under 65 yds. water level); Trucks 
.(Dry Pre-batch Concrete Mix, over SO yds. and under 65 yds. water 
level) 

Group 37i Bulk Cement Spreader (w/wo Auger, over 65 yds. and in¬ 
cluding 80 yds. water level); Dump (65 yds. and including 80 yds. 
water level); Dumpcrete (over 65 yds. and including 80 yds, water 
level); Dumpster (over 65 yds. and including 80 yds. water level); 
Skids (Debris Box, 65 yds. and including 80 yds, water level); 
Trucks (Dry Pre-batch Concrete Mix, 65 yds. and including 60 yds. 
water level) 

Group 38; Bulk Cement Spreader (w/wo Auger, over 80 yds. and in¬ 
cluding 95 yds. water level); Dump (over 80 yds. and including 
?5 yds. water level); pumpcrete (over 30 yds. and including 95 
yds. water level); Dumpster {over 80 yds. and including 95 ycfs. 
water level); Skids (DpprM Box, over 30 yds. and including 95 
yds. water level); Trucks (Dry Pre-batch Concrete Mix, .over 80 
yds. and including 95 yds. water level) 


ARE* qpSCRIPTIQtfS 

FOR 

POWER EQUIPMENT OPERATORS 
. AREAS I and II 

“AREA I: All areas included In the description defined below 
vhip'n is bgspd ppon Township and Range Linos of AREAS I and II. 

Commencing in the Pacific Ocean on the extension of the Southerly 

Unp pf Township 19S. 

Thence Easterly along the Southerly line to Township 19S, 
crossing {hs Mt, Diablo Meridian co tne S.W. corner of 
Township 19S, range 6E, Mt. Diablo Base Lina and Meridian, 

Thence Southerly to the S.W. corner of township SOS, range 6E, 
Thence Easterly to the S.W. corner of township 20S, range 13E, 
Thense Southerly to the S.W. corner of township 21S, range 13E, 
Thence Easterly {o {he porner of township 21S, range 17E, 

Thence Southerly to the S.W. corner of township 22S, range 17E, 
Theppe Easterly to the S.E. cprner of township 323, range 17E, 
Thence Southerly to the S.W. corner of township 23S, range 16E, 
Thence Easterly to the S.E. corner of township 233, range i8E, 
Thence Southerly to the S.W. corner of township 24S, range 19E, 
failing on tiie southerly Line of Kings County, thence Easterly 
along the Southerly Boundary of Kings County and the Southerly 
Boundary of Tulare County, t^a the S.E. corner of township 24S, 
range 29E, 
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AREA DESCRIPTIONS (Cont'd) 

FOR 

POWER EQUIPMENT OPERATORS 
AREAS 1 and II 

Thence Northerly to the N.E. corner of township 218, range 298, 

Thence Westerly to the N.W. corner of township' 21S, range 29E, 
Thence Northerly to the N.E. corner of township 13S, range 28E, 

Thence Westerly to the N.W. corner of township 13S, range 28E. 

Thence Northerly'to the N.E. corner of township IIS, range 27E, 

Thence Westerly to'the N.W. corner of township IIS, range 27B, 
Thence Northerly to the N.E. corner of towhshlp 10S, range 26E, 
Thence Westerly to the N.W. corner of township 103, range 26E, 
Thence Northerly to the N.E. corner of township 9S, range 25B„ 
Thenc® Westerly to the N.W. corner of township'9S, range 25E, 
Thence Northerly to the N.E. corner of township 8S, range 24K, 
Thence Westerly to the N.W. corner of township 8S, range 24E, 
Thence Northerly to the N.E. cornet of township 6S, range 23E, 
Thence Westerly to the S.E. corner of township 5S, range 19E, 
Thence Northerly to the S.E. corner of township 5S, range 19E, 
Thence Westerly to the N.W. corner of township 5S, range 19E, 
Thence NQrtherly to the N.E. corner of township 3S, range lflE, 
Thence Westerly to the N.W. corner of township 3S, range HE, 
Thence Northerly to the N.E. corner of township 2S, range 17E, 
Thence Westerly to the N.W, corner of township 2S, range 17E', 
Thence Northerly crossing the Mt. Diablo Baseline to the N.E. 

corner of township 2N, range 16E, 

Thence Westerly to the N.W. corner of township 2N, range 16E, 
Thence Northerly to the N.E. corner of township 3N, range )fE, 
Thonce Westerly to the N.E. corner of township }ll, range 15E, 
Thence Northerly to the N.E. corner of township 4N, range 14E, 
Thence Westerly to the N.W. corner of township 4H, range HE, 
Thenpe Northerly to the N.E. corner of township 5N, range 13E, 
Thence Westerly to the N.E. corner of township 5N, range 13E, 
Thence Northerly to the N.E. corner of township 10N, range 12S, 
Thence Easterly to the S.E. corner of township 11N, ranee 14IC, 
Thence Northerly to the N.E. corner of township .11N, range 143, 
Thenpe Westerly to the N.E. corner of township 11(1, range lu'i. 
Thence Northerly to the N.E, corner of township ! 15N, range 1. 
Thence Easterly to the S.E. corner of township 16N, range 1’ 
Thence Northerly to the N.E. corner of,township 16N, range 113, 
Thence Easterly to the S.E, corner of township 17N, range 14E, 
Thence Southerly to the S.W. porner of township 14N, range 14£, 
Thence Easterly to the S.E. corner of township 14N, range 15E, 
Thence Southerly to the S.W. corner of township 13N, range 16E, 
Thence Easterly to the S.E. corner of township 13N, range 16E, 
Thence Southerly to the S.W, corner of township 12N, range 17E, 
Thence Easterly along the Southern Line to township 12N to the 
Eastern Boundary of the State of California, to the State of 
California to the N.E. corner o l township 17N, range 18E, 
Thence Westerly to the N.W, corner of township I?N, range HE, 
Thence Northerly to the N.E, corner of township 20N, range IDE, 


/ 


i 
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AREA DESCRIPTIONS (Cont'd) 

FOR 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

Thence Westerly to the N.W. corner of township 20N, range 20E, 
Thence Northerly'to the N.E. corner of township 21N, range 9E, 
Thence Westerly to the N.W. corner of township 21N, range 9E, 
Thence Northerly to the N.E. corner of township 22N, range 8E,. 
Thence Westerly'to the N.W. corner of township 27N, range 8E, 
Thence Northerly to the S.W. corner of township 27N, range 8E, 
Thence Easterly to the S.E. corner of township 27N, range 8E, 
Thence Northerly to the N.E. corner of township 28N, range 8E, 
Thence Westerly to the N.W. corner of township 28N, range 7E, 
Thence Northerly to the N.E. corner of township 30N, range 6E, i 
Thence Westerly to the N.W. corner of township 30N, range IE, 
Thence Northerly along the Mt. Diablo Meridian to the N.E. comer 
of Township 34N, range 1W, 

Thence Westerly to the N.W. cdrner of tbWhship 34N, range dw. 
Thence Southerly to the N.E. dorner ot towrtBhlp 32 n, ringe 7W, 
Thence Westerly to the NiW. cornet of township 32M, rande 7W, 
Thence Southerly to the S.W. corner of township 30N, t.lnge 7W, 
Thence Easterly to the S,Bi cdrner ot toWrishlp 30N, range i W, 
Thence Southerly to the fe.W. dorner of taWtisHlp ION, range , AW, 
Thende Easterly to the SiB. corner of township 16N, range 6‘.4, 
Thenc* Southerly to the S.W. dorner t)f tbWnship 14N; range 5W, 
Thence westerly to the EiK. bdrHOt of tbwndlilp 14N; fange 1(4, 
Thence Northerly to the N,B. dbthOt bt tbWhship 14N, range lit, 
ThertcC Westerly tb the N.W. Cdrner of townfehlp 14N, range 7W, 

Thence Northerly to theN.E. cdrher of tbWnship 15N, range 8W, 

Thfehce Westerly to the fc.fc. cdrnet of township 16N, range 12 1) 

Thence Northerly to, the N«B, cottier of towridHip iflll, range ll'.i, 
Thence Weiterly to the N.W. corner of township 16fJ, range 12'i, 
Whence Northerly to the N.E. cotttSr of towhdhip 18N, range 12W, 
Tht'hdW HdStetly to the NiW. Corner bf township 18N, range l4‘.4, 
Thence Southerly to the S.W. cottier ot towhshlp 1811, range 14W, 
ThehCd Easterly to the Sit. botttef bf township lflN, tindi l4H| 
Therttie Southerly to the S.W. corner bt IdWnsIlIp ltM, rnnge 1 J:4» 
Thence Westerly to the NiKi corHdt of township lSN, tinge 14vi, 
ThenCS Southerly to the S.W, corner bf township llS, fangs 1 ,W, 
‘Thence Easterly to the SiBi Cottier of towhahtn ltN, range I4lf, 
Thence Southerly to the’ S.W. ebrner bf township 1JM> 1314”, 

Thence Eaatetiy td the t.E. cotner of tbWhship 11N, tiH^e 13W, 
Thence Southerly to the S.W. cofRIf bf towhbhip 11N, range Ijw, 
ThenBfi KaBtetly to the S;fi. Corner of tbWnship llN, range 12W, 
Thence Southerly along the Eastern Line to range l2Wi td tH4 
Pacific Ocean excluding th&t botlloh of Northern Cilifornia 
within Sarita Clara Cdurtty Included Within the following 111!*) 
Commencing at the N.Wi cornet of tbwnfthlp 68| tinge 3E, 

Ht. Diablo baseline and Meridian! i 

Thence in a southerly difBdtlon td the B.B. Cdfntr bf tbWflihlp 
7S, rongd 3fe, 

'Thence in a Easterly dUSdtlfln to thb S.E. dArHbr of tbWnship 
7S, t«A4@ 4B, 

•Thence In a Nbtthefly dlrectloh to the N t Ei Corner of township 
6S, range 4E, 
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AREA DESCRIPTIONS (Cont'd) 
for 

POWER EQUIPMENT OPERATORS 
AREAS I and II 

Thence In a Westerly direction to the N.W. corner of township 
6S, range 3E, to the point of beginning which portion Is a 
part of Area 2. ' 

AREA Is also includes that portion of Northern California within 
the following lines: 

Commencing in the Pacific Ocean on a extension of the Southerly 
line to township 2N, Humboldt Baseline and.Meridian: 

Thence Easterly along the Southerly line to Township 2N, to 
the S.W. corner of Township 2N, range 1W, 

Thehde Southerly to the S.W. corner of township IN, range 1W, 

Thence Bastgfly along the HuWidldt Baselltte to the S:W. dorhfer 
bf tbWnlhip'lN, range 2E, 

Thende BdUthetly to the S.W: eOrfief bf township 5Sj ffthge 2bi 
Thence Bastifiy te the SiBs cornet of township 29, ringe 2tej 
Tllendfe southerly to the S:Ni corner of township 4S, range 35, 

Thende BastStly tb the SiE. cOmAr Ot thWHOlilp 49, tange 3E» 

Thence tldrtheny to the NiEi Cornet bf township SS, range in; 

Thence westerly tb the Htw. cothef bf tbwnsnip 2 S, range 33, 

Thence Northerly Crossing the Humboldt Bssellne td the BiW> 
corner bf township lN, range 3B, 

Thence easterly along the Humboldt Baseline to the BiE. cornet 
ot township IN| range 3B, 

Thence Northerly to the N.B. corner of township 9Hj range 313, 

Thence Westerly to the N.iWi comer of township ?N, ringe IE, 

Thertce Northerly to the H.Bi corner of fbunship 1GN, rertgn lE, 

Thence Westerly, along the Northerly line to township ION, Into 
the Pacific Ocesrti 

AREA f.i also Includes that pottlon of Northern California included, 
withlh the tdllOwlng ll nest ' 

Cofomencirig St the Northerly boundary df the State of California 
at the ri.Wi corner of townihlp 48N, range ?W, Mt, Diablo Baseline 
and MetidUn: 

Thehde Sdiithetiy to the B,(4, fcerner ot tdwnship 4-H, randS 7V7, 

Thence EaStefly'to the S.fl. comet of township 44N, tangi 7Wi 
TnShce SdUthifly 16 the S.W, corner bt township 43ft, rahge fe(4, 

ThettCe BaAtefly to the S<8. IiOrnSr ot toWti&hlb 43M, range 3W, 

THAhce Northerly tb the M.B. border of township,48M, range 5W, 
on the Ndtthetiy boundary of tdfe Stite df California. 

Thendl Westerly along the NortheflV boundary df thA State of 
cailtdfdU tb till paint at bsgirtnlHg. 

MEK Hi Ail sues nat mleuaed within AREA i ad defined. 

tJhllStia classifications needed for work not Included within the 
adbpe of the tldSSlfIbStibhs listed flay be eddea After aWStd Only 
as pfbkldfed lb the labdf StAhdards contract ClAuSei (29 tFtt, 3.5 
(S)(1)(ill) 
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SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION STANDARDS AND INTERPRETATIONS 


The Contractor is to comply with OSHA Parts 1910 and 1926, Construction 
Standards and Interpretations in effect on the date of issuance of bids and 
with this supplement. 

Requests for waivers from this supplement are to be made to the con¬ 
tracting officer in writing supported by evidence that every reasonable effort 
has been made to comply with the contractual requirements. The Contractor is 
to hold and save the Soil Conservation Service (Contracting Local Organization 
in locally awarded contracts) free from any claims or causes of action whatso¬ 
ever resulting from the Contractor or his or her subcontractors proceeding 
under a waiver or approved adaptation. 

Copies of OSHA Parts 1910 and 1926 Construction Standards and Inter¬ 
pretations may be obtained from: 

Superintendent of Documents 
U.S. Government Printing Office 
Washington, D.C. 20402 


SOIL CONSERVATION SERVICE 
SUPPLEMENT TO OSHA PARTS 1910 AND 1926 
CONSTRUCTION STANDARDS AND INTERPRETATIONS 

GENERAL CONTRACTOR REQUIREMENTS 


1.1 SAFETY PROGRAM. Each contractor is to demonstrate that he or she 
has facilities for conducting a safety program commensurate with the work 
under contract. The contractor is to submit in writing a proposed compre¬ 
hensive safety program to the contracting officer for approval before the 
start of construction operations. The program is to specifically state what 
provisions the contractor proposes to take for the health and safety of all 
employees. 


1.2 PRECONSTRUCTION SAFETY MEETING. Representatives of the contractor 
are to meet with the contracting officer's authorized representative before 
the start of construction to discuss safety standards and requirements appli¬ 
cable to the work under contract. 

1.3 JOINT SAFETY POLICY COMMITTEE. The contractor is to participate in 
monthly meeting of a Joint Safety Policy Committee, composed of SCS and 
contractor supervisory personnel. At these meetings the contractor's project 
manager and the contracting officer's representative will review the effec¬ 
tiveness of the contractor's safety effort and coordinate safety activities. 



1.4 SAFETY PERSONNEL. Each contractor is to designate a competent 
supervisory employee to carry out the*, safety program. 

1.5 SAFETY MEETINGS. A minimum of one "on-the-job" or "toolbox" safety 
meeting is to be conducted each week by all field supervisors or foremen and 
attended by all mechanics and laborers at the worksite. The contractor also is 
to conduct regularly scheduled supervisory safety meetings at least monthly for 
all levels of job supervision. 

1.6 FIRST AID TRAINING. Every contractor foreman must have a Bureau of 
Mines or American Red Cross first aid certificate. The contractor is to 
provide first aid instruction to comply with this requirement. 

1.7 REPORTS. Each contractor is to maintain an accurate record of, and 
report to the contracting officer in the manner and on forms prescribed by the 
contracting officer, all cases of death, occupational disease, or disabling 
injury arising out of or in the course of employment incident to contract work. 
All fatal or serious injuries are to be reported immediately to the contracting 
officer's field representative, and every assistance is to be given in the 
investigation of the incident, including submission of a comprehensive narrative 
report to the contracting officer's authorized representative. Other accidental 
occurrences with serious accident potential such as equipment failures, slides, 
cave-ins, etc., must also be reported immediately. The contractor is to assist 
and cooperate fully with the contracting officer's representatives in conducting 
accident: investigations. The contracting officer's authorized representative 

is to be: furnished all information and data pertinent to investigation of an 
accident. 

FIRST AID AND MEDICAL FACILITIES 

2.1 CLASS A—FIRST AID FACILITIES (100 or fewer employees). 

2.1.1 First Aid Kits. On projects where 100 or fewer workers (total 
number of employees on all shifts) are employed, 16-unit first aid kits are to 
be provided at accessible points in the ratio of at least one kit: for each 25 
employees. The first aid kits are to be moistureproof and dusttight and the 
contents of the kits are to be replenished as used. 

2.1.2 Emergency First Aid. At least one supervisor qualified to administer 
emergency first aid must be available on each shift and duly designated by the 
contractor to care for injured employees. 

2.1.3 Communication and Transportation. The contractor is to make 
necessary arrangements for prompt and dependable communications, transportation 
and medical care for injured employees. At: least one stretcher and two blankets' 
must be readily available for transporting injured employees. 

2.2 FIRST AID AND MEDICAL REPORTS 

2.2.1 Type of Records. The contractor is to maintain a first aid treat¬ 
ment and medical record system on all projects. Such records are to include: 

(a) a daily treatment log listing chronolgically all patients 
visiting the facility for occupational injuries and illnesses; 




(b) cumulative individual injury records; 

(c) monthly statistical records of occupational injuries, classified 
by type and nature of injury; and 

(d) required worker’s compensation records. 

2.2.2 Availability of Records. Records are to be readily available to 
the contracting officer. 

2.3 GENERAL 

* 

2.3.1 Certification of Insurance. Contractors are to provide the contrac¬ 
ting officer or his or her authorized representative with certificates of 
insurance before the start of operations indicating full compliance with State 
workmen's compensation statutes. 

2.3.2 Signs and Directional Markings. Adequate identification and 
directional markers are to be provided to readily denote the location of all 
first aid stations. 

2.3.3 Emergency Lighting. Emergency lighting is to be provided at all 
first aid stations. 


PHYSICAL QUALIFICATION OF EMPLOYEES 

3.1 REQUIREMENT. Persons employeed throughout the course of the contract 
are to be physically qualified to perform their assigned duties. Employees 
must not knowingly be permitted or required to work while their ability or 
alertness is so impaired by fatigue, illness, or any other reason that it may 
expose themselves or others to injury. 

3.2 MINORS AND WOMEN WORKERS. The contractor is to comply with all 
applicable Federal and State laws on employment of minors and women. 

3.3 HEAVY EQUIPMENT OPERATORS. It is recommended that operators of 
trucks and heavy construction equipment be given physical examinations to 
determine if they are physically qualified to perform their assigned work 
without endangering themselves or others. 

3.4 PHYSICAL EXAMINATIONS REQUIRED 

3.4.1 Hoist Operators. Operators of material hoists are to be examined 
and provided with a physician's certificate stating that they are physically 
qualified to safely operate hoisting equipment before they are assigned to 
operate a hoist. At least once a year thereafter they shall obtain a physi¬ 
cian's certificate of physical fitness. A copy of each certificate is to be 
submitted to the contracting officer. 

3.4.2 Motor Vehicle Operators. Operators of motor vehicles engaged pri¬ 
marily in the transportation of personnel are to be 18 years of age or older 
and have a valid State operator's permit or license for the equipment being 
operated. The operator must have passed a physical examination within the past 
year. 


3.4.3 Marine Divers. Divers must be fully qualified by training, experi¬ 
ence and physical condition to perform this type of diving and to perform the 



work. A current physician's certification of physical fitness to perform 
diving is required for all diving personnel. 

PERSONAL PROTECTIVE EQUIPMENT 


4.1 HARD HATS 

4.1.1 Hard Hat Areas. "Hard Hat Areas" include all locations where 
construction work of any nature is in progress and the entire jobsite with the 
exception of shop interiors, offices and identified visitor parking areas. All 
employees (including equipment operators and field mechanics) and others entering 
the area are required, without exception, to wear hard hats. The contractor is 
to provide hard hats for visitors entering "Hard Hat Areas." 

4.1.2 Posting. Signs at least 3 by 4 feet in size, with the following 
wording are to be erected at the access to construction areas: 

"CONSTRUCTION AREA—HARD HATS REQUIRED 
BEYOND THIS POINT" 

The signs are to be furnished and erected by the contractor at locations 
designated by the contracting officer's authorized representative. 

4.2 SAFETY GOGGLES (DRILLERS) 

4.2.1 Drillers and Helpers. Drillers and helpers operating pnuematic. 
rock drills must wear protective safety goggles. 

4.3 SAFETY BELTS AND LINES 

4.3.1 Requirement. Employees working from unguarded heights, on steep 
slopes, or otherwise subjected to possible falls from heights not protected by 
fixed scaffolding, guardrails, or safety nets must be secured by safety belts 
and lifelines. 

4.3.2 Lifelines. Lifelines are to be secured to at least two substantial 
anchorages or structural members. 

4.3.3 Inspection and Maintenance. Safety belts, lifelines, and accessories 
are to be inspected daily and maintained in safe condition. 

MACHINERY AND MECHANIZED EQUIPMENT 


5.1 GENERAL 

5.1.1 Safe Condition. Before any machinery or mechanized equipment is 
initially used on the job, it must be inspected and tested by qualified con¬ 
tractor personnel and. determined to be in safe operating condition and appro¬ 
priate for the intended use. Operators are to be instructed to check their 
equipment daily before use and report any deficiencies to management. Safety 
equipment installed on machinery is to be use by equipment operators. 



5.1.2 Electric-driven Equipment. Electric-driven equipment is to be 
installed with provision for tagging and/or locking out the controls while 
under repair. An approved lockout and/or tagout procedure is to be estab¬ 
lished, prescribing specific responsibilities and safety procedures to be 
followed by the person or persons performing the repair work. Mixer barrels 
are to be securely locked out before permitting employees to enter them for 
cleaning or repair. 

5.1.3 Conductors. Conductors rated 440 volts and greater are not to be 
laid on the ground unless they are heavy-duty armored type ox shielded type. 
Such cables used to supple power to moving equipment must be moved only with 
the aid of nonconductive safety tongs, and if energized at 5,000 volts, by . 
worker's wearing tested and approved-type electricians’s hot sticks or gloves. 

5.1.4 Posting for High-Voltage Lines. A notice of the 10-foot limitation 
required by 1926.550, Subpart N, is to be posted in the operators cab of 
cranes, shovels, backhoes and related equipment. 

5.2 HAUL ROADS FOR EQUIPMENT 

5.2.1 Road Maintenance. The contractor must maintain haul roads and 
access roads in a safe condition so as to eliminate or control dust and ice 
hazards. Wherever dust conditions exist, edequate dust-laying equipment must 
be available at the jobsite and utilized to prevent dust from obscuring 
vision. 


5.2.2 Single-lane Haul Roads. Single-lane haul roads with two-way 
traffic is to be provided with adequate turnouts. Where adequate turnouts 
are not practical, a control system is to be provided to prevent vehicle 
accidents. 

5.2.3 Two-way Haul Roads. On two-way traffic haul roads, arrangements 
are to be such that vehicles travels on the right side wherever possible. 
Signs and traffic control devices are to be employed to indicate clearly any 
variation from a right-hand traffic pattern. The width of the road must be 
adequate to permit safe passage of opposing traffic considering the type of 
haulage equipment used. 

5.2.4 Design and Construction of Haul Roads. Haul road design criteria 
and drawing if requested by the contracting officer are to be submitted for 
the approval of the contracting officer's representative prior to road con¬ 
struction. 


5.2.5 Operators. Machinery and mechanized equipment is to be operated 
only by authorized persons. 

5.2.6 Riding on Equipment. Riding on equipment by unauthorized personnel 
is prohibited. Seating shall be provided for the operator and all passengers. 

5.2.7 Getting On or Off Equipment. Getting on or off equipment, such 
as tractors, cranes, or excavation equipment, while the equipment is in 
motion is prohibited. 



5.2.8 Hours of Operation. Except in emergencies, an equipment operator 
may not Ibe permitted to operate any mobile or hoisting equipment for more than 
12 hours without a continuous 8-hour rest interval. 

5.3 POWER CRANES AND HOISTS (TRUCK CRANES, CRAWLER CRANES, TOWER CRANES, 
GANTRY CRANES, HAMMERHEAD CRANES, DERRICKS, CABLEWAYS, AND HOISTS) 

5.3.1 Performance Test. Before initial onsite operation, power cranes, 
derricks, cableways, and hoists must satisfactorily complete a performance 
tests to demonstrate the equipment’s ability 

5.3.2 Performance Test-Power Cranes (Crawler-mounted, truck-mounted and . 
wheel-mounted). The performance test; is to be carried out with outriggers set: 
and with a test load weighing 115 percent of the manufacturer's rating for the 
boom radius selected by the contractor. The test is to consist of raising, 
lowering and braking the load and rotating the test load through 360 at the 
specified boom angle or radius. Cranes equipped with jibs or boom-tip exten¬ 
sions are to be tested using both the main boom and the jib, with an appropriate 
test load in each case. 

5.3.3 Performance Test—Derricks, Tower Cranes, Cableways and Hoists. 
Derricks, gantry cranes, tower cranes, cableways and hoists, including overhead 
cranes, are to be performance tested with a test load weighing 115 percent of 
the manufacturer's rating. In testing cablesways, the test load is to be traveled 
to the upstream and downstream limits of travel and thoroughly performance 
tested in at least three travel positions, including both limits of travel. 

5.3.4 Boom Angle Indicator. OSHA Part 1926.550(a) is supplemented to 
require that power cranes be provided with a boom angle indicator in. good 
working order. 

5.3.5 Crane Test Certification.. The performance test required by 5.3.2 
or 5.3.3 is fulfilled if the contractor provides the contracting officer a. copy 
of a certificate of inspection made within the past 12 months by a competent 
person or by a private agency satisfactory to the contracting officer. 

5.4 ROLLOVER PROTECTIVE STRUCTURES (ROPS). 

5.4.1 Rollover Protective Structures. Overhead Protection Part 1926, 
Subpart W, Section 1000, 1001 and 1002 are applicable regardless of the year in 
which the equipment was manufactured and regardless of the struck capacity of 
the equipment. 

5.4.2 Skid-steer and Compactor Equipment. Skid-steer equipment and self- 
propelled. compactor equipment is to be equipped with ROPS as provided by Part 
1926.1001. 
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SECTION K - REPRESENTAT IONS. CE RTIFICATIONS. AND OTHER STATEMENTS OF OFFERORS 
K-l. Certificate o f Ind ependent Pri ce D ete rmination (APR 1984) 

a. The offeror certifies that— 

1. The prices in this offer have been arrived at independently, 
without, for the purpose of restricting competition, any 
consultation, communication, or agreement with any other 
offeror or competitor relating to (a) those prices, (b) the 
intention to submit an offer, or (c) the methods or factors 
used to calculate the prices offered; 

2. The prices in this offer have not been and will not be know¬ 
ingly disclosed by the offeror, directly or indirectly, to any 
other offeror or competitor before bid opening (in the case of 
a formally advertised solicitation) or contract award (in the 
case of a negotiated solicitation) unless otherwise required by 
law; and 

3. No attempt has been made or will be made by the offeror to 
induce any other concern to submit or not to submit an offer 
for the purpose of restricting competition. 

b. Each signature on the offer is considered to be a certification by 

the signatory that the signatory— 

1. Is the person in the offeror's organization responsible for 
determining the prices being offered in this bid or proposal, 
and that the signatory has not participated and will not par¬ 
ticipate in any action contrary to subparagraphs a.l. through 
a.3. above; or 

2. (a) Has been authorized, in writing, to act as agent for the 

following principals in certifying that those principals 
have not participated, and will not participate in any 
action contrary to subparagraphs a.l. through a.3. above 

_ [insert full name of 

person(s) in the offeror's organization responsible for 
determining the prices offered in this bid or proposal, 
and the title of his or her position in the offeror's 
organization]; 

(b) As an authorized agent, does certify that the principals 
named in subdivision b.2.(a) above have not participated, 
and will not participate, in any action contrary to 
subparagraphs a.l. through a.3. above; and 

(c) As an agent, has not personally participated, and will not 
participate, in any action contrary to subparagraphs a.l. 
through a.3. above. 
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c > If the offeror deletes or modifies! subparagraph a.2. above, the 
offeror must furnish with its offer a signed (Statement setting 
forth in detail the circumstances of the disclosure, 

REF: FAR 52.203-2, 3.103-1 

K-2. Contingent Fee Representation and Agreement (APR 1984) 

a. Representation. The offeror represents that, except for full-time 
bona fide employees working solely for the offeror, the offeror— 

[Note: The offeror must check the appropriate boxes. For inter¬ 
pretation of the representation, including the term "bona fide 
employee," see Subpart 3.4 of the Federal Acquisition Regulation.] 

1, _____ has, _____ has not employed or retained any person or company 
to solicit or obtain this contract; and 

2. _____ has,_has not paid or agreed to pay to any person or com¬ 

pany employed or retained to solicit or obtain this contract 
any commission, percentage, brokerage, or other fee contingent 
upon or resulting from the award of this contract. 

b. Agreement. The offeror agrees to provide information relating to 
the above Representation as requested by the Contracting Officer 
and, when subparagraph a.l. or a.2. is answered affirmatively, to 
promptly submit to the Contracting Officer— 

1. A completed Standard Form 119, Statement of Contingent or Other 
Fees, (SF 119); or 

2. A signed statement indicating that the SF 119 was previously 
submitted to the same contracting office, including the date 
and applicable solicitation or contract number, and repre¬ 
senting that the prior SF 119 applies to this offer or 
quotation. 

REF: FAR 52.203-4, 3.404(b) 

K-3. Ty p e of Bu siness Organization (APR 1984) 

The offeror or quoter, by checking the applicable box, represents that 

it operates as _ a corporation incorporated under the laws of the 

State of ____, __ an individual,_a partnership, __ a 

nonprofit organization, or _a joint venture. 

REF: FAR 52.215-6, 15.407(c)(2) 

K-4. Parent Company and I dentifying D ata (APR 1984) 

a. A "parent" company, for the purpose of this provision, is one that 
owns or controls the activities and basic business policies of the 
bidder. To own the bidding company means that: the parent company 
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must own more than 50 percent of the voting rights in that 
company. A company may control a bidder as a parent even though 
not meeting the requirement for such ownership if the parent 
company is able to formulate, determine, or veto basic policy 
decisions of the offeror through the use of dominant minority 
voting rights, use of proxy voting, or otherwise. 

b. The bidder _ is, _ is not [check applicable box] owned or con¬ 

trolled by a parent company. 

c. If the bidder checked "is" in paragraph b. above, it shall provide 
the following information: 

Name and Main Office Address Parent Company's Employer's 
of Parent Company (Include Identification Number 

Zip Code) 


d. If the bidder checked "is not" in paragraph b. above, it shall 
insert its own Employer's Identification Number on the following 
line _. 

REF: FAR 52.214-8, 14.201-6(d) 

K-5. Small Business Conc e rn Repre senta tion (APR 1984) 

The offeror represents and certifies as part of its offer that it _ 

is, _ is not a small business concern and that _ all, _ not all 

supplies to be furnished will be manufactured or produced by a small 
business concern in the United States, its possessions, or Puerto 
Rico. "Small business concern," as used in this provision, means a 
concern, including its affiliates, that is independently owned and 
operated, not dominant in the field of operation in which it is bidding 
on Government contracts, and qualified as a small business under the 
size standards in this solicitation. 

REF: FAR 52.219-1, 19.304(a) 

K-6. Small Disadvantaged Business Concern Representation (APR 1984) 

a. Representation. The offeror represents that it _ is, _ is not a 

small disadvantaged business concern. 

b. Definitions. "Asian-Indian American," as used in this provision, 
means a United States citizen whose origins are in India, Pakistan, 
or Bangladesh. 

"Asian-Pacific American," as used in this provision, means a United 
States citizen whose origins are in Japan, China, the Philippines, 





Vietnam, Korea, Samoa, Guam, the O.S. Trust Territory of the Paci¬ 
fic Islands, the Northern Mariana Islands, Laos., Cambodia, or 
Taiwan. 

"Native Americans," as used in this provision, means American 
Indians, Eskimos, Aleuts, and native Hawaiiana. 

"Small business concern," as used in this provision, means a con¬ 
cern, including its affiliates, that is independently owned and 
operated, not dominant in the field of operation in which it is 
kidding on Government contracts, and qualified as a small business 
under the criteria and size standards in 13 CFR 121, 

"Small disadvantaged business concern," as used in this provision, 
means a small business concern that (1) is at least 51 percent 
owned by one or more individuals who are both socially and eco¬ 
nomically disadvantaged, or a publicly owned business having at 
least 51 percent of its stock owned by one or more socially and 
economically disadvantaged individuals and (2) has its management 
and daily business controlled by one or more such individuals. 

c. Qualified groups. The offeror shall presume that socially and 
economically disadvantaged individuals include Black Americans, 
Hispanic Americans, Native Americans, Asian-Pacific Americans, 
Asian-Xndian Americans, and other individuals found to be qualified 
by the SBA under 13 CFR 124.1. 

REF: FAR 52.219-2, 19.304(b) 

K-7. Women -Owned S mall Bus i ness Representation (APR 1984) 

a. Representation. The offeror represents that it _ is, _ is not a 

women-owned small business concern. 

b. Definitions. "Small business concern," as used in this provision, 
means a concern, including its affiliates, that is independently 
owned and operated, not dominate in the field of operation in which 
it is bidding on Government contracts, and qualified as a small 
business under the criteria and size standards in 13 CFR 121. 

"Women-owned," as used in this provision, means a small business 
that is at least 51 percent owned by a woman or women who are U.S. 
citizens and who also control and operate the business. 

REF: FAR 52.219-3, 19.304(c) 

K-8. Certification of Nonsegr egated F acilities (APR 1984) 

a. "Segregated facilities," as used in this provision, means any 

waiting rooms, work areas, rest rooms and wash rooms, restaurants 
and other eating areas, time clocks, locker rooms and other storage 
or dressing areas, parking lots, drinking fountains, recreation or 
entertainment areas, transportation, and housing facilities pro¬ 
vided for employees, that are segregated by explicit directive or 
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are in fact segregated on the basis of race, color, religion, or 
national origin because of habit, local custom, or otherwise. 

b. By the submission of this offer, the offeror certifies that it does 
not and will not maintain or provide for its employees any segre¬ 
gated facilities at any of its establishments, and that it does not 
and will not permit its employees to perform their services at any 
location under its control where segregated facilities are main¬ 
tained. The offeror agrees that a breach of this certification is 
a violation of the Equal Opportunity clause in the contract. 

c. The offeror further agrees that (except where it has obtained iden¬ 
tical certifications from proposed subcontractors for specific time 
periods) it will— 

1. Obtain identical certifications from proposed subcontractors 
before the award of subcontracts under which the subcontractor 
will be subject to the Equal Opportunity clause; 

2. Retain the certifications in the files; and 

3. Forward the following notice to the proposed subcontractors 
(except if the proposed subcontractors have submitted identical 
certifications for specific time periods): 

NOTICE TO PROSPECTIVE SUBCONTRACTORS OF REQUIREMENT FOR CERTI¬ 
FICATIONS OF NONSEGREGATED FACILITIES. 

A Certification of Nonsegregated Facilities must be submitted 
before the award of a subcontract under which the subcontractor 
will be subject to the Equal Opportunity clause. The certifi¬ 
cation may be submitted either for each subcontract or for all 
subcontracts during a period (i.e., quarterly, semiannually, or 
annually). 

NOTE: The penalty for making false statements in offers is 
prescribed in 18 U.S.C. 1001. 

REF: FAR 52.222-21, 22.810(a)(1) 

K-9. Previous Con tracts and Complia nce R eports (APR 1984) 

The offeror represents that— 

a. It has, has not participated in a previous contract or sub¬ 
contract subject either to the Equal Opportunity clause of this 
solicitation, the clause originally contained in Section 310 of 
Executive Order No. 10925, or the clause contained in Section 201 
of Executive Order No. 11114; 

b. It has, has not, filed all required compliance reports; and 




c. Representations indicating submission of required compliance 

reports* signed by proposed subcontractors, will be obtained before 
subcontract awards. 

REF: FAR 52.222-22, 22.810(a)(2) 

K-10. Clean Air and Water Certifi cation (APR 1984) 

Tbe Offeror certifies that— 

a. Any facility to be used in the performance of this proposed con¬ 
tract is _, is not __ listed on the Environmental Protection 

Agency List of Violating Facilities; 

b. The Offeror will immediately notify the Contracting Officer, before 
award, of the receipt of any communication from the Administrator, 
or a designee, of the Environmental Protection Agency, indicating; 
that any facility that the Offeror proposes to use for the perfor¬ 
mance of the contract is under consideration to be listed on the 
EPA List of Violating Facilities; and 

c. The Offeror will include a certification substantially the same as 
this certification, including this paragraph c., in every nonexempt 
subcontract. 

REF: FAR 52.223-1, 23.105(a) 

K-ll. Data Universal N umberi ng System (DUN S) 

a. The bidder/offeror is requested to insert the DUNS number appli¬ 
cable to the contractor's address shown on the solicitation form. 

BUIS No. 


b. If the production point (point of final assembly) is other than the 
location entered on the solicitation form, or if additional produc¬ 
tion points are involved, enter the DUNS number applicable to each 
production point in the space provided below. 

Item No . Manufacturer Prod uction Point DUNS No , 


c. If DUNS numbers have not been established for the contractor, or 
the production point(s) shown above, a number will be assigned upon 
request by Dun & Bradstreet, Allentown, Pennsylvania, phone (215) 
776-4388, 89, 90 or 91. 


REF: FAR 15.406-2, FPR TR-48 
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K-12. Address to Which Pay ment Sho uId be Mai led 

In the space provided below, the Contractor is requested to indicate 
the address to which payment should be mailed, or indicate "same" if it 
is the same as the address shown on the solicitation form. 


K-13. Persons Authorized to Negotiate . Sign a nd Administer Contracts and 
Contra ct Modifications 

The Contractor should indicate below the name, location and phone 
number of persons authorized to conduct negotiations: 


Name 


Location 


Phone 


Contract administrator (if different from above): 


By signature on the solicitation form I hereby affirm that I am au¬ 
thorized, on behalf of the company, to enter into binding contractual 
agreements with the Government; and furthermore, that the person(s) 
named above _ are, __ not likewise so authorized. 




/ 3 ? 


SECTION L - INSTRUCTIONS. CONDITI ONS, AND NO TICES TO BIDD ERS 

L-l. Solicitation Defi nitions (APR 1984) 

"Offer" means "proposal" in negotiation. "Solicitation" means a 
request for proposals (RFP) or a request for quotations (RFQ) in 
negotiation. 

REF: FAR 52.215-5, 15.407(c)(1) 

L-2. Acknowledgement of Amendments t o Solici tations (APR 1984) 

Offerors shall acknowledge receipt of any amendment to this solicita¬ 
tion (a) by signing and returning the amendment; (b) by identifying the 
amendment number and date in the space provided for this purpose on the 
form for submitting an offer; or (c) by letter or telegram. The Gov¬ 
ernment must receive the acknowledgement by the time specified for 
receipt of offers. 

REF: FAR 52.215-8, 15.407(c)(4) 

L-3. False Statements in Bids (APR 1984) 

Bidders must provide full, accurate, and complete information as 
required by this solicitation and its attachments. The penalty for 
making false statements in bids is prescribed in 18 U.S.C. 1001. 

REF: FAR 52.214-4, 14.201-6(b)(4) 

L-4. S ubmi ssio n of Offers (APR 1984) 

a. Offers and modifications thereof shall be submitted in sealed 
envelopes or packages (1) addressed to the office specified in the 
solicitation and (2) showing the time specified for receipt, the 
solicitation number, and the name and address of the offeror. 

b. Telegraphic offers will not be considered unless authorized by the 
solicitation; however, offers may be modified by written or tele¬ 
graphic notice, if that notice is received by the time specified 
for receipt of offers. 

c. Item samples, if required, must be submitted within the time spe¬ 
cified for receipt of offers. Unless otherwise specified in the 
solicitation, these samples shall be (1) submitted at no expense to 
the Government and (2) returned at the sender's request and 
expense, unless they are destroyed during preaward testing. 


REF: 


FAR 52.215-9, 15.407(c)(5) 
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L-5. Late Submission s. Modi fica tions.,, and With drawa ls of Proposals (APR 
.1984) '* . “ 


a. Any proposal received at the office designated in the solicitation 
after the exact: time specified for receipt will not be considered 
unless it is received before award is made and it— 

1. Was sent by registered or certified mail not later than the 
fifth calendar day before the date specified for receipt of 
offers (e.g., an offer submitted in response to a solicitation 
requiring receipt; of offers by the :20th of the month must have 
been mailed by the 15th); 

2. Was sent by mail (or telegram if authorized) and it is deter¬ 
mined by the Government that the late receipt was due solely to 
mishandling by the Government after receipt at the Government 
installation; or 

3. Is the only proposal received. 

b. Any modification of a proposal or quotation, except a modification 
resulting from the Contracting Officer's request for "best and 
final" offer, is subject to the same conditions as in subparagraphs 
a. 1. and 2. above. 

c. A modification resulting from the Contracting Officer's request for 
"best and final" offer received after the time and date specified 
in the request will not be considered unless received before award 
and the late receipt is due solely to mishandling by the Government 
after receipt at the Government installation. 

d. The only acceptable evidence to establish the date of mailing of a 
late proposal or modification sent either by registered or certi¬ 
fied mail is the D.S. or Canadian Postal Service postmark on the 
wrapper or on the original receipt from the U.S, or Canadian Postal 
Service. If neither postmark shows a legible date, the proposal, 
quotation, or modification shall be processed as if mailed late. 
"Postmark" means a printed, stamped, or otherwise placed impression 
(exclusive of a postage meter machine impression) that is readily 
identifiable without further action as having been supplied and 
affixed by employees of the U.S. or Canadian Postal Service on the 
date of mailing. Therefore, offerors or quoters should request the 
postal clerks to place a hand cancellation bull's-eye postmark on 
both the receipt and the envelope or wrapper. 

e. The only acceptable evidence to establish the time of receipt at 
the Government installation is the time/date stamp of that instal¬ 
lation on the proposal wrapper or other documentary evidence of 
receipt maintained by the installation., 

£. Notwithstanding paragraph a. above, a late modification of an 

otherwise successful proposal that makes its terms more favorable 
to the Government will be considered at any time it is received and 
may be accepted. 





g. Proposals may be withdrawn by written notice or telegram (including 
mailgram) received at any time before award. Proposals may be 
withdrawn in person by an offeror or an authorized representative, 
if the representative's identity is made known and the represen¬ 
tative signs a receipt for the proposal before award. 

REF: FAR 52.215-10, 15.407(c)(6) 

L-6. Discounts for Prompt Payment not Evaluated (APR 1984) 

a. Discounts for prompt payment will not be considered in the eva¬ 
luation of bids (offers). 

b. Discounts for prompt payment may be offered either in the original 
bid (offer) or on individual invoices submitted under the resulting 
contract, and discounts offered will be taken by the Government if 
payment is made within the discount period specified. 

c. Discounts that are included in bids (offers) become a part of the 
resulting contract and, in the case of Indefinite Delivery con¬ 
tracts, are binding on the Contractor for all orders placed under 
the contract. 

Discounts offered only on individual invoices will be binding on 
the Contractor only for the particular invoice on which the dis¬ 
count is offered. 

d. Computation of time for taking prompt payment discounts will be in 
accordance with the Discounts For Prompt Payment clause referenced 
in Section I (52.232-8). 

REF: FAR 14.407-3, 13.107(b) 

L-7. Type of Contract (APR 1984) 

The Government contemplates award of a firm-fixed-price contract re¬ 
sulting from this solicitation. 

REF: FAR 52.216-1, 16.1-5 

L-8. Performance/Payment Bonds and Bid G uara ntee Required 

a. Bid Guarantee. Each bidder must submit a bid guarantee with its 
bid in the amount of 20 percent of the total bid price, but in no 
event will an amount in excess of 3 million be required. (FAR 
28.101-2) A bid guarantee may be submitted as a bid bond on Stand¬ 
ard form 24, or a postal money order, certified check, cashier’s 
check, irrevocable letter of credit, or, under Treasury regula¬ 
tions, certain bonds or notes of the United States. (See Bid 
Guarantee clause (52.228-1) in Section I.) 




b. Performance and Payment Bonds. 

1. Performance Bond Amount. The successful bidder will be 
required to submit on Standard Form 25 a performance bond in 
the amount of 100 percent of the total contract price. 

2. Payment Bond Amount. The successful bidder will be required to 
submit on Standard Form 25A a payment bond in an amount derived 
from the following: 

(a) 50 percent of the contract price if the contract price is 
not more than $1 million; 

(b) 40 percent of the contract price if the contract price is 
more than $1 million but not more than $5 million; or 

(c) $2-1/2 million if the contract price is more than $5 mil¬ 
lion. 

3. Other Types of Security. Contractors may deposit with the Con¬ 
tracting Officer, in an amount equal to the penal sum of the 
bond, certified or cashier's checks, bank drafts, Post Office 
money orders, currency, or, under Treasury regulations, certain 
bonds or notes of the United States, instead of furnishing 
surety or sureties on the bonds. When any of these types of 
securities are deposited, a statement must be included on the 
bond form pledging the security, and the contractor must exe¬ 
cute the bond form as the principal. Checks, drafts, or money 
orders shall be drawn to the order of the organizational unit 
effecting the procurement action. (FAR 28.203) 

4 . Time for Submittal. Performance and payment bonds must be sub¬ 
mitted within the number of days after award as shown in block 
12B of the Solicitation, Offer, and Award, SF-1442, 

5 . Additional Bond Security. As stated in the clause of this 
title referenced in Section I (52.228-2), if the contract price 
increases, the Contracting Officer may require additional bond 
security. 

L-9. Site Inspection (APR 1984) 

Prospective bidders are urged and expected to inspect the work site and 
to satisfy themselves regarding all general and local conditions that 
may affect the cost of contract performance, to the extent that the 
information is reasonably obtainable. In no event shall failure to in¬ 
spect the site constitute grounds for a claim after contract award. 

Arrangements to inspect the worksite should be made with Ralph Blair, 
Project, Engineer, SCS, 401 Tenth Street, Suite 2, Gilroy, CA 95020. 
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L-10. Unnecessarily Elaborate Proposals or Onotat ions (APR 1984) 

Unnecessarily elaborate brochures or other presentations beyond those 
sufficient to present a complete and effective response to this soli¬ 
citation are not desired and may be construed as an indication of the 
offeror's or quoter's lack of cost consciousness. Elaborate art work, 
expensive paper and bindings, and expensive visual and other presen¬ 
tation aids are neither necessary nor wanted. 

REF: FAR 52.215-7, 15.407(c)(3) 

L-ll. Restriction on Disclosure and Use of Data (APR 1984) 

Offerors or quoters who include in their proposals or quotations data 
that they do not want disclosed to the public for any purpose or used 
by the Government except for evaluation purposes, shall— 

a. Mark the title page with the following legend: 

"This proposal or quotation includes data that shall not be dis¬ 
closed outside the Government and shall not be duplicated, used, or 
disclosed—in whole or in part—for any purpose other than to 
evaluate this proposal or quotation. If, however, a contract is 
awarded to this offeror or quoter as a result of—or in connection 
with—the submission of this data, the Government shall have the 
right to duplicate, use, or disclose the data to the extent pro¬ 
vided in the resulting contract. This restriction does not limit 
the Government's right to use information contained in this data if 
it is obtained from another source without restriction. The data 
subject to this restriction are contained in sheets [insert numbers 
or other identification of sheets]"; and 

b. Mark each sheet of data it wishes to restrict with the following 
legend: 

"Use or disclosure of data contained on this sheet is subject to 
the restriction on the title page of this proposal or quotation." 

REF: FAR 52.215-12, 15.407(c)(8) 

L-l2. Small Business Size Standards for Construction and Speci al Trades 

A construction contracting concern is considered small if its average 
annual receipts for its preceding three fiscal years did not exceed the 
dollar amount shown after the Standard Industrial Classification (SIC) 
Code shown below. 


MAJOR GROUP 15. 

BUIL DIN G CONSTRU CTI ON—GENERAL CONTRACTORS, AND OPERATIVE BUILDERS 

1521 General Contractors—Single-Family House $17.0 million 

1522 General Contractors—Residential Buildings Other $17.0 million 

Than Single-Family 





MAJOR GROUP 15—(CONTINUED) 

BUILDING CONSTRUCTION—GENERAL CONTR ACTORS AND OP E RATIVE BUILDERS 


1531 Operative Builders 

1541 General Contractors—Industrial Buildings and 

Warehouses 

1542 General Contractors—Nonresidential Buildings 

Other Than Industrial Buildings and Warehouses 


$17.0 million 
$17.0 million 

$17.0 million 


MAJOR GROUP 16. 

CONSTRUCTION OTHER THAN BUILDING CONSTRUCTION—GENERAL CONTRACTORS 


1611 

1622 

1623 

1629 

1629 


Highway and Street Construction, Except Elevated 
Highways 

Bridge, Tunnel, and Elevated Highway Construction 
Water, Sewer, Pipe line. Communication and Power 
Line Construction 

Heavy Construction, Except Dredging, NEC 
Dredging and Surface Cleanup Activities 


$17.0 million 

$17.0 million 
$17.0 million 

$17.0 million 
$ 9.5 million 


MAJOR GROUP 17. 

CONSTRUCTION—SPECIAL TRADE CONTRACTORS 


1711 

Plumbing, Heating, (Except Electric), and Air 
Conditioning 

$ 

7.0 

million 

1721 

Painting, Paper Hanging, and Decorating 

$ 

7.0 

million 

1731 

Electrical Work 

$ 

7.0 

million 

1741 

Masonry, Stone Setting, and Other Stonework 

$ 

7.0 

million 

1742 

Plastering, Drywall, Acoustical, and Insulation 
Work 

$ 

7.0 

million 

1743 

Terrazzo, Tile, Marble, and Mosaic Work 

$ 

7.0 

million 

1751 

Carpentering 

$ 

7.0 

million 

1752 

Floor Laying and Other Floor Work, NEC 

$ 

7.0 

million 

1761 

Flooring and Sheet Metal Metal Work 

$ 

7.0 

mill io n 

1771 

Concrete Work 

$ 

7.0 

million 

1781 

Water Well Drilling 

$ 

7.0 

million 

1791 

Structural Steel Erection 

$ 

7.0 

million 

1793 

Glass and Glazing Work 

$ 

7.0 

million 

1794 

Excavating and Foundation Work 

$ 

7.0 

million 

1795 

Wrecking and Demolition Work 

$ 

7.0 

million 

1796 

Installation or Erection of Building Equipment 

NEC 

$ 

7.0 

million 

1799 

Special Trade Contractors, NEC 

$ 

7.0 

million 

xl 

Base House Maintenance 13/ 

$ 

7.0 

million 


REF: FAR 19.102-1, FPR Bui 63, 3/19/84, 13 CFR 121, 2/9/84 (49 FR 5023) 



